ATIA -69(1)(g) - (a) 
ATIA-69(1)(g) - (c) 


Infrastructure 
Canada PROGRAM OPERATIONS BRANCH 
cc QUEBEC/WEST DIRECTORATE 


K1P 0B6 


BRIEFING NOTE TO THE MINISTER 


CANADA-MANITOBA PUBLIC TRANSIT INFRASTRUCTURE FUND AND 
” CLEAN WATER AND WASTEWATER FUND PROJECT APPROVAL 


(For Approval) 
ISSUE 


e The purpose of this note is to seek your approval of the Public Transit Infrastructure Fund 
(PTIF) Project Summary Report #1 (Annex A) and the Clean Water and Wastewater Fund 
(CWWF) Project Summary Report #1 (Annex B). 


BACKGROUND 


e The PTIF will help accelerate short-term municipal investments while supporting the 
rehabilitation of transit systems and funding studies to support longer-term transit expansion 
plans. 


e The CWWF will help accelerate short-term municipal investments, while supporting the 
rehabilitation of water, wastewater and stormwater infrastructure, and the planning and 
design of future facilities and upgrades to existing systems. 


CONSIDERATIONS 


e The PTIF-CWWF Bilateral Agreement (the Agreement) between Canada and Manitoba will 
be signed in counterpart and is being sent for your approval under separate cover 
(Webcims #42073). 


e As per Section 8 of the Agreement, Manitoba has submitted initial Project Lists for the 
programs, Based on the information submitted by the Province, Infrastructure Canada 
(INFC) confirms that the projects are eligible under the PTIF and CWWF terms and 
conditions. As part of the project submission process, the Province was required to attest to 
the accuracy of all information and incrementality of projects. 


e Under the PTIF, the four projects being recommended for approval represent $105,900,000 
in total eligible project costs, $52,950,000 in federal funding, and allocates 64 percent of the 
PTIF envelope in Manitoba. 


e Under the CWWF, the 23 projects being recommended for approval represent $98,050,000 
in total eligible project costs, $49,025,000 in federal funding, and allocates 51 percent of the 
CWWF envelope in Manitoba. 


tef 


Canada 
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ATIA -21(1)(a) 

ATIA - 21(1)(b) 
PROGRAM OPERATIONS BRANCH 
QUEBEC/WEST DIRECTORATE 


e Of the four projects contained in the PTIF Summary Report #1 submitted, two projects 
(both capital projects) will not be completed within the program timeframe (i.e., before 
March 31, 2018). In addition, of the 23 projects contained in the CWWF Summary Report #1 
submitted, three projects (two capital projects and one new construction) will not be 
completed within the program timeframe (i.e., before March 31, 2018). Manitoba has 
requested that an exemption be made for these projects and submitted documentation 
demonstrating the need for cost to be incurred after March 31, 2018. Under Section 11 
entitled Ineligible Costs of the program’s terms and conditions, you have the flexibility to 
allow eligible costs to be incurred after March 31, 2018, should there be a demonstrated 
need. 


+ INFC’s Project Review Panel (PRP) has reviewed the projects and confirms that 
Treasury Board approval is not required for any of these projects and approval of the 
projects is within your delegated authority. Accordingly, the PRP supports the proposed 
recommendation that you sign the PTIF Summary Report #1 for funding four projects under 
the PTIF and the CWWF Summary Report #1 for funding 23 projects under the CWWF in 
Manitoba (Annex C). | 


RECOMMENDATIONS 


+ itis recommended that you provide flexibility to Manitoba to allow for eligible costs to be 
incurred after March 31, 2018 for the five projects with end dates past March 31, 2018 
subject to the following conditions: the federal government will only reimburse eligible costs 
incurred up to March 31, 2019 and to a maximum of 25 percent of Manitoba’s PTIF 
allocation ($20,710,000) and to a maximum of 25 percent of Manitoba’s CWWF allocation 
($23,812,695.50). 


e tis recommended that you indicate your approval by signing the PTIF Summary Report # 1 
| (Annex A) and the CWWF Summary Report #1 (Annex B), along with the accompanying 
cover letter to your provincial counterpart (Annex D). 
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PROGRAM OPERATIONS BRANCH 
QUEBEC/WEST DIRECTORATE 


e INFC officials will coordinate with Manitoba officials to organize associated public 
communications activities. 


| Jeans 


Date 
| Deputy Minister 


doa ____ | do not approve. ____ For discussion. 
N. oa | JUL 2 2 2016 


Amarjeet Sohi, P.C., M.P. Date 


Attachments: 


Annex A — PTIF Summary Report #1 
Annex B - CWWF Summary Report #1 
Annex C — PRP Assessment Note 
Annex D — Cover Letter 


Processed under the provisions of the Access to Information Act/ Page 3 of 277 
Révisé en vertu de la Loi sur l'accés à l'information 


Manitoba PTIF 
Summary Raport #1 


DE Uitimate Project Name [Project Description Project Category Federat Share | Provincial Share | Municipal 
Recipient are Share 
RE ee REE : 


Project (Bio f ee | 


PTIFOUOL Winnipeg, City Garage: G Expansion of bus maintenance space 1- Capital projects for the rehabilitation, $49,000,000 “oats 500,000 ae 350; 600 NT 250, 000 oe t 2016 nt 1, 2018 

Section Expansion | optimization and modernization of public 
transit infrastructure, or that improve the 
efficiency, accessibility and/or safety of 
public transit infrastructure (including 
rehabllitatian of enhancement of existing 
guide ways, maintenance and storage 
facilities, or other existing public transit 
capital assets; refurbishment or 
replacement of existing rolling stock; and 
replacement or enhancement of transit 


stations); 
PTIFOGO2 Winnipeg, City Garage: Backup Power Backup Generator required to 1. Capital projects for the rehabilitation, $3,000,000 $4,500,000 $750,000 $750,000 September 1, 2016 March 31, 2018 
Power Generator ensure the availability of continuous optimization and modernization of public 
backup power, during an electrical power transit infrastructure, or that improve the 
falure, to ensure continued transit efficiency, accessibllity and/or safety of 
operation (bus garages and support public transit Infrastructure (including 
systems) at the Fort Rouge complex rehabilitation or enhancement of existing 
{garages and building}. guide ways, maintenance and storage 


facilities, or other existing public transit 
capital assets; refurbishment or 
replacement of existing rolling stock; and 
replacement or enhancement of transit 
statlons); 
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Manitoba PTEF 

Summary Report #1 

PTIFOOOS Winnipeg, City Transit Buses Purchase of 60 - 40 ft. Excelsior transit 1 Capital projects for the rehabilitation, $47,000,000 $23,500,000 $21,750,000 $11,750,000 September 1, 2016 March 31, 2019 

buses. optimization and modernization of public 

transit infrastructure, or that improve the 
efficiency, accessibility and/or safety of 
public transit infrastructure {including 
rehabilitation or enhancement af existing 
guide ways, maintenance and storage 
facilities, or other existing public transit 
capital assets; refurbishment or 
replacement of existing rolling stock; and 
replacement or enhancement of transit 
stations}; 


PTA Winnipeg, City Garage Ventilation upgrades, roof replacements 1. Capital projects far the rehabilitation, $6,900,000 $3,450,000 $1,725,000 $1,725,000 September 1, 2016 March 31, 2018 
kaprovements and general repairs currently planned optimization and madermization of public 
transit infrastructure, or that improve the 
efficiency, accessibility and/or safety of 
public transit Infrastructure (Including 
rehabilitation or enhancement of existing 
guide ways, malntenance and storage 
facilities, or other existing public transit 
capital assets; refurbishment or 
réplacemient of exlsting rolling stock; and 
replacement or enhancement of transit 


Peel 
[Ee ee af 9995,800,000 | $52,950,000. |-$26,475,000. |: $26,475,000. 
le 
CR mt 
$105,900,000 | $52,050,000 | $26,476,000. | $26,475,000 


A. A 


Minister of Infrastructure and Communities 


JUL 22 206 


Date 
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Manitoba CWMWF 
Summary Report #4 


Recipient 
Pepa [| 
CWWEGO02 Gimli, RM. New Water 
Distribution 
System 
CAANFOGOS Yellowhead, New Water 
EM. Treatment Plant 
CWANFOONM Russell- New Water 
Binscarth, Treatment Plant 
Municipality and Regional 
Pipelines 


Processed under the provisions of the Access to Information Act / 


Project Description Project Category 
[| ne gc) SE ee ee nn 


This project will construct a new 
reservoir/pumphouse to provide 
sufficient chlorine contact time for 
disinfection. The pumphouse will be of 
sufficient size to accommodate a 
membrane treatment system In the 
future. Treated water fram this main 
pumphouse will be distributed to the 
Industrial Park and via new pipelines to 
the Community of Gimli and Pelican 
Beach, Gimli town stte has an aging cast 
iron distribution system which has 


frequent breaks and interruption to water 


service. This project will allow Gimli to 
initiate Phase À of a capital program te 
replace the entire distribution system.. 


This project ls the construction of a new 
membrane water treatment plant water 
treatment plant which will treat and 
soften a groundwater supply to current 
Canadian Drinking Water Quality 
Guidelines. The plant will have sufficient 
capacity to distribute treated water to 


This project fs the construction ofa new 
membrane water treatment plant which 
wil treat and soften a groundwater 
supply to Canadian Orinking Water 
Quality Guidelines. It will have sufficient 
capacity to distribute treated water via 
new pipelines to the communities of 
Binscarth and Rossburn.. This regional 
water plant will replace 3 existing plants 
that do not meet current regulations. It 


will have capacity to extend safe water to 


other communities in the future, It will 


provide water to Binscarth, St.Lazare and 


Dente 
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Total Eligible 
Costs _ 


4, Capital projects for the rehabilitation of 
water treatment and distribution systems, 
and wastewater and storm water 
collection, conveyance and treatment 
systems. 


$7,000,000 $3,500,000 


1. Capital projects for the rehabilitation of $4,000,000 $2,000,000 
water treatment and distribution systems, 

and wastewater and storim water 

collection, conveyance and treatment 


systems. 


1. Capital projects for the rehabilitation of $13,000,000 $6,500,000 
water treatment and distribution systems, 

and wastewater end storm water 

collection, conveyance and treatment 


systems. 
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Federal Share | Provincial Share Municipal 
Share 


Construction 


Stats oP end A 


‘September 1, 2016 


$1,750,000 $1,750,000 March 31, 2018 
$2,000,000 $2,000,060 May 1, 2017 November 30, 2018 
$3,250,000 $3,250,000 May 1, 2017 November 30, 2018 


a 


Manitoba CWWEF 
Summary Report #1 


E N rena oe 
Reciment = 


CMWEGO00S  Pipestohe, R.M. Lagoon Expansion The proposed project will expand the 5. New construction projects, inctuding the $5,000,000 $2,500,000 $1,250,000 $1,250,000 May 1, 2017 November 1, 2017 
existing lagoon capacity at Reston to 2200 construction of naturalized systems for 
people from 1900 peaple to include the management and treatment of wastewater 
Community of Pipestone and future and storm water, if the projects will be 
growth. Project includes a wastewater completed within the program timeframe. 
pumping station and forcemain from 


Mere ee Made 


CWHWFCO0G = Altona, Town Lagoon Expansion Phase 3 is the final phase of a wastewater 5. New construction projects, including the $4,500,000 $2,250,000 $1,125,000 $1,125,000 May 1, 2017 November 1, 2017 
- Phase 3 lagoon expansion project which includes construction of naturalized systems for 
an aeration system which wili reduce management and treatment of wastewater 
nutrients to current environmental and storm water, if the projects will be 
regulations, Phase i and 2 expanded completed within the program timeframe. 


lagoon treatment capacity for the Town's 
current and future population and the 
aeration system will improve effluent 


CWWFO0O? Melita, Town Lagoon Expansion This project will upgrade the existing 1. Capital projects for the rehabilitation of $6,000,000 $3,000,000 $1,500,000 $1,500,000 May 1, 2037 November À, 2017 
lagoon to increase capacity to water treatment and distribution systems, 
accommodate organic and hydraulic and wastewater and storm water 


loadings due to growth in the town and to collection, conveyance and treatment 
provide flood protection fora 1:50 year systems, 

flood event through raising of the lagoon 

access road and dikes. 


CW\WFO008 = WestStPaul, Water Supply This project will construct a new 5, New construction projects, including the $6,000,000 $3,000,000 $1,500,000 $1,500,000 September 1, 2016 November 1, 2017 
RM. reservoir/pumphouse to accept water construction of naturalized systems for 
from the Cartier Regional Water Co-Op management and treatment of wastewater 
System. and storm water, if the projects will be 


completed within the program timeframe. 
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Manitoba CW WE 
Summary Report #1 


_ jReciplent 


Project Name Project Description Project Category Total Eligible | Federal Share | Provincial Share| Municipal Construction 


Costs f Share 


$6,000,000 $3,000,000 . $1,500,000 $1,500,000 April 1, 2017 October 1, 2017 


CWWROO09 St Andrews, Wastewater Phase 2 is a low pressure sewer collection 5. New construction projects, including the 
RM. System- Phase 2 system. Effluent will be collected from construction of naturalized systems for 

individual residences and pumped toa management and treatment of wastewater 
regional interceptor sewer fer treatment and storm water, if the projects will be 
atthe City of Winnipeg North End completed within the program timeframe. 
Pollution Contre! Centre. The collection 
system will efiminate ail private septic 
systems in this phase. Many private septic 
fields are failing creating an 
environmental concern, 


CWWFCOLO St Fierre-Joly, Lagoon Expansion Construction of a new secondary callin 5. New construction projects, including the $3,000,000 $4,500,000 $750,000 $750,000 May 4, 2017 August 1, 2017 
Village and Wetland wastewater treatment facility to improve construction of naturalized systems for 
winter storage capacity, and a four cell management and treatment of wastewater 
engineered wetland for nutrient and storm water, if the projects will be 


reduction. This will reduce impacts of completed within the program timeframe. 
effluent on the Rat and Red Rivers, and 


Lake Winnipeg. 
CWWFO021 Winkler, City Regiona! Design cost for regional wastewater 4, Design and planning for upgrades to $3,600,000 $1,800,000 $500,000 $900,000 July 1, 2026 November 1, 2017 
Wastewater treatment system wastewater treatment infrastructure to 
Trestment meet federal regulatory requirements. 
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Manitoba CAF 
Summary Report #1 


| Ultimate 
Reciniert 
ProjeceiD p a e a ne MELO Eo Petits SERIE SE 
CWWEFOOL2 Thompson, City Watermain Installation of new water mains on À. Capital projects for the rehabilitation of 
Program -Phase Waterloo Avenue, Beaver Crescent, part water treatment and distribution systems, 
2 of Deerwood Drive, Staghorn Drive, and wastewater and storm water 
Churchill Drive, Thompson Drive from Oak collection, conveyance and treatment $ 
Street to Cree Road and Mystery Lake systems. 
Road from Selkirk Avenue to Churchill 
Drive, New valves, curb steps and 
services will also be installed. This project 
is the second phase of a water plan to 
replace the entire water distribution 
system. Phase one is currently being 
completed. 


Project Neme ‘Project Description Project Category 


$3,000,000 $1,500,000 


CWWF0013 «= North-Norfolk, Rural Waterline Extend existing rural pipeline system by 1. Capital projects for the rehabilltation of $3,000,000 $1,500,000 
-Municipality Expansion; Phase approximately 60 kms to service 27 water treatment and distribution systems, 
3 residences, Hutterite Colony, Austin and wastewater and storm water 
museum and Bible Camp for 1500 people collection, conveyance and treatment 
during the summer. Very poor water systems. 
quality not fit for human consumption. 
CWWFO024 Cartier, R.M Rural Waterline Extend existing pipeline system by 55 kms 1. Capital projects for the rehabilitation of $3,000,000 $1,500,000 


Expansion to service 50 residences and a Hutterite water treatment and distribution systems, 
Colony. Water supplies in the RM are not and wastewater and storm water 
fit for human consumption. collection, conveyance and treatment 


systems, 
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Totai Eligible | Federal Share | Provincial Share} Municipal 
Costs Share 


| 8750000 


$750,000 April 1, 2017 November 1, 2017 


$750,000 $750,000 October 1, 2016 October 1, 2017 
$750,000 $750,000 October 1, 2016 October 1, 2047 


Manitoba CAE 
Summary Report #1 


ultimate 


CWWFO0LE 


CWWFOOL7 


CWWF0018 


CMAWEODES 
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Recipient 


Emerson- 
Franklin, 
Municipality 


Elton, R.E 


Rosedale, R.M 


: Whitehead, RM 


Southwest 
Regional Coop 


Project Name 


Amaud and Area 


Potable Water 
Supply 


Rural Waterline 
Expansion: Phase 
3 


Rural Waterline 
Expansion 


Rural Waterline 
Expansion Phase 
2 


Rural Waterline 
Expansion: Phase 
2 


Project Description. 


Involves expanding the regional system to 
connect the Town of Arnaud to the 
Pembina Valley Water Coop (PVWC) . The 
expansion includes the installation of a 
booster station and approximately 75km 
of pipeline resulting in approximately new 
50 hookups. 


Extend pipeline system by 125 kms to 
service 120 residences, Water supplies in 
the area are not safe for human 
consumption, 


Purchase treated water from the Town of 
Neepawa and construct 25 kms of rural 
pipelines to service 25 rural properties, 
Hutterite Colony and Cormmunity of Eden. 
Water supplies in the area are extremely 
limited and of poor quality not fit for 
human consumption. 


installation of rural pipelines. This project 
is phase two to extend rural pipeline 
system to service approximately 60 more 
residences. 


Construct approximately 150 km of 
pipeline to service 85 rural properties. 
This area is prone to drought and a 
pipeline system will provide a safe water 
supply for human and livestock 
consumption. Project also includes weli 
upgrades and booster station far the 
regional water treatment plant located in 
the Town of Melita. 
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Project Category 


1. Capital projects for the rehabilitation of 
water treatment and distribution systems, 
and wastewater and storm water 
collection, conveyance and treatment 
systems, 


1. Capital projects for the rehabilitation of 
water treatment and distribution systems, 
and wastewater and storm water 
collection, conveyance and treatment 
systems, 


1. Capital projects for the rehabilitation of 
water treatment and distribution systems, 
and wastewater and storm water 
collection, conveyance and treatment 
systems. 


1. Capital projects for the rehabilitation of 
water treatment and distribution systems, 
and wastewater and storm water 
collection, conveyance and treatment 
systems. 


L Capital projects for the rehabilitation of 
water treatment and distribution systems, 
and wastewater and storm water 
collection, conveyance and treatment 
systems. 
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"$3,500,000 


$6,000,000 


$3,006,000 


$2,000,000 


$5,000,000 


Page 10 of 277 


$1,750,000 


$3,000,000 


$1,500,000 


$1,000,000 


$2,500,000 


$875,000 


$1,500,000 


5750,000 


$500,000 


$1,250,000 


Totai Eligible | Federal Share | Provincial Share| Municipal 
__ Costs | Share 


$875,900 


$1,500,000 


$750,000 


$500,000 


51,250,000 


-Start 


Gctober 1, 2016 


October t, 2016 


October 1, 2016 


October 1, 2026 


October 1, 2016 


October 1, 2017 


October 1, 2017 


October 1, 2017 


October 3, 2017 


October 1, 2017 


Manitoba CWWF 
Summary Report #4 


Protect Ip: 
CWWF0020 


CWWF0021 


CWWFOO22 
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me 
Recip 


adne na Wastewater | 


Municipal 
Ralations 


Indigenous and Wastewater 


Munlcipai 
Relations 


Sustainable 
Development 


Construction of new y wastewater 
treatment plant and decommissioning of 
existing plant 


Treatment Plant 


Construction of new wastewater 
Treatment Plant 
of Nelson House, Manitoba. 


Water Treatment To construct a new Water treatment 

Plant facility to replace the existing facility 
constructed in the early 1980's, Anew 
facility will allow for expansion, Spruce 


s, New construction projects, eue 
construction of naturalized systems for 
Management and treatment of wastewater 
and storm water, if the projects will be 
completed within the program timeframe, 


5, New construction projects, including the $2,400,000 


treatment plant to service the community construction of naturalized systems for 


management and treatment of wastewater 
and storm water, if the projects will be 
completed within the program timeframe. 


1. Capital projects for the rehabilitation of 
water treatment and distribution systems, 
and wastewater and storm water 
cailection, conveyance and treatment 


$400,000 


Woods is the third busiest provincial park systems. 


and sees upwards of 400,000 visitors 
between May and September alone and 
is a year round destination. This project 


wilt allow the park to move forwad with a 
spray park, a campground redevelopment 


project including Bay 12 improvements 
and a new washroom/shawer building. 


a l'information 
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$1,250,000 


$1,200,000 


$200,000 


Federal Share | Provinciai Share 


Project Description Project Catagory Total Eligible 
Costs 


T s0000 | 


"$625,000 


$600,000 


$100,000 


Construction 


Municipa! 
Share 
erases eae Be San EN BEE 
$625,000 May 1, 2027 March 31, 2018 
$600,000 May 1, 2017 March 31, 2019 
$100,000 May 1, 2017 March 31, 2018 


Manitoba CAVE 
Summary Report #t 


ee ee 
Rein iant : 


ProfectiD 
CWWFG023 Sustainable 


Development 


Water Treatment 
Plant 


CWWE0024 Winnipeg, City Water Main 
Reliability 


Processed under the provisions of the Access to Information Act / 
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Construct a new water treatment facility 
to replace the existing water treatment 
infrastructure in the park constructed irs 
1985. The new system would consist of a 
new dedicated year-round structure for 
water treatment supplied by two (2} new 
groundwater wells. The new system 
would be strategically located on the 
west side of the park in proximity to 
existing and planned future 
developments. St. Malo is the second 
busiest provincial park campground and 
sees upward of 170,000 visitors between 
May and September atone. This wilt 
supply the maintenance yerd, the 
planned future Visitor Services Centre, 
and staff accommodation facilities. 
Water supply redundancy in South 
Transcona isrequired. The discoloured 
Water Investigation Study undertaken in 
2015 recommended that the City 
investigate opportunities to minimize 


water age (water travel time) in the water 


distribution system. These concerns in 
East Winnipeg can be mitigated by the 
construction of a 3 km. long, 300 mm 
diameter watermain along Dugald Road 
from McFadden Avenue to Ravenhurst 
Street and along Ravenhurst Street from 


Dugald Road to Pandora Avenue East. No 


new development Is anticipated at this 


time. Only current homes wil be serviced 


by this upgrade. 


à l'information 


ho L Capital projects for the rehabilitation of 
water treatment and distribution systems, 
and wastewater and storm water 
collection, conveyance and treatment 


systems. 


L Capital projects for the rehabilitation of 
water treatment and distribution systems, 
and wastewater and storm water 
collection, conveyance and treatment 
systems, 
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Total Eligible | Federai Share | Provinclat Share 
Gosta. 
ieo a x, 200 $262, 500 


$5,500,000 
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$2,750,000 


$1,375,006 


Municipal 
Share __ 


“$162,500 


$1,375,000 


May 1, 2017 


September 1, 2016 


| March 31, 2018 


End: 


March 31, 2018 


Manitoba CWWF 
Summary Report #1 


Project Description Construction 


ProfectiD fo BE 
ae eee 
[UE ETC oo 
eee Eee RS 


eens E 
TOTAL cn [ue Pre mn TE 


Minister of Infrastructure and Communities 


JUL 22 206 


Date 
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al $ p Infrastructure 
Canada 
Ottawa, Canada 
K1P 086 


MEMORANDUM TO THE PROJECT REVIEW PANEL 


CLEAN WATER AND WASTEWATER FUND AGREEMENT WITH THE 
GOVERNMENT OF MANITOBA 


(FOR DECISION) 


Summary 
This note provides assurance to the members of the Project Review Panel 
(PRP) that the Minister may proceed to approve the 23 projects listed in 
Summary Report number 1 for the Government of Manitoba under the Clean 
Water and Wastewater Fund without a Treasury Board (TB) submission. The 


PRP Secretariat is satisfied that the projects listed in Summary Report 
number 1 for the Government of Manitoba do not require TB approval. 


Background 


The PRP Secretariat reviewed the projects in the Summary Report number 1 for 
the Government of Manitoba as well as the draft briefing note to the Minister and 
verified that the attestation on the incrementality of the project lists has been 
provided. | 


Assessment 


Assessment of TB Approval Requirement 


At this review stage of the projects, the PRP Secretariat has 
reviewed the materials against the exceptions and confirms that TB approval is 
not required. However, if during the implementation of a project it becomes 
apparent that an exception or an exemption has been triggered, then PRP would 
be advised that a TB submission is required. 


ele 


tel 


Canada 
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ATIA - 19(1) 


Assessment Against Policy Criteria 


The PRP Secretariat reviewed the 23 projects in Summary Report number 1 and 
is satisfied that the 23 projects meet all applicable requirements of government 
policy on the parameters of the program. 


Assessment of Chief Financial Officer (CFO) Accountabilities 

Based on the Summary Report, the PRP Secretariat confirms that the projects: 
¥ conform to government policy on the parameters of the program; 

¥ conform to Treasury Board policy; 

¥ conform with the terms and conditions of the program; 


Recommendation 


The PRP Secretariat recommends that PRP support the recommendations in the 
Memorandum to the Minister. 


Nicole Thomas 
Secretary to the PRP Secretariat 


We support the recommendations in the Memorandum to the Minister 


Darlene Boileau, Chair — 
Assistant Deputy Minister and CFO. 
Corporate Services 


Jeff Moore - © Marc Fortin 
Assistant Deputy Minister Assistant Deputy Minister 
Policy and Communications Program Operations 


Prepared by: Steve Groleau, Financial Analyst Telephone: 948 - 6070 
(PRP Secretariat) Date: July 21, 2016 
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Ministre de l'infrastructure 
et des Collectivités 


Minister of Infrastructure 
and Communities 


Ottawa, Canada K1P 0B6 


JUL 2 2 2016 


The Honourable Eileen Clarke, M.L.A. 
Minister of Indigenous and Municipal Relations 
Government of Manitoba 

Room 301, Legislative Building 

450 Broadway 

Winnipeg, Manitoba R3C 0V8 


Dear Minister: 


It is my pleasure to write to you regarding the approval of the Public Transit 
Infrastructure Fund Project Summary Report #1 and the Clean Water and Wastewater 
Fund Project Summary Report #1 under the Canada — Manitoba Public Transit 
Infrastructure Fund and Clean Water and Wastewater Fund Bilateral Agreement. 


Please find enclosed a signed copy of these Summary Reports providing federal approval 
for the 27 projects identified by Manitoba. 


The program terms and conditions allow some flexibility for incurring eligible costs after 
the March 31, 2018 program deadline based on a demonstrated need. For the five projects 
with end dates past March 31, 2018, the federal government will only reimburse eligible 
costs incurred up to March 31, 2019 and to a maximum of 25 percent of the provincial 
Public Transit Infrastructure Fund allocation ($20,710,000) and to a maximum of 
25 percent of the provincial Clean Water and Wastewater Fund allocation 
($23,812,695.50). 


Please note that approval of all projects is conditional upon Canada being satisfied that 
the responsibility of the federal authority and/or responsible authority under the Canadian 
Environmental Assessment Act, 2012 (CEAA, 2012) and other applicable agreements 
between Canada and Aboriginal groups are met and continues to be met. Canada’s 
funding for a project is also conditional upon Canada being satisfied that its obligations 
with respect to the legal duty to consult, and if applicable, accommodate Aboriginal 
groups are met. 


gek 


Canada 
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I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the Public Transit Infrastructure Fund and the 
Clean Water and Wastewater Fund in Manitoba. I look forward to working with you as 
we continue to implement this program for the benefit of all Canadians. 


Yours sincerely, 


A. Soh 
Amarjeet Sohi, P.C., M.P. 


Enclosure 
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ATIA -69(1)(g) - (a) 
ATIA -69(1)(g) - (c) 


Infrastructure 
Canada | PROGRAM OPERATIONS BRANCH 
Stewie Canad . QUEBEC/WEST DIRECTORATE 


K1P 0B6 
BRIEFING NOTE TO THE MINISTER 


(For Approval) 
ISSUE 


e The purpose of this note is to seek your approval of the Canada — Manitoba Public Transit 
Infrastructure Fund (PTIF) and Clean Water and Wastewater (CWWF) Bilateral Agreement 
(Annex A). 


BACKGROUND 
e The PTIF will help accelerate short-term municipal investments while supporting the 


rehabilitation of transit systems and funding studies to support longer-term transit expansion 
plans. 


e The CWWF will help accelerate short-term municipal investments, while supporting the 
rehabilitation of water, wastewater and stormwater infrastructure, and the planning and 
design of future facilities and upgrades to existing systems. 


CONSIDERATIONS 


e The Canada — Manitoba Public Transit Infrastructure Fund and Clean Water and 
Wastewater Bilateral Agreement (the Agreement) for the implementation of the programs 
has been concluded and is ready for your signature. The Agreement will be signed in 
counterpart and will come into effect as of the date of the last signature. 


e The Agreement includes prescribed provisions in regards to the obligations of the parties 
and the governance and procedures proposed for the delivery of the PTIF and CWWF in 
Manitoba. The Agreement also includes approved provisions in regards to environmental 
assessment and the federal government’s duty to consult with Aboriginal groups. 


e Manitoba has submitted initial Project Lists that will use $52,950,000 of the province’s 
allocation of $82,840,000 under the PTIF and $49,025,000 of the province’s allocation of 
$95,250,782 under the CWWF. The Project Lists are being sent for your approval under 
separate cover (Webcims #42074). 


kag 


Canada 
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PROGRAM OPERATIONS BRANCH 
QUEBEC/WEST DIRECTORATE 


e These variances were requested by Manitoba and do not pose any significant risks and are 
in compliance with the terms and conditions of the PTIF and CWWF. 


œ The Agreement has been reviewed by Corporate Services and is deemed to be in 
compliance with the PTIF and CWWF terms and conditions. 


ə The Agreement would need to be signed by the Government of Canada and the 
Government of Manitoba in advance of any approvals of Project Lists and announcements. 


RECOMMENDATION 


ə Itis recommended that you indicate your approval by signing the two attached copies of the 
Agreement (Annex A), and the accompanying cover letter to your provincial counterpart 
(Annex C). 


e INFC officials will coordinate with Manitoba officials to secure the necessary approval from 
Manitoba’s Minister of Indigenous and Municipal Relations and to organize associated 
public communications activities. 


22 JUIL. 2016 


| Jean-Francois Tremblay 
| Deputy Minister 
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PROGRAM OPERATIONS BRANCH 
QUEBEC/WEST DIRECTORATE 


ÿ_ | approve. | do not approve. For discussion. 


| A. Chi | JUL 22 016 


| Amarjeet Sohi, P.C., M.P. o Date 
(Minister of Infrastructure and Communities 


Attachments: 


Annex A — Bilateral Agreement 
' Annex B — Deviations Table 
Annex C — Cover Letter 
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Ministre de l'infrastructure 
et des Collectivités 


Minister of Infrastructure 
and Communities 


Ottawa, Canada K1P 0B6 


JUL 2 2 2016 


The Honourable Eileen Clarke, M.L.A. i 
Minister of Indigenous and Municipal Relations 

Government of Manitoba 

Room 301 Legislative Building 

450 Broadway | 

Winnipeg, Manitoba R3C 0V8 


Dear Minister: 


It is my pleasure to write to you regarding the signing of the Canada — Manitoba Public 
Transit Infrastructure Fund (PTIF) and Clean Water and Wastewater Fund (CWWF) 
Bilateral Agreement. 


Please find enclosed your copy of the Bilateral Agreement, which I have signed on behalf 
of the Government of Canada. Please ensure that a copy of the Bilateral Agreement with 
your signature is forwarded to the attention of: 


Eric Landry 

Director General, Quebec West Directorate 
Program Operations Branch 

Infrastructure Canada 

180 Kent Street, Suite 1100 

Ottawa, Ontario K1P 0B6 


In order to provide flexibility, Canada has agreed to flow up to 100 percent of claimed 
eligible project costs to a maximum of 75 percent of Canada’s contribution towards 
eligible project costs. Prior to releasing final payments on projects, Manitoba and Canada 
will ensure that the federal funding towards projects does not exceed 50 percent. 


jep 


Canada 
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I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the PTIF and CWWF projects in Manitoba. 


I look forward to working with you as we continue to implement these programs for the 
benefit of all Canadians. 


Yours sincerely, 


A a 


Amatjeet Sohi, P.C., M.P. 


Enclosure 
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.CANADA — MANITOBA 
BILATERAL AGREEMENT 
PUBLIC TRANSIT INFRASTRUCTURE FUND 


AND 
CLEAN WATER AND WASTEWATER FUND 


This Agreement is made as of the date of last signature 


BETWEEN: HER MAJESTY THE QUEEN IN RIGHT OF CANADA, as represented by 


AND: 


1,1 


the Minister of Infrastructure, Communities and Intergovernmental Affairs 
(“Canada”) 


HER MAJESTY THE QUEEN IN RIGHT OF MANITOBA, as represented 
by the Minister of Indigenous and Municipal Relations (“Manitoba”) 


individually referred to as a “Party” and collectively referred to as the “Parties”. 


WHEREAS the Government of Canada announced in Budget 2016 an investment of 
$120 billion in infrastructure over 10 years, including $60 billion in new funding for public 
transit, green infrastructure, and social infrastructure, to better meet the needs of 
Canadians and better position Canada's economy for the future. 


WHEREAS the Government of Canada proposes to provide $11.9 billion from this plan 
of which $3.4 billion will be used to upgrade and improve public transit systems and 
$2.0 billion will be used for investments in water anc wastewater projects. 


WHEREAS the Minister of Infrastructure, Communities and Intergovernmental Affairs is 
responsible for the Programs entitled the Public Transit Infrastructure Fund (PTIF) and 
the Clean Water and Wastewater Fund (CWWF) and wishes to provide financial support 
to Manitoba for Projects under both Programs under this Agreement. 


NOW THEREFORE, the Parties agree as fallows: 
INTERPRETATION 


DEFINITIONS 


In addition to the terms and conditions defined in the recitals and elsewhere in this 
Agreement, a capitalized term has the meaning given to it in this Section. 


“Agreement” means this bilateral agreement and alt its schedules, as may be amended 
from time to time. 


“Agreement End Date” means March 31, 2020. 

“Asset” means any real or personal property or immovable or movable asset, acquired, 
constructed, rehabilitated or improved, in whole or in part, with funds provided by 
Canada under the terms and conditions of this Agreement. 


“Communications Activities” include, but are not limited to, public or media events or 


‘ceremonies including key milesione events, news releases, reports, web and social 


media products or postings, blogs, news conferences, public notices, physical and digital 
signs, publications, success stories and vignettes, photes, videos, multi-media content, 
advertising campaigns, awareness campaigns, editorials, multi-media products and all 
related communication materials. 


“Effective Date” means the date of last signature of this Agreement. 


“Eligible Expenditures” mean those costs of a Project incurred and eligible for 
payment by Canada as set out in Schedule A (Program Details). 
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1.2 


1.3 


1.4 
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“Fiscal Year’ means from April 1% of a calendar year to March 31%! of the next calendar 
year. 


“Joint Communications” are events, news releases, and signage that relate to the 
promotion of the Program and/or Projects and are collaboratively developed and 
approved by Canada, Manitoba and the Ultimate Recipient, and are not operational in 
nature. 


“Oversight Committee” means the committee established in accordance with Section 7 
(Oversight Committee}, 


“Program” means PTIF or CWWE as set out in Schedule A {Program Details). 


“Project(s)” means one or more projects as set out in the Project List and approved by 
Canada. 


“Project Incrementality” means a Project that would not otherwise have been 
undertaken in 2016-17 or 2017-18 and/or a Project that would not have been undertaken 
without federal funding. 


“Project List” means the list of projects that Manitoba will identify, to be funded through 
the Program in accordance with Section 8 (Project Identification, Approval and 
Amendments). 


“Project Complete” means when a Project can be used for the purpose for which it was 
intended, all required reports have been submitted te Manitoba and final payment has 
been made. 


“Total Financial Assistance’ means total Project funding from all sources, including 
funding from federal, provincial, territorial, and municipal sources, private sources and 
in-kind contributions. 


“Ultimate Recipient” means an entity identified under Sections A.1 b) and A.2 b} of 
Schedule A (Program Details) that is eligible to receive funding under the Program for a 
Project under this Agreement. 


“Ultimate Recipient Agreement” means an agreement between Manitoba and the 
Ultimate Recipient under the PTIF or CWWF. 


ENTIRE AGREEMENT 


This Agreement comprises the entire agreement between the Parties in relation to the 
subject of the Agreement. No prior document, negotiation, provision, undertaking or 
agreement has legal effect, unless incorporated by reference into this Agreement. No 
representation or warranty express, implied or otherwise, is made by Canada to 
Manitoba except as expressly set out in this Agreement. 


DURATION OF AGREEMENT 


This Agreement will be effective as of the Effective Date and will terminate on the 
Agreement End Date. 


SCHEDULES 

The following schedules are attached to, and form part of this Agreement: 
Schedule A — Program Details 

Schedule B — Reporting 

Schedule C — Communications Protocol 


PURPOSE OF THE AGREEMENT 


The purpose of this Agreement is to establish the terms and conditions whereby Canada 
will provide funding to Manitoba for Projects. 
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COMMITMENTS BY CANADA 


a) 


b) 


c) 


Canada agrees to provide funding under PTIF to Manitoba in a total amount notto . 
exceed eighty-two million eight hundred and forty thousand ($82,840,000) to be paid 
in accordance with Scheduie A (Program Details). 


Canada agrees to provide funding under CWWF to Manitoba in a total amount not to 
exceed ninety-five million two hundred and fifty thousand seven hundred and eighty- 
two ($95,250,762) to be paid in accordance with Schedule A (Program Details). 


The Parties acknowledge that Canada’s role in a Project is limited to making a 
financial contribution to Manitoba for that Project and that Canada will have no 
involvement in the implementation of that Project or its operation. Canada is neither 
a decision-maker nor an administrator to a Project. 


COMMITMENTS BY MANITOBA. 


a) 


b) 


c) 


d) 


€) 


g) 


Manitoba will be responsible for the complete, diligent, and timely implementation of 
this Agreement, within the costs and deadlines specified in this Agreement and in 
accordance with the terms and conditions of this Agreement. 


Uniess Manitoba is the Ultimate Recipient, Manitoba will enter into an Ultimate 
Recipient Agreement with each Ultimate Recipient and ensure that Ultimate 
Recipient Agreements are consistent with but are no less favourable to Canada than 
the relevant provisions of this Agreement. Where Manitoba is an Ultimate Recipient, 
Manitoba will be subject to all terms and conditions set out in this Agreement. 


Manitoba acknowledges that funding that may be received from Canada for these 
Programs is not intended to replace or displace existing sources of funding for 
Ultimate Recipient expenditures on Projects. As such, over the term of this 
Agreement, Manitoba will ensure that Ultimate Recipient expenditures on Projects 
must result in incremental spending. 


Manitoba will ensure that Ultimate Recipients have provided proof, in a manner 
acceptable to Canada, that Projects on the Project List meet the definition of Praject 
incrementality. 


Manitoba will be responsible for any costs associated with a withdrawn or cancelled 
Project, and any costs related to a Project that does not meet Project Incrementality 
and will repay to Canada any and all disallowed costs, surpluses, unexpended 
contributions, and overpayments made under and according to the terms and 
conditions of this Agreement. 


Manitoba will inform Canada immediately of any fact or event that will compromise 
wholly, or in part, a Project. 


Manitoba will comply with Schedule C and Manitoba will include provisions in the 
Ultimate Recipient Agreement that require the Ultimate Recipient to comply with 
Schedule C. 


APPROPRIATIONS 


a) 


b) 


c) 


Notwithstanding any other provision of this Agreement, funding is dependent on an 
appropriation of funds by the Parliament of Canada for the Fiscal Year in which the 
payment is to be made. 


Canada may reduce or terminate any payment under this Agreement in response to 
the reduction of appropriations or departmental funding levels in respect of transfer 
payments, the Program under which this Agreement was made or otherwise, as 
evidenced by any appropriation act or the federal Crown's main or supplementary 
estimates expenditures. Canada will not be liable for any direct, indirect, 
consequential, exemplary or punitive damages, regardless of the form of action, 
whether in contract, tort or otherwise, arising from any such reduction or termination 
of funding. 


Canada acknowledges that any contribution to a Project by Manitoba is subject to an 
appropriation by Manitoba Legislature. 
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6. FISCAL YEAR BUDGETING 


a) The amount of the funding payable by Canada for each Fiscal Year as set out in 
Section 4.1 ¢) ii. and A.2 c) i of Schedule A (Program Details). 


b) Ifthe actual amount payable by Canada in respect of any Fiscal Year is less than the 
estimated amount in Section A.t c) li. and A.2 c) i of Schedule A (Program Details), 
Manitoba may request that Canada re-allocate the difference between the two 
amounts to a subsequent Fiscal Year. Subject to Section 5 (Appropriations), Canada 
agrees to make reasonable efforts to accommodate Manitoba's request. Manitoba 
acknowledges that requests for re-allocation of Project funding will require 
appropriation adjustments or federal Crown approvals. 


c) In the event that any requested re-allocation of Project funding is not approved, the 
amount of Canada's contribution payable in accordance with to Section 3 
(Commitments by Canada} may be reduced by the amount of the requested re- 
allocation. If the contribution payable by Canada in accordance with to Section 3 
(Commitments by Canada) is so reduced, ihe Parties agree to review the effects of 

. such reduction on the overall implementation of the Project and to adjust the terms 
and conditions of this Agreement as appropriate. 7 


7. OVERSIGHT COMMITTEE 


Within sixty (60) business days of the signing of this Agreement, the Parties will 
establish one or more Oversight Committee(s) co-chaired by representatives of Canada 
and Manitoba or use an already existing Committee established between the Parties to 
monitor this Agreement. The Oversight Committee(s) will: 


a) monitor compliance of the implementation of this Agreement with the terms and 
conditions of this Agreement, 


b) act as a forum to resolve potential issues and address concerns; 

c) review and, as necessary, recommend to the Parties amendments to the Agreement, 
d) monitor the implementation of the Schedule C (Communications Protocol); 

e) approve and ensure audits plans are carried out as per the Agreement, and 


f) attend to any other function required by this Agreement, including monitoring Project 
risk and mitigation measures, or as mutually directed by the Pariies. 


. PROJECT IDENTIFICATION, APPROVAL AND AMENDMENTS 
81 PROJECT IDENTIFICATION AND APPROVAL 


a) Manitoba will provide to Canada an initial Project List to be funded under the PTIF 
and an initial Project List to be funded under CWWF subject ta the provisions in 
Schedule A (Program Details) upon signature of the Agreement for Canada’s 
approval. 


b) Within six months of the Effective Date of the Agreement, Manitoba will fully allocate 
the entirety of Canada's contribution towards Projects in accordance with Schedule A 
(Program Details} through the submission of additional Project List(s), if required for 
Canada's approval. 


c) The Project List for each Program will be submitted in a format acceptable to 
Canada, signed by a delegated senior official and will include the following 
information for each Project: 


i. Unique Project Identifier; 
ii. Ultimate Recipient; 
iii, Project location: 
iv, Project address; 
v. Project Title; 
vi. A description of the Project; 
vi. Identification of Nature of Project 
a. New 
b. Rehabilitation 
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9.1 


c. Expansion 
d. Study/Planning/Asset Management 


Total Project Cost, Total Eligible Cost and a breakdown of alt funding 
Sources; 


viii. 


ix. Forecasted Project start date and end date; 


x. Eligible Investments Category as per Schedule A.1 e) (Eligible Investments 
Categories) under PTIF and as per Schedule A.? f} (Eligible Investments 
Categories) under CWWF; 


xi,  Eligible Project Funding category as per Schedule A.2 e) (Eligible Project 
Funding Categories) CWWF only; 


xii. © Whether any part of the Project is located on federal land; 


xii. Identification of which of the following objectives the Project will support: 
a. Increased capacity or lifespan of the Asset; 
b. Enhanced service; 
c. improved environmental outcomes. 

xiv, | Whether the Ultimate Recipient has evidence of incrementality; 


xv. Description of risk factors of the Project; 


xvi. An attestation signed by a senior delegated Official of Manitoba that Project 
‘Incrementality has been met; and 
xvii. An attestation that federal funding will support only Eligible Expenditures and 


that the Projects on the Project List(s) meet the provisions as specified in this 
Agreement. 
d) Canada reserves the right to request additional information for review and approval 
purposes, including assessment of risks, or to make a determination as per Sections 
16 (Environmental Assessment) and 17 (Aboriginal Consultation). 


e} in cases of new or expansion Projects, Canada may require additional assurance 
that Projects can be completed by March 31, 2018 for PTIF and March 31, 2018 
under CWWF. This may include assurances by professionals (e.g. architects, 
engineers) 

f) Canada will inform Manitoba once a Project List has been approved or rejected. 

g) Manitoba will promptly inform Canada of any cancelled or withdrawn Projects and 
promptly provide te Canada a revised Project List for approval. 


PROJECT AMENDMENTS 


a) Manitoba wili submit a revised Project List for approval by Canada when seeking to 
modify, add or delete a Project. The revised Project List will include ail information 
required under Section 8.1 c) (Project Identification, and Approval). 


b) Canada reserves the right to request additional information for review and approval 
purposes, including assessment of risks to make a determination as per Sections 
46 (Environmental Assessment) and 17 (Aboriginal Consuliation). Canada will 
inform Manitoba once the revised Project List has been approved. 


PAYMENTS 


PAYMENT CONDITIONS 
Canada will not: 
a) pay interest for failing to make a payment under this Agreement, 


b) pay any claims until the requirements under Section 16 (Environment) and 
Section 17 (Aboriginal Consultations), if applicable, are, in Canada’s opinion, 
satisfied to the extent possible at the date the claim is submitted to Canada; and 


c) Pay any claims until all reports as required under Section 10a) are received and 
accepted by Canada. 
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9.2 PAYMENTS 


a) Manitoba will submit a request for payment to Canada covering the Eligible 
Expenditures for all Projects, at a minimum, on a semi-annual basis, in a form 
acceptable to Canada. Each request for a payment will include an attestation in a 
format acceptable to Canada, signed by a delegated senior financial official, that 
Eligible Expenditures have been incurred, 


b) Canada will promptly make a payment to Manitoba upon review and approval of a 
payment request, subject to the terms and conditions of the Agreement. 


9.3 PAYMENT DEADLINE 


a) Canada will make payments no later than March 31, of the year following the Fiscal 
Year in which the Eligible Expenditures were incurred; 


b) Canada will make the final payment under PTIF no later than October 31, 2019 and 
under CWWF no later October 31, 2019 


9.4 RETENTION OF CONTRIBUTION 


Canada will retain a minimum of ten percent (10%) of its funding for each Program under 
this Agreement. The amount retained by Canada for a Program will be released by 
Canada when: 


a) Manitoba fulfils all of its obligations for that Program under this Agreement; and 


b) the Parties carry out a final reconciliation of ail claims and payments in respect of 
that Program and make any adjustments required in the circumstances. 


10. REPORTING 


a) Manitoba will provide to Canada, at minimum on a semi-annual basis: 


i. a project progress report in a format acceptable to Canada and in accordance 
with Section B.1 of Schedule B (Reporting); and . 


ii. an outcomes progress report in a format acceptable to Canada on completed 
Projects and in accordance with Section B.2 of Schedule B (Reporting). 


b) Manitoba will submit, in a format acceptable to Canada, at least 30 business days prior 
to the Final Payment and no later than October 1, 2019: 


j. final project report in accordance with Section B.3 of Schedule B (Reporting); 
and ; 


ii. final outcomes report on ail Projects in accordance with Section B.4 of 
Schedule B (Reperting). 


11. AUDIT 


a) Manitoba will conduct audits as required under the audit plans approved by the 
Oversight Committee, The audit plan will include at minimum one compliance audit, 
which will include a financial component, over the term of the Agreement and up to 
two years after the Agreement End Date. 


b) Manitoba agrees to provide Canada with ail relevant audit reports and will ensure 
that prompt and timely corrective action is taken in response to any audit findings 
and recommendations conducted in accordance with this Agreement. Manitoba will 
submit to Canada in a timely manner, a report on follow-up actions taken to address 
recommendations and results of the audit. 


c) Canada reserves the right to undertake any audit in relation to this Agreement at its 
expense. In the event where Canada does undertake an audit, it will provide 
Manitoba reasonable notice. 


d} Manitoba will keep proper and accurate financial accounts and records, including but 
not limited to its contracts, invoices, statements, receipts, and vouchers, in respect of 
a Project for at least six (6) years after the termination of ihis Agreement and wii 
provide Canada and its designated representatives with reasonable and timely 
access to documentation for the purposes of audit and ensuring compliance with this 
Agreement. 
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EVALUATION 


Manitoba may be asked to participate in an evaluation of the Program and agrees to 
provide Project-related information to Canada during and following the Agreement End 
Date in order for Canada to conduct an evaluation of the performance of the Program. 
All evaluation results will be made available to the public. 


DISPUTE RESOLUTION 


a} The Parties will keep each other informed of any issue that could be contentious. 


b) Ifa contentious issue arises, the Oversight Committee will examine it and will, in 
good faith and reasonably, attempt to resolve potential disputes as soon as possible 
and in any event within thirty (30) business days within receipt of notice of such 
contention issue, Where the Oversight Committee cannot agree on a resolution, the 
matter will be referred to the Parties for resolution. The Parties will provide a decision 
within ninety (90) business days. 


c) Where the Parties cannot agree on a resolution, the Parties may explore any 
alternative dispute resolution mechanisms available to them to resolve the issue. 


d) Any payments related to any contentious issue or dispute raised by either Party may 
be suspended by Canada together with the obligations related to such issue, 
pending resolution. 


e) The Parties agree that nothing in this Section will affect, alter or modify the rights of 
either Party to terminate this Agreement. 


INDEMNIFICATION 


Manitoba will at ail times indemnify and save harmiess Canada, its officers, servants, 
employees or agents, from and against all actions, whether in contract, tort or otherwise, 
claims and demands, losses, costs, damages, suits or other proceedings by 
whomsoever brought or prosecuted in any manner based upon or occasioned by any 
injury to persons, damage to or loss or destruction of property, economic loss or 
infringement of rights caused by, in connection with er arising directly or indirectly from 
this Agreement, an Ultimate Recipient Agreement or a Project, except to the extent to 
which such actions, claims, demands, losses, costs, damages, suits or other 
proceedings relate to the negligence or breach of the Agreement by an officer, servant, 
employee or agent of Canada in the performance of his or her duties. 


DISPOSAL OF ASSETS 


a) Unless otherwise agreed to by the Parties, Manitoba will ensure that the Uitimate 
Recipient will retain title to and ownership of an Asset for five (5) years after the 
Agreement End Date. 


b) If at any time within five (5) years fram the Agreement End Date of a Project, an 
Ultimate Recipient sells, leases, or otherwise disposes of, directly or indirectly, any 
Asset purchased, acquired, constructed, rehabilitated or renovated, in whole or in 
part, under this Agreement, other than to Canada, Manitoba, a local government, or 
with Canada’s consent, the Uitimate Recipient may be required to reimburse 
Canada, via Manitoba, any funds received from Manitoba on behalf of Canada, for 
the Project. 


ENVIRONMENTAL ASSESSMENT 
Canada’s funding for a Project is conditional upon Canada being satisfied that the 
responsibility of the federal authority and/or responsible authority under the Canadian 


Environmental Assessment Act, 2012 (CEAA, 2012) and other applicable agreements 
between Canada and Aboriginal groups are met and continues to be met. 


ABORIGINAL CONSULTATION 
Canada’s funding for a Project is conditional upon Canada being satisfied that its 


obligations with respect to the legal duty to consult, and if applicable accommodate 
Aboriginal groups are met. 
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13.8 


GENERAL 


ACCOUNTING PRINCIPLES 


All accounting terms will have the meanings assigned to them, all calculations wil! be 
made and ali financial data to be submitted will be prepared, in accordance with the > 
Public Sector Accounting Standards in effect in Canada. 


SURVIVAL. 


The Parties’ rights and obligations, which by their nature, extend beyond the termination 
of this Agreement, will survive any termination of this Agreement. 


COUNTERPART SIGNATURE 


This Agreement may be signed in counterpart, and the signed copies will, when 
attached, constitute an original agreement. 


SEVERABILITY 


If for any reason a provision of this Agreement that is not a fundamental term of this 
Agreement between the Parties is found to be or becomes invalid or unenforceable, in 
whole or in part, and if both Parties agree, it will be deemed to be severable and will be 
deleted from this Agreement, but all the other terms and conditions of this Agreement will 
continue to be valid and enforceable. 


ASSIGNMENT 


Manitoba will not transfer or assign its rights or obligations under this Agreement without 
the prior written consent of Canada. Any attempt by the Manitoba to assign any of the 
rights, duties or obligations of this Agreement without Canada’s express written consent 
is void. Canada acknowledges that Manitoba entering into agreements with Uitimate 
Recipient shall not be considered a transfer or assignment of Manitoba's rights or 
obligations for the purpose of this Section. 


AMENDMENTS 
This Agreement may be amended from time to time on written agreement of the Parties. 
WAIVER 


A Party may waive any of its rights under this Agreement only in writing. Any tolerance or 
indulgence demonstrated by the Party will not constitute a waiver. 


NOTICE 


Any notice provided for under this Agreement may be delivered in person, sent by mail, 
or facsimile, addressed to: 


for Canada: 


ASSISTANT DEPUTY MINISTER 
Program Operations Branch 
Infrastructure Canada 

1100 - 180 Kent Street 

Ottawa, Ontario 

K1P 0B6 


or to such other address or facsimile number or addressed to such other person as 
Canada may, from time to time, designate in writing to Manitoba; and 


for Manitoba: 


EXECUTIVE DIRECTOR 

Canada-Manitoba Infrastructure Secretariat 
Manitoba indigenous and Municipal Relations 
1140 - 363 Broadway 


_ Winnipeg MB R3C 3N9 
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or such other address or facsimile number or addressed to such other person as 
Manitoba, from time to time, designate in writing to Canada. 


Such notice will be deemed to have been received, if sent by mail, when receipt is 
acknowledged by the other Party; by facsimile, when transmitted and receipt is 
confirmed; and in person, when delivered. 


18.9 COMPLIANCE WITH LAWS 


Manitoba will comply with all applicable laws, regulations, all requirements of regulatory 
bodies having jurisdiction over the subject matter of the Project, 


18.10 GOVERNING LAW 
This Agreement is governed by the laws applicable in the Province of Manitoba. | 
18.11 SUCCESSORS AND ASSIGNS 


This Agreement is binding upon the Parties and their respective successors and 
assigns, 


SIGNATURES 


This Agreement has been executed on behalf of Canada by the Minister of 
infrastructure, Communities and Intergovernmental Affairs and on behalf of Her Majesty 
the Queen in right of the Province of Manitoba by the Minister of Indigenous and 
Municipal Relations. 


CANADA HER MAJESTY THE QUEEN IN 
RIGHT OF THE PROVINCE OF 
MANITOBA 


A. Saki 


The Honourable Amarjeet Sohi The Honourable Eileen Ciarke 
Minister of Infrastructure, Minister of Indigenous and Municipal 
Communities and Relations 


intergovernmental Affairs 


JUL 22 2016 


Date Date 
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SCHEDULE A - PROGRAM DETAILS 


A.t Public Transit Infrastructure Fund (PTIF) 
a) Objective: 


b) 


c) 


d} 
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e) 


The PTIF will help accelerate short term municipal investments while supporting the 
rehabilitation of transit systems and funding studies to support longer term transit expansion 
plans. 


Ultimate Recipient 
The following are eligible as Ultimate Recipients for funding: 


i, Province and territories, 

i. Municipal or regiona! governments established by or under a provincial or territorial 
statute | 

ii. Transit agencies or authorities established by a provincial, territorial, or loce! 
government. 

iv. Organizations designated by Manitoba and agreed to by Canada. 


Canada’s Funding 
i. Allocation to Ultimate Recipient 
a) Manitoba agrees to allocate a minimum of $50,000 to each Ultimate Recipient 
with the remaining funds being distributed based on ridership. 


b) Manitoba will promptly provide to Canada updates to the table upon any revision 
of the allocations for Canada’s approval. 


ii. Fiscal Year Breakdown 
Canada’s total funding for all Projects will be allocated in accordance with the estimated 
Fiscal Year breakdown below: 


Canada _ 
2016-2017 $24,113,700 
2017-2018 $48,819,725 
2018-2019 $9,906,575 


$82,840,000 


iii, Administrative Funding 
Manitoba may allocate up to 1% of Canada’s total funding for administrative costs incurred 
in the implementation of this Agreement. 


Stacking & Cost Sharing 


The maximum federal funding to a Project, from all federal sources, will not exceed one half 
(50 %) of the total Eligible Expenditures for that Project. if the federal Crown's total 
contribution towards a Project exceeds fifty percent (50%) of that Project's total Eligible 
Expenditures or if the Total Financial Assistance received or due in respect of the total 
Project costs exceeds one hundred per cent (100%) thereof, Canada may recover the 
excess from Maniteba or reduce its contribution by an amount equal to the excess. 


Eligible Investments Categories 


The following are eligible investments: 

i. Capital projects for the rehabilitation, optimization and mddemization of public transit 
infrastructure, or that improve the efficiency, accessibility and/or safety of public transit 
infrastructure (including rehabilitation or enhancement of existing guide ways, 
maintenance and storage facilities, or other existing public transit capital assets; 
refurbishment or replacement of existing rolling stock; and replacement or enhancement 
of transit stations); 


ii. Expenditures to support the asset management capacity of a public transit system, 
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EL 


iv. 


Expenditures to support thé design and planning for the future expansion and 
improvements to public transit systems, including transportation demand management 
measures and studies and pilot projects related to innovative and transformative 
technologies; and 


Projects for system expansion, which may include active transportation, if they can be 
completed within the program timeframe. 


Note: Active transportation infrastructure includes those elements that support active 
transportation, including but not limited to: improved sidewalks, dedicated bike lanes, 
pedestrian-bicycle signals and safer crossing points, bike racks, and greenways for walking and 
cycling. Infrastructure investments can contribute to building integrated networks of pedestrian 
and cycling paths that are designed for efficient transportation and make access to public transit 
easily integrated with pedestrian and cycling facilities. 


f) Eligible Expenditures 


Eligibla Expenditures will include the following: 


All costs considered by Canada to be direct and necessary for the successful 
implementation of an eligible Project, excluding those identified under Schedule A.1 g) 
(Ineligible Costs); 


Costs of Aboriginal consultation, and where appropriate, accommodation; and 


Costs incurred between April 4, 2016 and March 31, 2018, except where Canada has 
approved a Project completion date beyond March 31, 2018. For those projects only, 
costs incurred between April 1, 2016 and March 31, 2019. 


g) Ineligible Costs 


Ineligible costs include the following: 


vii. 


Costs incurred prior to April 1, 2016 and costs incurred after March 31, 2018; 
Costs incurred for cancelled Projects; 


ii. Land acquisition: leasing tand, buildings and other facilities; leasing equipment other 


than equipment directly related to the construction of the project; real estate fees and 
related costs: 


iv. Financing charges, legal fees and loan interest payments, including those related to 


easements (e.g. surveys); 
Any goods and services costs which are received through donations or in kind; 


i. Provincial sales tax and Goods and Services Tax/Harmonized Sales Tax, for which the 


Ultimate Recipient is eligible for a rebate, and any other costs eligible for rebates; and 
Costs associated with operating expenses and regularly scheduled maintenance work. 
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A.2 Clean Water and Wastewater Fund (CWWF) 
a) Objective: 


b) 


c) 


a) 
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e) 


The CWWF will help accelerate short term municipal investments, while supporting the 
rehabilitation of water, wastewater and stormwater infrastructure, and the pianning and 
design of future facilities and upgrades to existing systems. 


Ultimate Recipient 
The following are eligible as Ultimate Recipients for funding: 


i. Provinces and territories; 
ii. Organizations designated by a province or territory and agreed to by Canada; 
ili. Municipal or regional governments established by or under a provincial or territorial 
statute; and 
iv. Other entities providing water or wastewater services to communities as designated 


by Manitoba. 
Canada’s Funding 
i, Fiscal Year Breakdown 
Canada’s total funding will be allocated in accordance with the estimated Fiscal Year 
breakdown below: 
Canada _ 
2016-2917 | $38,000,000 
“2017-2018 | $37,000,000 
2018-2019 | $20,250,782 
$95,250,782 
i, Administrative Funding 
Manitoba may allocate up to 1% of Canada's total funding for administrative costs 
incurred in the implementation of this Agreement. 
Stacking & Cost Sharing 


The maximum federal funding to a Project, from all federal sources, will not exceed one half 
(50 %) of the total Eligible Expenditures for that Project, If the federal Crown's total 
contribution towards a Project exceeds fifty percent (50%) of that Project's total Eligible 
Expenditures or if the Total Financial Assistance received or due in respect of the total 
Project costs exceeds one hundred per cent (100%) thereof, Canada may recover the 
excess from Manitoba or reduce its contribution by an amount equal to the excess. 


Eligible Project Funding Categories 
i. Water 
ii, Wastewater 
ii. Stormwater 


Eligible Investments Categories 


The following are eligible investments: 
j. Capital projects for the rehabilitation of water treatment and distribution systems, and 
wastewater and storm water collection, conveyance and treatment systems; 


ii. Separation of existing combined sewers and/or combined sewer overflow control; 


ii. Initiatives that support system optimization and Improved asset management including 
studies and pilot projects related to innovative and transformative technologies; 


iv. Design and planning for upgrades to wastewater treatment infrastructure to meet federal 
regulatory requirements; and 


v. New construction projects, including the construction of naturalized systems for 
management and treatment of wastewater and storm water, if the projects will be 
completed within the program timeframe. 
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g) Eligible Expenditures 


h) 
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Eligible Expenditures will include the following: 


All costs considered by Canada to be direct and necessary for the successful 
implementation of an eligible Project, excluding those identified under Schedule A.2 h} 
(ineligible Costs); 


ii. Costs of Aboriginal consultation, and where appropriate, accommodation; and 


Cost incurred between April 1, 2016 and March 31, 2018, except where Canada has 
approved a Project completion date beyond March 31, 2018. For those projects only, 
costs incurred between April 1, 2016 and March 31, 2019. 


Ineligible Costs 


Ineligible costs include the following: 


vi. 


vii. 


Costs incurred prior to Apri 1, 2016 and costs incurred after March 31, 2018; 


. Costs incurred for cancelled projects; 
ii, Land acquisition; leasing land, buildings and other facilities; leasing equipment other 


than equipment directly related to the construction of the project; real estate fees and 
related costs; l 


Financing charges, tegal fees and loan interest payments, (, including those related to 
easements (e.g. surveys); 


Any goods and services costs which are received through donations or in kind; 


Provincia! sales tax and Goods and Services Tax/Harmonized Sales Tax, for which the 
Ultimate Recipient is eligible for a rebate, and any other costs eligible for rebates, and 


Costs associated with operating expenses and regularly scheduled maintenance work. 
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SCHEDULE B - Reporting 


B.1 


B.2 
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PROJECT PROGRESS REPORT 
The progress report wilt include the following information: 


Unique Project Identifier 

Ultimate Recipient Legal Name 

Project Title 

Project Description 

Total Project Cost 

Total Eligible Cost 

Program Contribution (Eligible Expenditures 

Other Federal Contributions (Eligible Expenditures) 

Provincial Contribution (Eligible Expenditures) 

Municipal Contribution (Eligible Expenditures) 

Other Contribution (Eligible Expenditures) 

Federal Signage Installed (Y/N) 

Forecasted Start Date (Up-dated from Project List) 
$ Forecasted End Date (Up-dated from Project List) 


Actual Start Date 
Actual End Date ia Kishi ne See 


Progress Towards Completion (%) 
Project Complete? (Y/N) 


Progress Note __ 
Risk Factors 


Mitigation Measures 


4 


| 


OUTCOMES PROGRESS REPORT 


a) Manitoba will provide relevant baseline data for the performance indicators identified 
below in B.2 c) and d) within six (6) months of the Effective Date of the Agreement. 


b) Manitoba will be required to provide aggregated results on progress on outcomes 
based on relevant performance indicators identified below B.2 c) and d). 


c) The performance indicators for PTIF are as follows: 


Projects that Number of funded transit system projects that have incorporated ) 
support modern, innovative technology 
modernization 


Number of funded plans or studies that have resulted in identified 
capita! projects that are either included in capital planning documents 
with associated funding or that are in the process of being 
implemented | = 

Average number of years of useful life remaining on applicable 
transit assets, extended as a result of funded investments 
Percentage of assets that have increased their physical condition 
rating (as per reporting guideline) as a result of funding 

Average percentage decrease in unplanned service interruptions per 
month {not related to weather) that can be attributed to funded 
investments 

Number of funded transit system projects that have added safety 
features or equipment 

Estimated percentage decrease in incidents (collision and non- 
collision) that can be attributed to funded investments 


Funded plans 
are being 
implemented 


improved 
rehabilitation 


Increased 
safety 


Increased Average increase in percentage of transit system fleets that are low- 
accessibility floor accessible as a result to funding 
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Average Life Cycle Cost of applicable transit system assets after 
completion of funded investments 
Average litres of fuel per passenger-kilametre after completion of 
Improved funded investments 
efficiency Total estimated cubic-meters of natural gas saved as a result of 
funded investments 
Total estimated kilowatt-hours saved as a result of funded 
investments 
Total of new passenger-kilometres travelled as a result of funded 
‘system expansion projects 
Total value of capital expenditures for transit projects for year 2076 
(to be reported on at final report) 
Total value of capital expenditures for transit projects for year 2047 
(to be reported on at final report) 


Transit systems 
are expanding 


Projects are 
incremental 


Line pue 


d) The performance indicators for CWWF are as follows: 


Average % decrease in unplanned service interruptions per month 
not related to weather) 


Average % decrease in volume of water leakage and/or infiltration 
that can be attributed to funded investmenis 


Total estimated kilowatt-hours saved as a result of funded 
investments 


improved 
reliability 


improved Average Life Cycle Cost of applicable water treatment systems after 
efficiency construction 


Average Life Cycle Cost of applicable wastewater treatment and 
stormwater systems after construction 


Percentage of assets that have increased their physical condition 
rating (as per reporting guideline} as a result of funding 


Average number of years of useful life remaining on applicable 
wastewater treatment and collection components, extended as a 
result of funded investments 


Average number of years of useful life remaining on applicable storm 
water components, extended as a result of funded investments 


Average number of years of useful life remaining on applicable water 
treatment and distribution components, extended as a result of 
funded investments 


Number of funded water treatment plans and studies that have 
resulted in identified capital projects that are either included in capital 
pfanning documents with associated funding or that are in the 

process of being implemented 


Improved 
rehabilitation 


Funded plans 
are being 


implemented Number of funded wastewater plans and studies that have resulted 


in identified capital projects that are either included in capital 
planning documents with associated funding or that are in the 
process of being implemented 


Number of water treatment facilities that have improved water quality 
as a result of funded investments 

Number of drinking water systems that have eliminated a boil water 
advisory as a result of funded investments 

Number of water treatment systems that have met or exceeded 
applicable regulations and guidelines as a result of funding 


Number of applicable wastewater systems by treatment level (no | 
treatment, Primary. Secondary, Tertiary) after end of construction 


Safer drinking 
water 


Cleaner 
wastewater and 
stormwater 


Number of systems that have improved the quality of wastewater 
effluent or storm water discharge as a result of funded investments 


Number of wastewater systems that have met or exceeded 


applicable regulations and guidelines as a result of funding 
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Total value of capital expenditures for water and wastewater system 
projects for 2016 


Total value of capital expenditures for water and wastewater system 
projects for 2017 


Projects are 
incremental 


B.3 FINAL PROJECT REPORT 


The final report wil include the following: 


a) All information required under Schedule B.1 (Project Progress Report) 
b} An attestation, signed by a delegated senior official that: 
i. Projects have been completed; 
ii. federal funding was spent on Eligible Expenditures in accordance with the 
terms and conditions of the Agreement; and 
ii, Project Incrementality has been respected. 


B.4 FINAL OUTCOMES REPORT 


‘The final outcomes report will include aggregated results on outcomes based on 


performance indicators identified in B.2 c) and d} against the baseline data provided in 
B.2 a). 
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SCHEDULE C - COMMUNICATIONS PROTOCOL 


G.1 Purpose 


a) This Communications Protocol outlines the roles and responsibilities of each of the 
Parties to this Agreement, as well as those of the Uitimate Recipient, with respect to 
Communications Activities related to Projects. 

b) This Communications Protocol will guide all Communications Activity planning, 
development and implementation with a view to ensuring efficient, structured, 
continuous, consistent and coordinated communications to the Canadian public. 

c) The provisions of this Communications Protocol apply to all Communications 
Activities related to this Agreement and any Projects funded under this Agreement. 


C2 Guiding Principles 


a) Communications Activities undertaken through this Communications Protocol should 
ensure that Canadians are informed of infrastructure investments made to help 
improve their quality of life and that they receive consistent information about funded 
Projects and their benefits. 

b) The Communications Activities undertaken to recognize federal funding will take into 
account the financial value and duration of the Project(s) and the feasibility of 
mounting joint Communications Activities. 

c) Manitoba is responsible for communicating the requirements and responsibilities 
outlined in this Communications Protocol to Ultimate Recipients and for ensuring 
their compliance. 

d) Manitoba will communicate to Ultimate Recipients any deficiencies and/or corrective 
actions identified by Canada or by the Oversight Committee. 


C.3 Joint Communications 


a) Canada, Manitoba and the Ultimate Recipient will have Joint Communications about 
the funding and status of the Project(s). 

b} Joint Communications related to Projects funded under this Agreement should not 
occur without the prior knowledge and agreement of all Parties and the Ultimate 
Recipient. 

¢) All Joint Communications material will be approved by Canada and will recognize 
Canada’s contribution under Schedule A (Program Details) and/or the Total Financial 
Assistance received for the Project(s). 

d} Each of the Parties or the Ultimate Recipient may request Joint Communications. 
The requestor will provide at least 15 business days’ notice to the other Parties or 
the Ultimate Recipient. If the Communications Activity is an event, it will take place at 
a mutually agreed date and location. 

e) The requestor of the Joint Communications will provide the opportunity for the other 
Parties or the Ultimate Recipient to choose to participate and choose their own 
designated representative (in the.case of an event). 

f} Canada has an obligation to communicate in English and French. Communications 

`. products related to events must be bilingual and include the Canada word mark and 
other Parties’ logos. In such cases, Canada will provide the translation services and 
final approval on praducts. 

g) The conduct of all Joint Communications will follow the Table of Precedence for 
Canada as applicable. 


C4 Individual Communications 


a} Notwithstanding Section C.3 of this Communications Protocol (Joint 
Communications), Canada retains the right to meet its obligations to communicate 
information to Canadians about the Agreement and the use of funds through its own 
Communications Activities. 

b) Each Party may include general Program messaging and Project examples in their 
own Communications Activities. Canada, Manitoba and the Ultimate Recipient will 
not unreasonably restrict the use of, for their own purposes, Communications 
Activities related to Projects funded through the Agreement and if web- or social- 
media based, from linking to it. 


C.5 Operational Communications 


Manitoba and the Ultimate Recipient are solely responsible for operational 
communications with respect to Projects, including but not limited to: calls for tender, 
contract awards, and construction and public safety notices. Operational 
communications as described above are not subject to the Official Languages Act of 
Canada. 
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G.6 


C.7 


C.8 


cs 


Media Relations 


Canada and Manitoba will share information promptly with the other Party should 
significant media inquiries be received or emerging media or stakeholder issues arise to 
a Project or the overall fund. 


Signage 


a) Canada, Manitoba and the Ultimate Recipient may each have signage recognizing 
their funding contribution to the Projects. 

b) Unless otherwise agreed by Canada, Manitoba or the Ultimate Recipient will produce 
and instail a sign to recognize federal funding at each Project site in accordance with 
current federal signage guidelines. The federal sign design, content, and installation 
guidelines will be provided by Canada. 

c) Where the Ultimate Recipient decides to install a permanent plaque or other suitable 

marker with respect to the Projects, it will recognize the federal contribution and be 

approved by Canada. . 

Manitoba agrees to inform Canada of sign installations. 

If erected, signage recognizing the federal contribution will be installed at the Project 

site(s) thirty (30) days prior to the start of construction, be visible for the duration of 

the Project, and remain in place until thirty (30) days after construction is completed 
and the infrastructure is fulty operational or opened for public use. 

f) If erected, signage recognizing the federal contribution will be at least equivalent in 

size and prominence to Project signage for contributions by other orders of 

government and be installed in a prominent and visible location that takes into 
consideration pedestrian and traffic safety and visibility. 

The Ultimate Recipient is responsible for the production and installation of Project 

signage, or as otherwise agreed upon. 

h) Inthe case of Projects where the deliverable is a document, such as but not limited 
to plans, reports, studies, strategies, training material, webinars, and workshops, it 
will clearly recognize Canada's contribution under Schedule A (Terms and 
Conditions) and/or the Total Financial Assistance received for the Project(s). 


9) 


Communicating With Ultimate Recipients 


Manitoba agrees to facilitate, as required, communications between Canada and the 
Ultimate Recipient for Communications Activities. 

Advertising Campaigns 

Recognizing that advertising can be an effective means of communicating with the 
public, Canada and Manitoba may, at their own cost, organize an advertising or public 
information campaign related to this Agreement or eligible Projects. However, such a 
campaign will respect the provisions of this Agreement. In the event of such a campaign, 
the sponsoring Party or Ultimate Recipient will inform the other Parties or Ultimate 
Recipient of its intention no less than twenty-one (21) working days prior to the 
campaign launch. 
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PTIF — CWWF Bilateral Agreement for Manitoba 
ATIA-14(a) 


Deviation 


BA Section Template 


“Agreement End Date” 
‘means March 31, 2019. 


“Agreement End Date” means 
March 31, 2020. 


9.3 PAYMENT DEADLINE 


b) Canada will make the final 
payment under PTIF no later than 
October 31, 2019. 


9.3 PAYMENT DEADLINE 


b) Canada will make the final 
payment under PTIF no later 
than October 31, 2018. 


10. REPORTING 

‘b) Manitoba will submit, in a 
format acceptable to Canada, 
no later than 

October 31, 2018: 


10. REPORTING 
b) Manitoba will submit, in a format 
acceptable to Canada, at least 30 
business days prior to the Final 
Payment and no later than October 
1, 2019 

g) Manitoba will comply with 
Schedule C and Manitoba will 
include provisions in the Ultimate 
Recipient Agreement that require 
the Ultimate Recipient to comply 
with Schedule C. 


4. Commitments by 
Manitoba 


9.1 Payment Conditions c) Pay any claims until all 
reports as required under 
Schedule B (Reporting) are 
received and accepted by 


Canada. 


c) Pay any claims until all reports 
as required under Section 10 a) are 
received and accepted by Canada 
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PTIF — CWWF Bilateral Agreement for Manitoba 


15. Disposal of Assets 


years from the Agreement 
End Date of a Project, an 
Ultimate Recipient sells, 


local government, or with 
Canada’s consent, the 


required to reimburse 


for the Project. 
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b) If at any time within five (5) 


leases, or otherwise disposes 
of, directly or indirectly, any 
Asset purchased, acquired, 
constructed, rehabilitated or 
renovated, in whole or in part, 
under this Agreement, other 
than to Canada, Manitoba, a 


Ultimate Recipient may be 


Canada, via Manitoba, any 
funds received from Manitoba 


ATIA-14(a) 


b) If at any time within five (5) 
years from the Agreement End 
Date of a Project, an Ultimate 
Recipient sells, leases, or 
otherwise disposes of, directly or 
indirectly, any Asset purchased, 
acquired, constructed, rehabilitated 
or renovated, in whole or in part, 
under this Agreement, other than to 
Canada, Manitoba, a local 
government, or with Canada’s 
consent, the Ultimate Recipient 
may be required to reimburse 
Canada, via Manitoba, any funds 
received from Manitoba on behalf 
of Canada, for the Project. 
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PTIF — CWWF Bilateral Agreement for Manitoba | 


18.5 Assignment 


Manitoba will not transfer or | Manitoba will not transfer or assign 
assign its rights or obligations | its rights or obligations under this 
under this Agreement without | Agreement without the prior written 
the prior written consent of consent of Canada. Any attempt by 
Canada. Any attempt by the | the Manitoba to assign any of the 
Manitoba to assign any ofthe | rights, duties or obligations of this 
rights, duties or obligations of | Agreement without Canada's 

this Agreement without express written consent is void. 
Canada's express written Canada acknowledges that 
consent is void. Manitoba entering into agreements 
with Ultimate Recipient shall not be 
considered a transfer or 
assignment of Manitoba’s rights or 
obligations for the purpose of this 


section. 
stall Gare g f) Eligible Expenditures f) Eligible Expenditures 
A.1 Public Transit iii. Costs incurred between iii. Costs incurred between April 1, 
Infrastructure Fund (PTIF) April 1, 2016 and March 31, 2016 and March 31, 2018, except 
2018. where Canada has approved a 


Project completion date beyond 
March 31, 2018. For those projects 
only, costs incurred between April 
1, 2016 and March 31, 2019. 
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PTIF — CWWF Bilateral Agreement for Manitoba 


Se nie g) Eligible Expenditures g) Eligible Expenditures 
A.2 Clean Water and iii. Cost incurred between iii. Costs incurred between April 1, 


Wastewater Fund (CWWF) April 1, 2016 and March 31, 2016 and March 31, 2018, except 
2018. where Canada has approved a 
Project completion date beyond 
March 31, 2018. For those projects 
only, costs incurred between April 
1, 2016 and March 31, 2019. 
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ATIA -69(1)(g)- (a) 
ATIA-69(1)(g)-(c) 


Infrastructure 
Canada 

PROTECTED B 
elas PROGRAM OPERATIONS 


WEST DIRECTORATE 


BRIEFING NOTE TO THE MINISTER 


CANADA-MANITOBA PUBLIC TRANSIT INFRASTRUCTURE FUND AND 
CLEAN WATER AND WASTEWATER FUND PROJECT APPROVALS 


(For Approval) 


ISSUE 


e The purpose of this note is to seek your approval of the Public Transit Infrastructure Fund 
(PTIF) Project Summary Report #2 (Annex A) and the Clean Water and Wastewater Fund 
(CWWF) Project Summary Report #2 (Annex B). 


BACKGROUND 


e The PTIF will help accelerate short-term municipal investments while supporting the 
rehabilitation of transit systems and funding studies to support longer-term transit expansion 
plans. Projects approved under the PTIF will help improve reliability, efficiency, safety and 
accessibility of public transit systems and help large municipalities plan for future system 
improvements and expansion. 


e The CWWF will help accelerate short-term municipal investments, while supporting the 
rehabilitation of water, wastewater and stormwater infrastructure, and the planning and 
design of future facilities and upgrades to existing systems. Projects approved under the 
CWWFE will improve the reliability of drinking water, wastewater and storm water systems 
and help municipalities fund plans and designs aimed at meeting wastewater regulations. 


CONSIDERATIONS 


+ The PTIF-CWWF Bilateral Agreement (the Agreement) between Canada and the Province 
of Manitoba (the Province) was signed on July 25, 2016. 


e As per Section 8 of the Agreement, the Province has submitted Project Lists #2 for both the 
PTIF and CWWF programs. Based on the information submitted by the Province, 
infrastructure Canada (INFC) confirms that the projects are eligible under the PTIF and 
CWWF terms and conditions. As part of the project submission process, the Province was 
required to attest to the accuracy of all information and incrementality of projects. 


’ fo. 
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ATIA -21(1)(a) 


ATIA - 21(1)(b) 


PROTECTED B 
PROGRAM OPERATIONS 
WEST DIRECTORATE 


e Under the PTIF, the 43 projects being recommended for approval represent $6,705,637 in 
total eligible project costs, $3,109,628 in federal funding, and allocate 4 percent of the PTIF 
envelope in the Province. 


e Under the CWWF, the 24 projects being recommended for approval represent $37,360,200 
in total eligible project costs, $18,680,100 in federal funding, and allocate 20 percent of the 
CWWF envelope in the Province. 


e Under the PTIF, 31 percent remains available for projects should PTIF Project List #2 be 
approved. Under the CWWF, 28 percent remains available for projects should the CWWF 
Project List #2 be approved. Manitoba has submitted additional project lists for both 
programs which are currently being assessed for eligibility, and eligible projects will be 
recommended for approval in the near future. 


e Based on the information supplied by Manitoba, the projects do not appear to have any 
environmental assessment requirements for which there is a federal responsibility. INFC will 
continue to review whether the duty to consult Aboriginal groups arises for some of the 
projects and confirm requirements in writing with the Province. It will be reiterated that 
funding is conditional on meeting any environmental assessment or Aboriginal consultation 
requirements as indicated in the Bilateral Agreement. 


e INFC officials and the Project Review Panel confirm that the projects are within your 
delegated authority and that Treasury Board approval is not required (Annex C). 
Accordingly, they support the proposed recommendation that you sign the PTIF Summary 
Project List #2 funding the projects under the PTIF (Annex A) and the CWWF Summary 
Project List #2 funding the projects under the CWWF in Manitoba (Annex B). 


RECOMMENDATIONS 
e tis recommended that you indicate your approval by signing the PTIF Summary Report #2 
and the CWWF Summary Report #2, along with the accompanying cover letter to your 


provincial counterpart (Annex D). 


e _INFC officials will coordinate with Manitoba officials to organize associated public 
communications activities. | 
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PROGRAM OPERATIONS 
WEST DIRECTORATE 


ha 
Jean-Francois Tremblay 
Deputy Minister 


-=t | approve. i do not approve. For discussion. 


\ Ob: FEB 24 207 


| Amarjeet Sohi, P.C., M.P. 


Attachments: 


Annex A — PTIF Summary Report #2 

Annex B — CWWF Summary Report #2 

Annex C — Project Review Panel Assessment Notes 
Annex D — Cover Letter to the Honourable Eileen Clarke 
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Replacement. of the 2012 handi-transit vehicle currently i in-use and which © 
serves the Town of Arborg, much of the Municipality. of Bifrost-Riverton as. 
well as areas within the. municipalities c of Armstrong and Fisher: 


PTIF-1021. =. JARBORG,. ] TOWN of |Arborg and District - :Handir: 


1. Capital: projects for the. rehabilitation, en 000 51" 56,861: :. 1528430. : 529,7 -::12017-01-03 [2018-03-31 | 
S Van Purchase E De re ee Mn pee eee eee ee 


aa optimization and modernization of public transit 
ie infrastructure, or:that i improve 1 the efficiency, ; 

, accessibility and/or safety of: public: transit : : 

l infrastructure (including rehabilitation or. 
enhancement of existing. guide Ways, | 
maintenance and storage facilities, or other ee 
existing public transit capital assets; oi 
refurbishment or. replacement of existing roling 
= stock; and replacement à or enhancement of 

| transit t stations); 


1. Ca pital Se for the rehabilitation, $100,334 550,167 $25,083 $25,084 2016-10-01 |2016-12-31 
optimization and modernization of public transit 
infrastructure, or that improve the efficiency, 
accessibility and/or safety of public transit 
infrastructure (including rehabilitation or 
enhancement of existing guide ways, 
maintenance and storage facilities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 


transit stations); 


Purchase a new Handi Transit vehicle to service the Rural Municipality of 
Argyle, including the communities of Baldur and Glenora. Current vehicle was 
purchased in 2011 and is nearing the end of its useful life. A new van will be 
more fuel efficient and less expensive to maintain. The major users of the 
service are seniors on set budgets making it important to maintain the 
program in the community at an affordable cost. 


Rural Municipality of Argyle - 
Handi-Van Purchase 


PTIF-1003 ARGYLE, RURAL 


MUNICIPALITY of 


BOISSEVAIN- : 
— MORTON, RURAL: 
l MUNICIPALITY of 


PTIF-1039. “| Town-of Boissevain - Handi-.. a Acquisition of a handi. van vehicle to: replace aging existing van that needs ii 
os Van Purchase i repairing and to expand seating capacity to expand ang provide rr more ‘reliable 


service. : 


1. Capital projects for the rehabilitation; = 000. -- |$25,000 : [$12500  : $12,500 ~~ |2016-09-01 [2017-03-31 
optimization and modernization of public transit oe ee. ieee fect sary Pe eee tnt ee eet 
l infrastructure, or that improve. the efficiency, : 

Ls accessibility and/or: safety of public transit- 
= infrastructure (including rehabilitation or 
{enhancement of existing guide ways, : 
maintenance and storage facilities, or other. 
, existing public transit capital assets; : 
a. refurbishment or replacement of existing rolling 
stock; and replacement o or enhancement of 
transit it stations); oes 3 
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Purchase of two new 40 foot conventional buses that are needed to replace |1. Capital projects for the rehabilitation, $1,200,000 $600,000 $300,000 $300,000 2016-12-05 |2018-03-30 
older stock due to fatigue and the onset of mechanical failure. As they have Joptimization and modernization of public transit - 
been in service since 2002, it is a more prudent use of resources to replace infrastructure, or that improve the efficiency, 

these buses with new equipment that meets the more stringent accessibility and/or safety of public transit 

environmental standards rather than continuing to repair the existing, tired [infrastructure (including rehabilitation or 

units. enhancement of existing guide ways, 

maintenance and storage facilities, or other 

existing public transit capital assets; 

refurbishment or replacement of existing rolling 

stock; and replacement or enhancement of 

transit stations); 


PTIF-1022 BRANDON, CITY of |Transit Bus Replacement 


BRANDON, CITY of Brandon - Diesel Exhaust. Fluid 
Bulk Tank Filing Station . 


To meet increasingly strict engine emission standards, manufacturers utilize 
[diesel exhaust fluid to break down the dangerous nitrogen oxides emissions. 
: As buses are. replaced, they contain. engines that must adhere to these `: 

environmental standards and require a diesel exha ust fluid filing station to fil 
the tank on nthe buses. l 


PTIF-1023 1. Capital pee Toe rehabilitation, 000... - {$50,000 : :|$25,000. 525,000. |2017-01-09 {2017-08-11 
ee “optimization and modernization of public transit ee 
linfrastructure, or that improve. the efficiency, 
accessibility. and/or safety of public transit: 

: “infrastructure (including rehabilitation or o ae 
enhancement of existing guide ways, : 
maintenance and storage. facilities, or. other. 
: [existing public transit capital assets; . a 
refurbishment or replacement of existing rolling — 
stock; and replacement or. ‘enhancement of 


se transit stations); 


BRANDON, CITY of {Brandon - Handi Transit Bus 1. Capital projects for the rehabilitation, $500,000 $250,000 $125,000 $125,000 2017-02-01 |2017-12-22 


PTIF-1024 Replacement of four para transit vehicles which provide subsidized door to 
Replacement l door transportation for persons with a disability. These buses are used optimization and modernization of public transit 

regularly, providing an average of 120 trips daily and are beginning to show  linfrastructure, or that improve the efficiency, 

fatigue, lift reliability issues and mechanical failure. The objective is to provide |accessibility and/or safety of public transit 

more reliable service to users. infrastructure (including rehabilitation or 
enhancement of existing guide ways, 
maintenance and storage facilities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 
transit stations); | 
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[1: Capital projects for the: rehabilitation, 
optimization and modernization of public transit 
infrastructure, or that i improve the efficiency, 
accessibility and/or safety. of public transit 


BRANDON, CITY: of. Brandon - Bus Wash. ]$75,000 : 


: Equipment. Replacement 


[Upgrade current bus wash system and add a water recycle system. ‘The 
| current system does not, fit adequately into the building so cannot be utilized 
Jin weather: colder than :15.:In addition, there were components at the time 
of installation. that.were not purchased due to budgetary constraints. Newer 
technology i is now available to upgrade to a system that’ utilizes less water, infrastructure: (including rehabilitation. or 
add a reclamation system and ensure buses can be washed year round. : “Jenhancement of existing guide ways, 

à noe oe PL Imaintenance and storage facilities, or other: 

1 existing public transit capital assets; 
refurbishment or replacement of ‘existing rolling 
| stock; and replacement. or enhancement of. 
transit stations); 


PTIF-1025 |2017-07-10: 2017-11-30. 


1. Capital PEET for the rehabilitation, $300,900 $150,000 575,000 2017-08-01 [2018-03-16 
optimization and modernization of public transit 
infrastructure, or that improve the efficiency, 
accessibility and/or safety of public transit 
infrastructure (including rehabilitation or 
enhancement of existing guide ways, 
maintenance and storage facilities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 


transit stations); 


Replace, upgrade and amalgamate two separate buildings providing similar 
functions to support Transit system. Both buildings are very old, inefficient 
and in need of substantial upgrade and ergonomic improvement. The Transit 
Information {customer information and support) kiosk will be vacatec (not 

owned by the City) and Transit station (administrative and driver support) will 
be demolished and reconstructed to combine services in one new centre. 


BRANDON, CITY of | Brandon - Replacement of 
information Centre/Transit 
Station 


PTIF-1026 


11. Capital projects for. the rehabilitation, = Lu 
[optimization and modernization of public transit 

| infrastructure, or that i improve the efficiency, : 

l accessibility: and/or safety. of public. transit + 

i infrastructure (including rehabilitation or. = 
enhancement of existing guide ways, 

maintenance. and storage facilities, or. other . 

existing public transit capital: assets; : 

l refurbishment or replacement of existing rolling 

|stock; and replacement or enhancement of. 

| transit stations); | 


BRENDON, CITY of. Brandon - Bus Shelter. 
a Replacement. Program 


[Replacement of 32 shelters throughout the City of Brandon, to upgrade to: 
[current design. standards. ‘Existing. shelters are extremely aged and restrict : 
visibility for the motoring public creating a Safety concern. i 


PTIF-1027 $176,000... |S88,000. . : 1$88,000 [2017-03-01 12017-09330 ` 
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PTIF-1015 


BROKENHEAD, 
RURAL 
MUNICIPALITY of 


Brokenhead - Handi-Van 
Purchase 


The purpose of the project is the purchase of a 2016 Crestline Handi-Van, 16 |1. Capital projects for the rehabilitation, 
seater with two wheel chair lifts. The region is facing a transportation issue for|optimization and modernization of public transit 
the aging population (seniors and person with disabilities). The need for infrastructure, or that improve the efficiency, 
transportation in the area has higher demand than supply. There are accessibility and/or safety of public transit 
currently two vehicles in operation. One of the vehicles is a 2008 model and | infrastructure (including rehabilitation or 
requiring major repairs to remain in operation. This causes difficulties to enhancement of existing guide ways, 

meet demand for transportation services in the area. maintenance and storage facilities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 
transit stations); 


$31,552 $31,552 2017-01-01 [2017-12-31 | 


12017-01-01. [2017-06-30 


515,000 $15,000 2016-11-01 12017-12-29 
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PTIF-1038 i 0i CLANWILLIAM- Clanwilliam - Erickson - Handi- Replacement. of eight: year old handi van which does not meet client needs. E Capital projects for the rehabilitation, ee 
à ERICKSON, ‘RURAL: {Van Purchase |The new van will be equipped with a modern wheel chair lift, and be more _ [optimization and modernization of public transit| 
i MUNICIPALITY. of. comfortable for. Passengers. HUES A OS eae nn infrastructure, OF that improve the efficiency, 
oO = Jaccessibility and/or safety of public transit. 
{infrastructure (including, rehabilitation. or: 


enhancement of existing guide ways,” 


COLDWELL, RURAL |Coldwell - Handi-Van Purchase |Purchase a smalier van that seats five-six passengers, to increase flexibility in 
MUNICIPALITY of serving citizens and be more fue! efficient for trips with fewer passengers. 


PTIF-1042 


$126,208 $63,104 
refurbishment: ‘or: replacement of existing rolling : oe : ie le | l a : : o . 3 
stock: and replacement ¢ or enhancement of. eer : 
$60,000 $30,000 
optimization and modernization of public transit 
infrastructure, or that improve the efficiency, 
maintenance and storage facilities, or other 
existing public transit capital assets; 


: maintenance and storage. facilities, or ohe 
existing public transit ‘capital: assets; 
transit stations); 
1. Capital prolece for the rehabilitation, 
accessibility and/or safety of public transit 
infrastructure (including rehabilitation or 
enhancement of existing guide ways, 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 
transit stations); 


PTIF Manitoba Summary Report #2 


Project Information Financial Information Construction 


1. Capital: projects for. the rehabilitation, ae 
optimization and modernization of public transit 
infrastructure, or thati improve the he 
accessibility. and/or safety. of.public transit. 
infrastructure (including. rehabilitation or 
: enhancement: of existing guide ways, : 
maintenance and storage facilities, or ‘other 
existing public transit capital assets; : 
refurbishment. or replacement. of existing rolling 
- stock; and replacement or enhancement of. 
a transit it stations); ELE, 


To.purchase a more compact, cost effective vehicle for the mobility. 
disadvantaged. ‘It will be more suitable to > transport smaller: groups especially. 
during the winter months. = i 


: JDELORAINE- `. to Deloraine-Winchester - : 
WINCHESTER, 7 Additional: | Compact Mobility 
J RURAL [Van : 


MUNICIPALITY of of 


PTIF-1016 - 2016-10-01 |2016-12-30 © 


2017-01-01 = =|2017-12-31 


1537500 


EMERSON- Emerson-Franklin Transit The Municipality of Emerson-Franklin is proposing to replace the current 2003 
FRANKLIN, RURAL |Accessibility handi-transit vehicle that was purchased used in 2008 to enable the 
MUNICIPALITY of Municipality to provide transportation services for mobility disadvantaged 
residents. The project includes the purchase of a 12 passenger vehicle with 
wheelchair lift and wheelchair seating. This project is a primary objective of 
three priority programs including the age friendly, services to seniors and the 
Accessibility Plan. 


1. Capital ane? for the rehabilitation, 
optimization and modernization of public transit 
infrastructure (including rehabilitation or 
enhancement of existing guide ways, 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 


$55,000 de. 500 
infrastructure, or that improve the efficiency, 
maintenance and storage facilities, or other 
transit stations); 


3110, 600 
accessibility and/or safety of public transit 
existing public transit capital assets; 


: 1: Capital projects for the rehabilitation, : 
an optimization and modernization of public transit . 
infrastructure, or that i improve: the efficiency, 
accessibility and/or safety of public transit . 
infrastructure (including rehabilitation or : 
enhancement: of existing guide Ways, : i 
maintenance and storage facilities, or. other. ; 
existing public transit capital assets; . l 
l refurbishment or replacement of existing. rolling : 
stock; ‘and replacement: or enhancement of. 
transit stations; a a 


‘To replace Rural Municipality . of Fisher aging Handi-van with a more reliable. 2016-09-15 


PTIF-1034. <- `- |FISHER, RURAL 
oe -Jand safe vehicle and to support increased demana. 


\ [Rural Municipality of. Esher - 
-|MUNICIPALITY of | 


Handi-Van. Purchase ; 


[2016-11-30 


Processed under the provisions of the Access to Information Act / Page 52 of 277 
Révisé en vertu de la Loi sur l'accés à l'information 5 of 15 


PTIF Manitoba Summary Report #2 


Project Information | Financial Information Construction 


PTIF-1028 2016-09-C1 |2017-10-23 


LIN FLON, CITY of |Flin Flon Bus Garage 1. Capital projects for the rehabilitation, 
optimization and modernization of public transit 
infrastructure, or that improve the efficiency, 
accessibility and/or safety of public transit 
infrastructure (including rehabilitation or 
enhancement of existing guide ways, 
maintenance and storage facilities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 


transit stations): 


Build a bus garage with a maintenance shop. This bus garage will be used to 
maintain and house the public transit bus. This garage will be designed to 
enabie additional bays to be built in anticipation of future needs. 


~|GIMLL, RURAL | 
|MUNICIPALITY of : 


pL Capital projects for the rehabilitation, ru 
a optimization and: modernization of public: transit 
aS infrastructure, or that i improve: the efficiency, - 
. accessibility and/or safety of. public transit 
infrastructure (including rehabilitation or. 
< enhancement Of. existing guide. ways, . 
maintenance and storage facilities, or. other. 
existing public transit capital assets; 


“(2016-10-01 : [2017-03-31 : 


PTIF-1031 . {Gimli - Handi-Van Purchase Purchase ofi new handi van to replace 14 year old model. New vehicle will 
ee fee = increase service capacity. to include recreational and cultural event. i 


transportation for citizens in need. 


refurbishment or replacement of existing rolling 
1, Capital projects for the rehabilitation, 
optimization and modernization of public transit 


$250,000 $99,525 $49,762 $100,713 
“Istock; and replacement or enhancement of l oS co : ee SS ce : nue oe ; l i — ee | ce DUT UE à do. a - ss 
transit stations); ones ; o p ee E E Eo E es 
$81,000 $40,500 $20,250 520,250 2017-01-01 12017-01-31 
infrastructure, or that improve the efficiency, | 
accessibility and/or safety of public transit 
enhancement of existing guide ways, 
existing public transit capital assets; . 


PTIF-1941 Grandview - Handi-Van Purchase a new handi transit nine seat van to increase ridership. 
Purchase 


GRANDVIEW , 
RURAL 
MUNICIPALITY of 


infrastructure (including rehabilitation or 
maintenance and storage facilities, or other 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 
transit stations); 


Processed under the provisions of the Access to Information Act / Page 53 of 277 | 
Révisé en vertu de la Loi sur l'accés à l'information 6 of 15 


PTIF Manitoba Summary Report #2 


Project Information 


PTIF-1004. cn HAMIOTA ; ‘RURAL |Hamiota - Handi Transit 
. MUNICIPALITY of. 


PTIF-1002 KILLARNEY TURTLE |Killarney Turtle Mountain - 
MOUNTAIN, RURAL] Handi-Van Purchase 
MUNICIPALITY of 


PTIF-1032 | LAC DU BONNET,  |Lac Du Bonnet - Handi- -Van : 


‘ TOWN of aS Purchase : 


Hamiota Municipality wishes to construct: a facility to store its existing Handi 
Transit. fleet. The cost of these units is quite expensive and proper storage 
will help preserve. their life and provide a better environment for. the 


z volunteers to provider maintenance. ` 


Purchase a second smaller handi van to increase affordability of the service 
when transporting smalier groups of passengers. 


H The purchase ofa new vehicle will enhance the current program by having a: 


reliable van available and it will provide a comfortable. ride, thus increasing : 


dispatcher.) in ensuring that trip requests are accommodated. 


|i. Capital: projects f for the rehabilitation,” 
optimization ; and: modernization of public transit 
infrastructure, or that: improve the efficiency, a 
: accessibility and/or safety of public transit. 
infrastructure (including rehabilitation or. 
enhancement. of existing guide ways, 
H maintenance and storage facilities, or other. 
. existing public transit capital assets; E 
Jrefurbishment-or replacement of existing rolling 
. stock; and: replacement or enhancement of. 
| l transit Stations): SNe ; 


1. EA arbede for the rehabilitation, $78,000 
optimization and modernization of public transit 
infrastructure, or that improve the efficiency, 
accessibility and/or safety of public transit 
infrastructure (including rehabilitation or 
enhancement of existing guide ways, 
maintenance and storage facilities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 
transit stations); 


1. Capital projects 1 for the rehabilitation, ~. 2 
optimization. and modernization of public transit 


o demand. The new van will: have flexible seating capacity which will allow for a: infrastructure, or that i improve the efficiency, 
7 variety of seating arrangements to benefit the clients. The flexible. seating ` 
| arrangement will be a welcome feature for. the personal care homes) and. 
E supportive housing residents, especially for the residents using wheelchairs. 

-|Having an additional vehicle available will reduce the challenges for the 


“laccessibility and/or safety of public transit. 
Jinfrastructure (including rehabilitation or. 
enhancement of existing guide ways, 
maintenance and storage facilities, or other. : 

existing public transit capital assets; 

refurbishment or replacement of existing rolling. 
| stock; and replacement or enhancement of: 


i: transit it stations); 
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$19,500 


$19,500 


Construction 


2017-05-01- 


2016-10-01 


2016-09-06 ` 


2016-10-31 ` 
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$23,500 2017-03-06 |2027-08-04 


$94,000 $47,000 


1. Capital projects for the rehabilitation, 
optimization and modernization of public transit 
infrastructure, or that improve the efficiency, 
accessibility and/or safety of public transit 
infrastructure {including rehabilitation or 
enhancement of existing guide ways, 
maintenance and storage facilities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 
transit stations); 


The Purchase of New Handi-Transit Vehicle will be for the purpose of 
replacing the 2004 E-450 handi-transit vehicle that services Melita and Area. 

The newly purchased vehicle will be more fuel efficient, more convenient, and 
maintenance costs will be lower. 


PTIF-1035 MELITA, TOWN of {Melita - Handi-Van Purchase 


< |1. Capital projects for the rehabilitation, — 
a optimization and modernization ‘of public transit 
: infrastructure, or that. improve the efficiency, 
- Jaccessibility and/or safety of: public transit. 
infrastructure. {including rehabilitation or. 
enhancement of existing, guide. ways, 

a maintenance and storage facilities, or other Bee 
existing public transit capital assets;. oy 
a refurbishment: oF replacement of existing rolling 
2 stock; and replacement: or enhancement of 

E transit stations); 


à MORRIS, TOWN of Morris - New Garage : : .{Construct.a 26 foot by 30 foot heated garage to store a bus and handi-van. 
[which will reduce the ‘idling time to warm up the vehicles on: cold days and. 


oS help maintain the vehicle life. 


PTIF-1043 : [2047-01-02 . |2018-01-02. 


1. Capital Bfolects for the rehabilitation, $125,000 $50,252 $25,126 $43,372 2017-01-01 |2017-12-29 
optimization and modernization of public transit 
infrastructure, or that improve the efficiency, 
accessibility and/or safety of public transit 
infrastructure (including rehabilitation or 
enhancement of existing guide ways, 
maintenance and storage facilities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 


transit stations); 


NorMac - Handi-Van Purchase |To purchase a newer vehicle in order to continue to provide affordable 
transportation for seniors, low income and persons with disabilities. 


PTIF-1044 NORTH NORFOLK, 
RURAL 


MUNICIPALITY of 
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1. Capital. projects for the rehabilitation, 7 
optimization and. modernization of public transit 
a infrastructure, or. thati improve. the san 
= accessibility and/or: safety of public transit © 
infrastructure {including rehabilitation or. 
enhancement of existing guide ways, : ni 
maintenance. and storage facilities, or other 
existing public: transit capital assets; o 
ee refurbishment or replacement of existing rolling 
o stock; and replacement or: enhancement of 
- transit Stations); : 


PTIF-1011. ‘Purchase of anew 15 seat handi transit vehicle to replace a 2008 model i in. 


order. to maintain service to othe community, . 


PIPESTONE, RURAL: Pipestone -Handi-Van 
. MUNICIPALITY of ere. 


$106,220 2016-10-01 | 2018-03-31 


; 553, 110 ee 555 


1. Capital TOt far the rehabilitation, 
optimization and modernization of public transit 
infrastructure, or that improve the efficiency, 
accessibility and/or safety of public transit 
infrastructure {including rehabilitation or 
enhancement of existing guide ways, 
maintenance and storage facilities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 
transit stations); 


Portage La Prairie - Handi-Van [Purchase of a Handi-van (12 passenger, two wheelchair bus with automatic 
lift} to accommodate more passengers and increase ridership. 


PTIF-1020 PORTAGE LA 


PRAIRIE, CITY of 


2016-09-15 `: [2016-12-30 


PTIF-1014 © '|POWERVIEW-PINE : Powerview - Pine Falls - Handi- 


FALLS, TOWN ue i van Purchase : a affordable rates to. clients and increase € ridership. 


The acquisition of a new ‘smaller conversion transit van to. allow for. more. + 11. Capital projects for. the reha bilitation, 
Gs optimization and modernization of. public transit 
infrastructure, or that im prove the efficiency, 
accessibility and/or safety of public transit: 
infrastructure. {including rehabilitation or. 
man enhancement of existing guide Ways, a 
:]maintenance and storage facilities, or other. 
~~ Jexisting public transit capital assets; ue 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement. of. 
2 transit stations); 
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$15,500 $5,000 2016-09-30 |2017-02-01 


12017-01-03 2017-01-31 


PTIF-1001 


PRAIRIE VIEW, Prairie View - Handi-Van The handi van committees of Birtle and Miniota under Prairie View 
RURAL Purchase Municipality will jointly purchase a smaller modified 2016 Dodge Grand 
MUNICIPALITY of Caravan. The modification will allow wheelchair accessibility, the smaller unit 
will provide flexibility in transporting smaller groups and a more comfortable 
ride. It will also allow for lower operating costs on smaller group trips and 
more volunteer drivers as less requirements are required to operate a small 
van as opposed to the buses that are currently owned. 


1. Capital projects for the rehabilitation, 
optimization and modernization of public transit 
infrastructure, or that improve the efficiency, 
accessibility and/or safety of public transit 
infrastructure (including rehabilitation or 
enhancement of existing guide ways, 
maintenance and storage facilities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 
transit stations}; 


$62,000 $31,000 
|1: Capital projects for the rehabilitation, = ee 


optimization and modernization of public transit P 
infrastructure, or that i improve- the efficiency,- : 
os accessibility. and/or safety of public: transit: 
: infrastructure {including rehabilitation or: 
| enhancement: of existing. guide ways, 
: maintenance and storage facilities, or ‘other 
i existing public. transit. ca pital assets; 
: 5 refurbishment. or: replacement of. existing rolling a 
ae stock; and: replacement or. enhancement of. 
transit stations); 


PTIF-102S ... JROBLIN, RURAL: >:| Roblin - Handi-Van Purchase [The Municipality of Roblin intends to purchase a smaller handi- -van unit that- 

Ps arenes MUNICIPALITY of] De will still accommodate our needs. “A smaller unit will increase the number of. 
RS 1 a volunteers who are comfortable driving the unit; thus i increasing the service : 

oered. i oe > Eo 


$102,933 $51,467 $25,733 $25,733 2017-01-02 |2017-12-31 
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PTIF-1006 ROSSBURN , RURAL] Rossburn Handivan Storage Conversion of an empty commercial building into a drive through vehicle 1. Capital arcs à the rehabilitation, 
MUNICIPALITY of storage garage for two handi transit vehicles that serve the Rossburn optimization and modernization of public transit 

Municipality and surrounding areas. New facility will increase protection of infrastructure, or that improve the efficiency, 

assets and improve ease of access for authorized drivers therefore improving accessibility and/or safety of public transit 

service to riders. infrastructure (including rehabilitation or 
enhancement of existing guide ways, 
maintenance and storage facilities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 
transit stations); 
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RUSSELL- 23 :]Russell Binscarth - Handi-Van 
: BINSCARTH, RURAL Purchase for Senior Service 
MUNICIPALITY of. 


The purchase of a new handi van for senior: transportation services inthe. = 
| Municipality of. Russell Binscarth and Rural aL Municipality, of ‘Riding Mountain 
. West l o 


J1: Capital projects for. the rehabilitation,- 
optimization. and. modernization of public transit 
me infrastructure, or that improve the. efficiency, 
- accessibility and/or safety of public transit : 
- infrastructure (inc! uding rehabilitation or. 
enhancement of existing guide Ways, : 


PTIF-1018 =.. 


PTIF-1005 SELKIRK, CITY of Selkirk - New Transit Bus Purchase of a new, more durable, bus to replace an aged bus, keeping the 


Transit fleet in adequate operational condition 


maintenance and storage facilities, or other “ol E 
existing public transit capital assets; ee eos epee Ce ee 
refurbishment or. replacement: of existing roling o e N ao 
: [stock; and replacement 0 or. enhancement of. ee 
= transit stations); eee a ae :: oe : a ee 
1. Capital ne: for the rehabilitation, SUT 600 $127,668 
optimization and modernization of public transit 

infrastructure, or that improve the efficiency, 

accessibility and/or safety of public transit 

infrastructure (including rehabilitation or 

enhancement of existing guide ways, 

maintenance and storage facilities, or other 

existing public transit capital assets; 

refurbishment or replacement of existing rolling 

stock; and replacement or enhancement of 

transit stations); 


363, 834 $185, 098 2018-03-01 |2018-03-02 


“(2017-09-29 |2018-02-01 


PTIF-1036 SOURIS = 
27 2 |GLENWOOD, : 
|RURAL : 


| MUNICIPALITY vof. 


: Souris = Glenwood - Handi-Van Purchase a new Handi-Transit Vehicle forthe Souris- Glenwood Handi-Transit < 
to replace aging vehicle currently i in use. New vehicle will i improve. comfort | 
and safety of passengers and reduce service disruptions, oo 


I: Capital. projects forthe rehabilitation, - 
optimization and modernization of. public transit 
infrastructure, or that i improve i the efficiency, 

| accessibility and/or safety of public transit 

: infrastructure (including rehabilitation or. 

| enhancement of: existing guide ways, 50i 
maintenance and storage facilities, or. rother 
-Jexisting public transit capital assets; : 
refurbishment or replacement of. existing rolling 
-“|stock; and. replacement or enhancement of 

a transit stations); 
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$110,246 $55,123 $27,561 $27,562 2016-12-15 {2018-03-31 


PTIF-1017 STE. ROSE, RURAL |Ste. Rose - Handi-Van 


MUNICIPALITY of 


1. Capital projects for the rehabilitation, 
optimization and modernization of public transit 
infrastructure, or that improve the efficiency, 
accessibility and/or safety of public transit 
infrastructure (including rehabilitation or 
enhancement of existing guide ways, 
maintenance and storage facilities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 
transit stations); 


Purchases of two new handi vans to replace older 2010 and 2013 models 
{three-seat and two-wheel chair capacity) to ensure reliable, safe, efficient 
service. 


4 ‘Capital projects for the rehabilitation, 
à optimization and modernization ‘of public transit 
infrastructure, ‘or that improve the efficiency, 
accessibility and/or safety of public transit. 
infrastructure (including rehabilitation or 
enhancement of. existing guide ways, 
maintenance and storage facilities, or other 

< lexisting public transit capital assets; 

i refurbishment or replacement of existing rolling 
“stock; and replacement « or enhancement of 
{transit stations); l z 


PTIF-1010 =-= |STUARTBURN, 
SN RURAL 


MUNICIPALITY of 


~~ [Stuartburn - Increase Handi- 


‘Increase the Handi- Van Fleet to include a minivan so that the services may be 
Van: Fleet and Usage i 


more accessible for individual: use. ‘Currently there is a large 14 seater van: 

. which can be cost prohibitive to a single user needing to attend a medical © 
appointment, as well as the need fora qualified driver.for.the large van. With. 
Ja minivan version any. person with a valid class five license may be able to 
operate the minivan, The current number of.one ‘way trips. with the large van: 
is 127 (year ending 2015) of that only 33 are for medical however none are for 
shopping or: business. With a smaller van. these numbers. are. expected to. 
increase not only for medical but also for recreational or personal trips. 

; Currently there i is only one qualified driver for our large handi-van which i is. a. 
restriction. i 


2017:06:01 [2018-02-15 


1: aa oc for the rehabilitation, $105,600 $52,800 $26,400 526,400 2017-03-31 [2017-10-31 
optimization and modernization of public transit 
infrastructure, or that improve the efficiency, 
accessibility and/or safety of public transit 
infrastructure (including rehabilitation or 
enhancement of existing guide ways, 
maintenance and storage facilities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 
transit stations); 


Construct a multi bay storage facility to park hand transit vehicles and to store 
|service materials and maintenance equipment for handi van service. Proper 
vehicle storage will increase reliability of service in cold weather, improve 
security and additional parking space will allow for service expansion. 


Swan River - Handi Van 
Storage Facility 


PTIF-1012 


SWAN RIVER, 
TOWN of 
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AL Capital projects forthe rehabilitation, . 
. optimization and modernization of public transit 
infrastructure, or that i improve the effigency,: 
accessibility and/or safety of public transit 
infrastructure {including | rehabilitation or: 
enhancement of existing guide ways, . 
i maintenance and storage facilities, or other - 
ce existing public transit capital assets; Mer 
. z refurbishment or replacement of existing rolling 
a stock; and replacement or. enhancement: of. 
- transit stations); 


The new handi-van purchase will replace a 2009 van, with over. 350,000 km. 
|The new van will require less maintenance and downtime, and will Il provide. 
clients with a aea and secure e traveling experience. : 


PTIF-1040..  |TEULON, TOWN of | Teulon - Handi-Van Purchase {2016-11-01 2017-03-31 


1. Cnt ie a fhe ehabilitation, $102,886 $25,721 $25,722 $42,461 2016-12-31 
optimization and modernization of public transit 
infrastructure, or that improve the efficiency, 
accessibility and/or safety of public transit 
infrastructure (including rehabilitation or 
enhancement of existing guide ways, 
maintenance and storage facilities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing rolling | 
stock; and replacement or enhancement of 


transit stations); 


THE PAS, TOWN of |The Pas - Handi-Van Purchase |Purchase of a new handi-van to replace the 2008 handi-van which is no longer 
dependable as this vehicle is often out of service due to mechanical problems. 
Individuals with disabifities require a specialized vehicle to transport them to 
medical, dental, eye appointments, shopping, conducting business, socializing, 
attending community functions, etc. There is no other handi-van available to 
transport disabled persons in The Pas, individuals dependent upon the service 
therefore have to cancel their appointments if the handi-van is being 
repaired. A new handi-van is needed as the 2008 model has reached the end 
of its usefulness. 


PTIF-1037 


Signage throughout the community would assist riders and: promote ridership. 1. Capita! projects forthe rehabilitation, : .12016-09-01 ~ 

Jon the transit system. Approximately 50 signs would assist | in providing transit optimization and: modernization of public transit qos 

stop, schedules and route information as ‘infrastructure, or that improve the efficiency, : : 
accessibility and/or safety of public transit: 

infrastructure (including rehabilitation Ore: 

7 enhancement of existing guide Ways, ` 

= maintenance and storage facilities, or other 

7 existing public transit capital assets; : 

refurbishment or replacement of existing rolling 

‘Istock; and replacement or enhancement of. 


: transit stations); 


PTIF-1045 THOMPSON, CITY. Thompson - Transit Signage [2018-03-31 : 
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2016-09-01 [2018-03-31 


$5,000 


PTIF-1046 THOMPSON, CITY {Thompson - Two Transit Bus 1. Capital projects for the rehabilitation, $10,000 
optimization and modernization of public transit 
infrastructure, or that improve the efficiency, 
accessibility and/or safety of public transit 
infrastructure (including rehabilitation or 
enhancement of existing guide ways, 
maintenance and storage facilities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 


transit stations); 


Two additional bus shelters throughout the community would provide for 
protection from the elements for riders waiting to get on the bus 


eo Capital projects: forthe rehabilitation, 7, 
optimization and modernization of public transit 
infrastructure, or that i improve the efficiency, : 
Jaccessibility and/or. safety. of public transit 
“infrastructure (including rehabilitation or. 

< lenhancement of existing guide ways, _ 
maintenance and storage facilities, or other. 
existing public: transit capital: assets; : Ban 

.. refurbishment or: replacement of existing rolling 
| stock; and replacement or. enhancement of 

oS transit stations); 


[PTIF-1047 


z THOMPSON, CITY: Thompson - - Transit Bus... |The purchase ofan additional bus. for the fleet would allow for either the. 
ee Purchase : Soe so [addition of a route, or.the addition of another bus during peak times when = 
Se “Ithe current buses may be full. It would also prove: a backup b busi in the case : 

. where the other buses a are not operational. 


2016-09-01 |2018-03-31 


1. Capital projects for the rehabilitation, $125,000 $62,500 $31,250 $31,250 2016-09-01 [2018-03-31 
optimization and modernization of public transit 
infrastructure, or that improve the efficiency, 
accessibility and/or safety of public transit 
infrastructure (including rehabilitation or 
enhancement of existing guide ways, 
maintenance and storage facilities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 


transit stations); 


Purchase of a new larger handi van to replace small unit that has been out of 
commission. Larger reliable van will ensure consistent service and expand 
ridership. 


PTIF-1007 THOMPSON, CITY |Thompson - Handi-Van 
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PTIE-1013 | WEST INTERLAKE, ; West Interlake - Lakeshore . The Lakeshore Handi-van Association i is in need of a parking facility. They: [1 Capital projects for the rehabilitation, 
ee. RURAL : a Handivan Parking Facility. Lo currently rent space at $275 per month which could be eliminated by having . {optimization and modernization of. public transit 
MUNICIPALITY of oe ee ae La me |their own facility. Construction of. the new w facility would. take place on ‘infrastructure, or that improve the efficiency, 
. municipality owned land. oe Se ees oe accessibility and/or safety of public transit 
Oe ae coe infrastructure (including rehabilitation or 
enhancement of. existing guide ways, 
maintenance and storage facilities, or other. 
: existing public transit-capital. assets; i 
refurbish ment or. replacement of existing rolling 
stock; and replacement or enhancement a 
o transit Stations); 


Minister of infrastructure and Communities 


Date 
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Other parties are 


contributing towards 
some projects (i.e., 
PTIF-1013, PTIF- 
1001, PTIF-1044) to 
account for 
remaining $26,750 


Financial Information 


[2016-09-30 


Construction 


2017-12-31 `; 
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Wastewater 


Construct Truck Hauled Wastewater 6,250 2016-09-01 2016-11-30 
Durnping Station at the Baldur Lagoon. 
Currently, truck hauled waste passes 
through a lift station before entering 
the lagoon, The dumping station will 
eliminate this, easing the burden and 
prolonging the fife of the fift station. It 
wiil also eliminate the possibility of 
centamination from a spill. The new 
dumping station will improve the 
lagoon's ability to accept waste and 
improve monitoring. 


LOI4/ ARGYLE, RURAL 
MUNICIPALITY of 


- 


1049{BRANDON, CITY of Water This application is for the detailed E 3,238,260 | $ 1,619,130 | $ 809,555 | 2017-01-09] 2018-01-31 
Treatment Plant jdesign of an overall upgrade to the | 
Upgrade: icity of Brandon's Water Treatment | | : 
Planning and Plant to address drinking water l 
quality. l 
100S/CARTIER, RURAL 2017-06-01 2018-03-31 


MUNICIPALITY of 


ÎThe Elie sewage lagoon isin need of [Wastewater 1,500,000 | $ 750,000 | $ 
fepalrs to the secondary cell due to 

Jerosion. A recent study had identified 

that this issue needs to be addressed | 

to prevent further erosion and to 

axtend the life of the call. 


Rural Waterline | Proponent is constructing a rural 3,572,800 | $ 1,786,400 | $ 


Expansion: Water distribution system to service 
2017-02-06 1ofé 


4015|DAUPHIN, RURAL | "893,200 2017-05-01, 2017-11-30 


MUNICIPALITY of 


Phase II the population of 2200 people 
throughout the municipality. Phase 2 
includes the construction of 
approximately 100 household service 
connections In the Rural Municipafity, 
and three pressure reducing stations. 
All phases total 250+ km of pipeline, 
200+ household service connections in 
the Rural Municipality and pressure 
reducing stations. 
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1030]EAST ST PAUL, RURAL |Sewage To undertake a study to determine the | Wastewater 
Treatment Plant jfeasibility of replacing existing internal 
Upgrade: wastewater processing systems iri 
Feasibility Study comparison to alternate regional 

approaches to sewage treatment and 

disposal. 


2016-12-01 


2017-05-30 


1045 /FISHER, RURAL Fisher Branch 
Lagoon 


improvement 


The project involves improvements to lWastewater 
increase capacity and to provide a 
spillway for septic dumping. 
Improvements to the Fisher Branch 
Lagoon would provide for wastewater 


services for the rural population, 


2016-09-15 2016-11-15 


ÎThe project is to alleviate pressures 
from hydraulic overloading, overland 
water will be redirected from 
combined sewer lines into new storm 
sewer lines in four locations 
throughout town. Manhole 
repair/replacernent will be completed 
where the storm drains have broken 
away causing storm water to flow into 
the wastewater pipes feeding to the 
lagoon. 


1O59) GILBERT PLAINS , 
RURAL MUNICIPALITY 
of 


Wastewater 
Treatment 


" 500,350 |$ 


, Wastewater | 125,088 


2016-11-03 2017-12-31 


125,088 | $ 


"293,320 |$ 2017-04-07 


1032}GLENELLA- Extend existing rural waterlines by 
LANSDOWNE, RURAL approximately nine kilometres from a 
MUNICIPALITY of neighboring municipality te connect 
rural ratepayers to good quality 
|potable water, 


146,660 | $ 146,660 2018-03-31 


1043] KILLARNEY TURTLE... [Broadway and. |Replacement of approximately four of | Water 1,100,000 | $ 550,000 | $ -275,000 2017-05-01] 2017-09-30 
MOUNTAIN, RURAL : {Mountain : {original sewer and water lines on the se d i l 
MUNICIPALITY of... |Backlane Sewer |backlane of Broadway and Mountain 
oS ce land Water `: Jand the backlane of Lake Ave and Bay 
[Replacement |Ave: This is a main water and sewer 
(Project: °° line and services 5/8 of the town. . 
2017-02-06 zof6 
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2017-09-01 2017-09-30 


2017-04-01] 2017-09-30 
3,750 | 20160925) 2017-07-31 


21,250 2017-04-03 


4036}LORNE, RURAL 
MUNICIPALITY of 


Somerset Water | This would include renewing the 86,000 į $ 
Plant Upgrades |central control panel, and installing a 
monitoring program for compiling 
useful data and an alarm system will 
be added to assure that any problems 
or inconsistencies that occur would be 
addressed promptly with little or no 


disruption to service. 


Construction of a new facultative Wastewater 1,558,500 | $ 
wastewater lagoon for the town of St. 
Jean Baptiste to accommodate 
additional hookups and meet 
regulatory requirements for 


{wastewater treatment. 


St. Jean Baptiste 
Lagoon Project 


1002] MONTCALM, RURAL 


$ 3,117,000;5 
| MUNICIPALITY of l 


Bulk Water 
Upgrades 


1003| MOSSEY RIVER, 
RURAL MUNICIPALITY 
of 


Upgrade the bulk water system to 15,000 | $ 
include a pail fill system so residents 
without access to municipal water 


infrastructure have access to water. 


Local Urban 
Development 


1083[0AKVIEW, RURAL 
MUNICIPALITY of 


Project to address necessary study and [Wastewater 
jlicencing required for the Local Urban 
Development area of Rapid City 


2017-02-06 2 of 6 
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Construction 


5 525,000 | $ 131,250 | 131,250 2017-04-24 


$ LÉ 
$ 382,000 | $ 95,500 | $ 95,500 2016-09-19 
$ 4,000,000 | $ 2,000,000 | $ 7 1,000,009 |$ 1,000,000 2016-09-01 
$ 


2,750,000 | $ 1,375,000 | $ 687,500 $$ 687,500 2016-10-01} 2017-10-29 


2017-02-06 4of6 


Project Information Financial Information 


2017-11-30 


Extension of the neighbouring Rural 
Municipality of Whitemouth's rural 
waterline system to Pinawa's 
Awanipark Condominium subdivision. ! 
Residents currently do not have a 
treated water supply that meets the 
regulations of the Province of 
Manitoba. Connections to each 
building lot and dweilings including 
the installation of curb stops and 
water meters. Project includes 
connections to each building | 
lot/dwellings including the installation | 
of eurb stops and water meters. 


262,500 | $ 


The project consists of the purchase 
and installation of a Supervisory i 
Controt and Data Acquisition (SCADA} | 
and the Ultra Violet Treatment (UV) | 
systems to meet provincial water 

treatment standards. 


Water Plant 
Upgrades 


1057] POWERVIEW-PINE 
FALLS, TOWN of 


Locate a new water source for the 
Birtle Water Utility. Drill new well and | 
build network of pipes to transport 
water for treatment and distribution. | 


1056] PRAIRIE VIEW , RURAL | Municipal Well 


2018-03-01} 
[MUNICIPALITY of and Network | 


Phase ! of the Town of Snow Lake's 
Water and Sewer main renewal 
project, This project is addressing 
system reliability, possible cross- 
contamination from deteriorated 
sewer lines and water line breakage. 
Project involves replacement of _: 
approximately che kilometre of both 
sewer and water lines. 


Water and 
Sewer Line 
Renewal: Phase 
it 


1060]SNOW LAKE, TOWN 
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2016-12-31 2018-03-34 


2,500,000 | $ 1,250,000 | $ 625,000 


Design of a Supplemental Water 
Supply Systern which is to include new 
water supply wells, raw water storage, 
treatment, iron remoyal, treated +, 
water storage and pumping‘and Jia, 
monitoring system infrastructure, 


Supplemental 
Water Supply 
Systern: 
Planning and 
Design 


STEINBACH, CITY of 


1008) STONEWALL, TOWN 


053]STUARTBURN, RURAL | Lagoon 
MUNICIPALITY of Upgrade: 

i Planning and 

i Design 


— 
1044/SWAN RIVER, TOWN [6th Ave 
Wastewater 
| 1054|TACHE, RURAL 
MUNICIPALITY of 


Pump Station 
Upgrade 
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Lagoon Upgrade 4,600,000 | $ 2,300,000 | $ 4,150,000 | § 1,150,000 2017-05-15} 2017-09-15 


Expansion of lagoon required ta meet |Wastewater 
population growth as well as upgrade 
ta phosphorus removal required to 
meet Water Quality Standards, 
Objectives and Guidelines Regulation 
under The Water Protection Act 
effluent quality standards. 


Wastewater 2017-06-01 2018-03-15 


Planning and design for an upgrade of 
the 3rd cell of current lagoon to 
prevent groundwater contamination 
and emergency discharges. Currently 
the lagoon Is restricting any further 
growth within the Town of Vita. 


The upgrade to the 6th Ave Pumping Wastewater 1,000,000 250,009 | $ 250,000 
Station will ensure reliable wastewater 
service for residents and will include 
full replacement of mechanical and 
electrical components; new exterior 
structural components as well as 
upgrades to monitoring and 


communication systems. 


2017-06-05; 2017-10-31 


Water 2017-03-01 


3,362,000 | 5 


Landmark This is Phase {l of a ongoing upgrade te 1,681,000 | $ 
Water the Local Urban District of Landmark's 
Treatment water distribution and fire protection 
Distribution system, Upgrades will include 

System approximately seven kilometres of 
Upgrade: Phase jnew waterlines. 


6,724,900 1,681,000 
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Financial Information Construction 


$ 85,813 2016-10-01 


Project Information 


This project is to address large 
amounts of groundwater and = - 
precipitation entering the lagoon 
through the municipal system. 
Approximately two kilometres of 
Wastewater lines will be replaced, The } 
project will also include necessary 
manhole repairs, 


{Wastewater 


2017-08-31 


[Design and construction ofa 100mm {Wastewater "339,500 | $ 
force main from the community of 
Waodiands to the Woodiands lagoen. 
This line will service existing 
commercial businesses, commercial 
lots and a number of residential 


fhames. 


1001] WOODLANDS, RURAL [Sewage Force 


$ 97,475 2017-06-01 
MUNICIPALITY of Main Upgrade | 


TOTAL: eae $ 37,360,200.00 | $ 18,680,100.00 | $ 9,340,050.00 | $ 9,340,050.00 | 


\ © 


Minister of infrastructure and Communities 


Date 
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ca Infrastructure 


Ottawa, Canada 
K1P 086 


MEMORANDUM TO THE DEPUTY MINISTER 


PUBLIC TRANSIT INFRASTRUCTURE FUND AGREEMENT WITH THE 
PROVINCE OF MANITOBA 


(FOR DECISION) 


Summary 
This note provides you assurance that the Minister may proceed to approve 
the 43 projects listed in Summary Report Number 2 for the Province of 
Manitoba under the Public Transit Infrastructure Fund without a Treasury 


Board (TB) submission. The Project Review Panel (PRP) is satisfied that 
the projects listed in Summary Report Number 2 for the Province of 
Manitoba do not require TB approval. 


Background 

The PRP reviewed the projects in the Summary Report Number 2 for the 
Province of Manitoba as well as the draft briefing note to the Minister and verified 
that the attestation on the incrementality of the project lists has been provided. 


Assessment 


Assessment of TB Approval Requirement 


At this review stage of the projects, the PRP has reviewed 
the materials against the exceptions and confirms that TB approval is not 
required. However, if during the implementation of a project it becomes 
apparent that an exception or an exemption has been triggered, then PRP would 
be advised that a TB submission is required. 


Assessment Against Policy Criteria 
The PRP reviewed the 43 projects in Summary Report Number 2 and is satisfied 


that the 43 projects meet all applicable requirements of government policy on the 
parameters of the program. 


…12 


Gee 


Canada 
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ATIA - 19(1) 


Assessment of Chief Financial Officer (CFO) Accountabilities 


Based on the Summary Report, the PRP Secretariat confirms that the projects: 
v conform to government policy on the parameters of the program; 
y conform to Treasury Board policy; and, 

_¥ conform with the terms and conditions of the program. 


Recommendation 


The PRP recommends that you support the recommendations in the 
Memorandum to the Minister. 


Darlene Boileau, Chair + PRP 
| Assistant Deputy Minister 
| Corporate Services and CFO 


nn 


Jeff Moore Angus Howieson 
Assistant Deputy Minister Director General IM/IT and 
Policy and Communications Chief Information Officer 


Prepared by: 


Nicole Thomas 
Secretary to the PRP Secretariat 
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Ministre de l’infrastructure 
et des Collectivités 


Minister of infrastructure 
and Communities 


Ottawa, Canada K1P 0BG 


FEB 2 à 2017 


The Honourable Eileen Clarke, M.L.A. 
Minister of Indigenous and Municipal Relations 
Government of Manitoba | 

Room 301, Legislative Building 

450 Broadway 

Winnipeg, Manitoba R3C 0V8 


Dear Minister: 


I am pleased to write to you regarding the approval of Summary Reports #2 under the 
Canada—Manitoba Public Transit Infrastructure Fund and Clean Water and Wastewater 
Fund Bilateral Agreement. Oü 
Enclosed is a signed copy of Summary Reports #2 providing federal approval for the 

67 projects identified by Manitoba. 


Please note that approval of these projects is conditional upon Canada being satisfied that 
the responsibility of the federal authority and/or responsible authority under the Canadian 
Environmental Assessment Act, 2012 and other applicable agreements between Canada 
and Aboriginal groups are met and continues to be met. Canada’s funding for a project is 
also conditional upon Canada being satisfied that its obligations with respect to the legal 
duty to consult and accommodate Aboriginal groups, if applicable, are met. 


I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the Public Transit Infrastructure Fund and the 
Clean Water and Wastewater Fund in Manitoba. I look forward to working with you as 
we continue to implement these programs for the benefit of all Canadians. 


Yours sincerely, 


A. Sa 


Amarjeet Sohi, P.C., M.P. 


Enclosure 


ed 


Canada 
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Canada 


PROTECTED B 
Ottawa, Canada 
K1P 0B6 


BRIEFING NOTE TO THE MINISTER 


CANADA-MANITOBA PUBLIC TRANSIT INFRASTRUCTURE FUND 
AND CLEAN WATER AND WASTEWATER FUND 
PROJECT MODIFICATION IN LIST #1 AND ADMINISTRATIVE CORRECTIONS 


(For Signature) 


ISSUE 


e The purpose of this note is to seek your approval of the Clean Water and Wastewater Fund 
(CWWF) Summary Report #1B and Correcting Administrative Errors from the Public Transit 
Infrastructure Fund (PTIF) Summary Report #2 and the CWWF Summary Report #2 
(Annex A). 


BACKGROUND 
e The PTIF will help accelerate short-term municipal investments, while supporting the 


rehabilitation of transit systems and funding studies to support longer-term transit expansion 
plans. 


e The CWWF will help accelerate short-term municipal investments, while supporting the 
rehabilitation of water, wastewater and storm water infrastructure, and the planning and 
design of future facilities and upgrades to existing systems. 


CONSIDERATIONS 


e The PTIF-CWWF Bilateral Agreement (the Agreement) between Canada and the Province 
of Manitoba (the Province) was signed on July 25, 2016. 


e Asper Section 8 of the Agreement, the Province has submitted a modification to a project 
on the already approved CWWF Project List #1. Project List #1B outlines the project 
modification requested (Annex A). 


e Annex A also includes other minor administrative corrections being proposed to the already 


approved PTIF and CWWF Summary Reports #2, and provides the details for each of these 
projects. 


1 


Canadi |, 24 
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e The CWWF project modification, and the administrative corrections, are recommended for 
approval. In the case of the CWWF project modification (i.e. greater specificity on location of 
pipes and watermains within the City of Thompson, and changes to timelines), it will be 
removed from CWWF List #1 and will form List #1B to reflect the amendment, if approved. 
The corrections will be reflected in Infrastructure Canada’s (INFC) records. 


e The recommended modified project under CWWF List #1B represents $3,000,000 in total 
eligible costs, $1,500,000 in federal funding and 2 percent of the CWWF funding envelope in 
Manitoba. These modifications do not change the overall funding envelope for the CWWF, 
as the funding request remains unchanged, with only the project description, end date and 


aes risk al eal from the originally approved project. 


* Based on the information submitted, INFC confirms that the project modification and 
corrections recommended for approval in List #1B are eligible under the PTIF and the 
CWWF terms and conditions. As part of the project submission process, Manitoba was 
required to attest to the accuracy and to the incrementality of the project modification that 
was submitted. INFC confirmed that provincial officials were in agreement with the minor 
corrections also being submitted at this time. 


e INFC will continue to review whether environmental assessment requirements and the duty 
to consult with Aboriginal groups arises and will confirm requirements in writing with the 
Province. The letter of approval will reiterate that funding is conditional on meeting any 
environmental assessment or Aboriginal consultation requirements, as indicated in the 
Bilateral Agreement. Once the review is complete, INFC will follow up with the Province with 
respect to any obligations identified, and will ensure that no payments are made to the 
relevant projects until all conditions have been met. 


e With regards to administrative corrections, one project had a financial amount listed in 
error, instead of a date, and the other two corrections are fixing rounding errors. All 
three corrections are underlined in Annex A. 


e INFC officials and the Project Review Panel confirm that the modified project is within your 
delegated authority and that Treasury Board approval is not required (Annex B). 
Accordingly, they support the proposed recommendation that you sign the attached 
CWWF Summary Report #1B and Correcting Administrative Errors from the PTIF 
Summary Report #2 and the CWWF Summary Report #2 (Annex A) to approve the 
modification and corrections to projects within List #1B. 


RECOMMENDATIONS 
e Itis recommended that you indicate your approval by signing the CWWF Summary 


Report #1B and Correcting Administrative Errors from the PTIF Summary Report #2 and the 
CWWE #2 Summary Report (Annex A). 
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e Your signature on the attached cover letter to your provincial counterpart (Annex C) is also 
requested. 


Jean-Francois Trémblay 
Deputy Minister 


—— | approve. | do not approve. For discussion. 


9 MAY 1 6 2017 
_ & ` 


| Amarjeet Sohi, P.C., M.P. | Date 


Attachments: 


Annex À — Clean Water and Wastewater Fund Summary Report #1B and 
Correcting Administrative Errors from PTIF Summary Report #2 and 
Clean Water and Wastewater Fund Summary Report #2 

Annex B — Project Review Panel Assessment Note 

Annex C — Cover Letter | 
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Ministre de l'infrastructure 
et des Collectivités 


Minister of Infrastructure 
and Communities 


Ottawa, Canada K1P 0B6 


The Honourable Eileen Clarke, M.L.A. 
Minister of Indigenous and Municipal Relations 
Government of Manitoba 

Room 301, Legislative Building 


450 Broadway MAY 16 2017 
Winnipeg, Manitoba R3C 0V8 


Dear Colleague: 


I am pleased to write to you regarding the approval of a project amendment that 
was submitted on Manitoba’s Clean Water and Wastewater Fund List #1 under the 
Canada~Manitoba Public Transit Infrastructure Fund and the Clean Water and 
Wastewater Fund Bilateral Agreement. 


Enclosed is a signed copy of the Clean Water and Wastewater Fund Summary 
Report #1B providing federal approval for the modified project identified by Manitoba. 
The Summary Report also outlines administrative corrections to previously approved 
Summary Reports #2 for both the Public Transit Infrastructure Fund and the Clean Waiter 
and Wastewater Fund. 


Please note that approval of these projects is conditional upon Canada being satisfied that 
the responsibility of the federal authority and/or responsible authority under the Canadian 
Environmental Assessment Act, 2012 and other applicable agreements between Canada 
and Aboriginal groups are met and continue to be met. Canada’s funding for a project is 
also conditional upon Canada being satisfied that its obligations with respect to the legal 
duty to consult and accommodate Aboriginal groups, if applicable, are met. 


I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the Clean Water and Wastewater Fund and the 
Public Transit Infrastructure Fund in Manitoba. I look forward to working with you as we 
continue to implement these programs for the benefit of all Canadians. 


Yours sincerely, 


A. Saks 


Amarjeet Sohi, P.C., M.P. 


Enclosure 
yog 


Canadä 
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MEMORANDUM TO THE DEPUTY MINISTER 


PUBLIC TRANSIT INFRASTRUCTURE FUND AND CLEAN WATER AND 
WASTEWATER FUND AGREEMENT WITH THE PROVINCE OF MANITOBA 


(FOR DECISION) 


Summary 
This note provides you assurance that the Minister may proceed to approve 


the projects listed in Project Summary Report (List #1B) and PTIF and CWWF 
(List 2 corrections) for the Province of Manitoba under the Public Transit 
Infrastructure Fund and the Clean Water and Wastewater Fund without a 


Treasury Board (TB) submission. 


The Project Review Panel (PRP) is satisfied that the projects listed in 
Project Summary Report (List #1B) and PTIF and CWWF (List 2 corrections) for 
the Province of Manitoba does not require TB approval. 


Background 


The PRP reviewed the project in the Project Summary Report (List #1B) and PTIF 
and CWWF (List 2 corrections) for Province of Manitoba as well as the draft briefing 
note to the Minister and verified that the attestation on the incrementality of the 
project lists has been provided. 


Assessment 


Assessment of TB Approval Requirement 


At 
this review stage of the projects, the PRP has reviewed the materials against the 
exceptions and confirms that TB approval is not required. However, if during the 
implementation of a project it becomes apparent that an exception or an 
exemption has been triggered, then PRP would be advised that a TB submission 
is required. 


…12 


Bel 


Canada 


Processed under the provisions of the Access to Information Act/ Page 76 of 277 
Révisé en vertu de la Loi sur l'accés a l'information 


ATIA - 19(1) 


Assessment Against Policy Criteria 


The PRP reviewed the projects in Project Summary Report (List #1B) and PTIF and 
CWWF (List 2 corrections) and is satisfied that the projects meet all applicable 
requirements of government policy on the parameters of the program. 


Assessment of Chief Financial Officer (CFO) Accountabilities 

Based on the Summary Report, the PRP Secretariat confirms that the projects: 
¥ conform to government policy on the parameters of the program; 

¥ conform to Treasury Board policy; and, 

y conform with the terms and conditions of the program. 


Recommendation 


The PRP recommends that you support the recommendations in the 
Memorandum to the Minister. 


| Darlene Boileau, Chair— PRP 
| Assistant Deputy Minister 
| Corporate Services and CFO 


| Alain Desruisseaux Angus Howieson 
| s i Director General IM/IT and 
Chief Information Officer 


Prepared by: 


Nicole Thomas 
Secretary to the PRP Secretariat 
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Manitoba CWWFE 
Summary Report CWWE #18 and Correcting Administrative Errors from Summary Report PTIF #2 and Summary Report CWWF #2 


ecigien osts are Shan a 


tojact CWWF List TE: 


CWWFO012 Thompson, City Watermain 


instalation of new water mains on Waterloo 1. Capital projects for ihe rehabilitation of $3,000,000 $1,500,000 $750,000 $750,000 Apri t, 2047 November 1, 2017 
Program - Phase Avenue, Beaver Crescent, part of Dearwood water treatment and distribution systems, and 
2 Drive, Staghorn Drive, Churchill Drive, wastewater and storm water callection, 
Thompson Drive from Oak Street te Cree Road conveyance end treatment systems. 
and Mystery Lake Road from Selkirk Avenue to 
Churchi? Dive. New valves, curb stops and 
Services will also be installed, This project is 
the second phase of a water plan to replace 
the entire water distribution aystem. Phase one 


is curently being completed. 


Revised: =e je Has ieee eee eee ce : Rennes nn en et 
CWAWFO012 Thompson, City Watermain Installation of new waler mains ang wastewater 1. Capital projects for the rehabilitation of . $3,000,000 
Program - Phase collection pipina to address fraquent (aaks and water treatment and distribution systems, and 
2 breaks along Staghom Drive and Beaver wastewater and storm water collection, 
Crescent. Installation of new waler mains atong conveyance and treatment systems. 
Waterloo Avenue, Mystery Lake Road, 


Le Dr Gi fi 


frequent leaks and breaks. 


“$4,500,000 5750000 5750.000 duped 2017 November 80, 2017 


New valves, fre h nt: rh stops and 


$3,009,000 $1,500,000 $750,000 $756,000 


$7,500,000 $750,000 5750000 | 
[50] 5 


s0 


Recommended Modified Contribution (modified projects Revised CWWF List #1B) 
Net change for modified projects CWWIF List #1 vs CWWF List HB 


Page 1 of 3 
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Manitoba CAE 


Summary Report CWWF #18 and Correcting Administrative Errors from Summary Report PTIF #2 and Summary Report CWWF #2 


Project Nama 


Project Description 


banane 


Project ID": 


Orginal- PTIF List 2. 


Correcting administrative errors: 


PTIF-1037 


PTIF-1037 


CWWE Lista 
GILBERT 
PLAINS , 
RURAL 


Original 
4055 


af 
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l Wastewater 


The Pas - tandi | 


Van Purchase 


; [The Pas - Handi- 


Van Purchase 


Treatment 


Lagoon and 
MUNICIPALITY |Collection System 


improvements 


Purchase of a new handi-van to replace the - 


Purchase of & new handi-van to replace the 
2008 handi-van which is no fonger dependable 
as this vehicle is often out of service dus to 
mechanical problems. individuals with 
disabilities require a specialized vehicte to 
transport them to medical, dental, eye 
appointments, shopping. conducting business, 
socializing, attending community functions, ete. 
There is no other handi-van available to 
transport disabled persons in The Pas, 
individuals dependent upon ihe service 
therefore have to cancel their appointments if 


the handl-van is being repairad, A new handi- 


van is needed as the 2008 mode! has reached 
the end of ifs usefulness. 


Construction 


nets are re Share 


+. Capital projects for the rehabilitation, 
optimization and modernisation of public 
transit infrastructure, or that improve the 
efficiency, accessibility and/or safety of public 
transit infrastructure (including rehabilitation 
or enhancement of existing guide ways, 
maintenance and storage facilities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing 
rolling stock; and replacement or 
enhancement of transit statlons)}; 


2008 handi-van which is no longer dependable 
as this vehicie is often out of service due to 
mechanical problems, Individuals with 
disabilities require a specialized vehicie to 
transport them to medical, dental, eye 
appointments, shopping, conducting business, 
socializing, attending community functions, etc, 
There is no other handkvan available to 
transport disabled persons in The Pas, 
individuals dependent upon the service 
therefore have to cancel their appointinents if 


the end of its usefulness. 


The project is to alleviate pressures from 
hydraulic overloading, ovenand water wit be 
redirected fram combined sewer lines into new 
storm sewer lines in four locations throughout 
town. Marihole repairfreplacement will be 


completed where the storm drains have broken ? 


away causing storm water to flow into the 
wastewater pices feeding to the lagoon. 


Révisé en vertu de la Loi sur l'accés à l'information 


optimization and modernization of public 
transit infrastructure, or that improve the 
efficiency, accessibility and/or safety of public 
transit infrastructure {including rehabilitation 
or anhancemant of existing guide ways, 
maintenance and storage facilities, or other 
existing pubic transit capital assets; 
refurbishment cr ceplacement of existing 
rolfing stock; and replacement or 
enhancement of transit stations} 
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22017) 


Manitoba CAVE 


Summary Report CWWF #1B and Correcting Administrative Errors from Summary Report PTIF #2 and Summary Report CWWF #2 


INTERLAKE, 
RURAL 
MUNICIPALITY 


Wastewater 


The project i is = alleviate ‘pressures = from 
hydraulic overloading, overland water will be 
redirected from combined sewer lines into new 
storm sewer lines in four locations throughout 
town, Manhole repair/replacament will be 
completed where the storm drains have broken 
away causing storm water fo flow into the 
wastewater pipes feeding to the lagoon. 


This project 5 to address lage amounts of 


groundwater and precipitation entering the 
lagoon though the municipal system, 
Approximately two kilometres of wastewater 
lines will be replaced. The project wit aiso 


Include necessary manhole repairs. 


INTERLAKE, 
RURAL 
MUNICIPALITY 
of 


This project is te address large amounts of 


groundwater and precipitation entering the 
lagoon through the municipal system. 
Approximately two kilometres of wastewater 
lines will be replaced, The project will also 
include necessary manhole repairs. 


À. Sebi 


Minister of Infrastructure and Communities 


MAY 16 2077 


Net change between approved projects 
and administrative errors corrected 
Total for approval {Net reduction for 
modified projects - correcting 
administrative errors} 


343.250 


50 


tetera te mors 125,087.50 Dio 


bonte 


Ts 2128015 85,812.50 


30 $1 $1 
so #1 $1 


Date 


Processed under the provisions of the Access to Information Act / 


Révisé en vertu de la Loi sur l'accés à l'information 


Page 3 of 3 


Page 80 of 277 


“TOOTS! 


TRS 


SIN 


Infrastructure 7 ATIA -69(1)(g) - (a) 


Canada 
ATIA-69(1)(g)-(c) 


Ottawa, Canada 
K1P OBG 


BRIEFING NOTE TO THE MINISTER 


CANADA-MANITOBA PUBLIC TRANSIT INFRASTRUCTURE FUND 
PROJECT APPROVALS 


(For Approval) 


ISSUE 


e The purpose of this note is to seek your approval of the Manitoba Public Transit 
Infrastructure Fund (PTIF) Summary Report #3 (Annex A) and Manitoba PTIF Summary 
Report #4 (Annex B). 


BACKGROUND 


e The PTIF will help accelerate short-term municipal investments while supporting the 
rehabilitation of transit systems and funding studies to support longer-term transit expansion 
plans. Projects approved under the PTIF will help improve reliability, efficiency, safety and 
accessibility of public transit systems and help large municipalities plan for future system 
improvements and expansion. 


CONSIDERATIONS 


e The Public Transit Infrastructure Fund and Clean Water and Wastewater Fund Bilateral 
Agreement (the Agreement) between Canada and the Province of Manitoba (the Province) 
was signed on July 25, 2016. 


e As per Section 8 of the Agreement, the Province has submitted two additional Project Lists 
for the PTIF program. Based on the information submitted by the Province, Infrastructure 
Canada (INFC) confirms that the projects are eligible under the PTIF terms and conditions. 
As part of the project submission process, the Province was required to attest to the 
accuracy of all information and incrementality of projects. 


ə Under the Manitoba PTIF Summary Report #3, the 6 projects being recommended for 
approval represent $5,355,000 in total eligible projects costs and $2,677,500 in federal 
funding. Under the Manitoba PTIF Summary Report #4, the 6 projects being recommended 
for approval represent $33,650,000 in total eligible projects costs and $16,825,000 in federal 
funding. Overall, the 12 projects represent $39,005,000 in total eligible project costs and 
$19,502,500 in federal funding, allocating 24 percent of the PTIF envelope in the Province. 
Under the PTIF, 8 percent ($6,449,472) remains available for projects should Manitoba 
PTIF Summary Reports #3 and #4 be approved. Currently, there are no outstanding 
PTIF Project Lists for Manitoba. 


Canada 
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* Based on the information supplied by Manitoba, the projects do not appear to have any 
environmental assessment requirements for which there is a federal responsibility. INFC will 
continue to review whether the duty to consult Aboriginal groups arises for some of the 
projects and confirm any requirements in writing with Manitoba. It will be reiterated that 
funding is conditional on meeting any environmental assessment or Aboriginal consultation 
requirements as indicated in the Bilateral Agreement. 


ə None of the 12 projects contained in the Manitoba PTIF Summary Reports #3 and #4 
submitted (5 system expansion, 5 capital, 1 asset management, and 1 design and planning) 
will be completed within the program timeframe (i.e. before March 31, 2018). Manitoba has 
requested that an exemption be made for these projects and submitted documentation 
demonstrating the need for costs to be incurred after March 31, 2018. Under Section 11 
entitled “Ineligible Costs” of the program’s terms and conditions, you have the flexibility to 
allow eligible costs to be incurred after March 31, 2018 should there be a demonstrated 
need. 


e INFC officials and the Project Review Panel (as noted in the Project Review Panel 
Assessment note in Annex C) confirm that approval of the projects are within your delegated 
authority and that Treasury Board approval is not required at this time. Accordingly, they 
support the proposed recommendation that you sign the Manitoba PTIF Summary 
Reports #3 (Annex A) and #4 (Annex B) for funding the projects under the PTIF in Manitoba. 


RECOMMENDATIONS 


e Itis recommended that you provide flexibility.to Manitoba to allow for eligible costs to be 
incurred after March 31, 2018 for the 12 projects with end dates past March 31, 2018, 
subject to the following conditions: the federal government will only reimburse eligible costs 
incurred up to March 31, 2019 and, further to Deputy Minister Tremblay’s letter of 
May 11, 2017 to Ms. Angie Bruce, Deputy Minister of Indigenous and Municipal Relations, 
to a maximum of 40 percent ($33,136,000) of Manitoba’s PTIF allocation. 


e tis recommended that you indicate your approval by signing both Manitoba PTIF Summary 
Reports #3 and #4, along with the accompanying cover letter to your provincial counterpart 
(Annex D). 


ə |NFC officials will coordinate with Manitoba’s officials to organize associated public 
communication activities. 


Processed under the provisions of the Access to Information Act/ Page 82 of 277 
Révisé en vertu de la Loi sur l'accés a l'information 


ATIA -19(1) 


eputy Minister 


~~ | approve. ___| do not approve. ____ For discussion. 


a | JUN 1 2 207 | 


Amarjeet Sohi, P.C., M.P. 


Attachments: 


Annex A — Manitoba PTIF Summary Report #3 

Annex B — Manitoba PTIF Summary Report #4 

Annex C — Project Review Panel Assessment Note 
Annex D — Cover Letter to the Honourable Eileen Clarke 
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Ministre de l'Infrastructure 
et des Collectivités 


Minister of Infrastructure 
and Communities 


Ottawa, Canada K1P OB6 


The Honourable Eileen Clarke, M.L.A. 

Minister of Indigenous and Municipal Relations JUN 1 2 207 
Government of Manitoba 

Room 301, Legislative Building 

450 Broadway 

Winnipeg, Manitoba R3C 0V8 


Dear Minister: 


I am pleased to write to you regarding the approval of Summary Reports #3 and #4 under 
the Canada-Manitoba Public Transit Infrastructure Fund and Clean Water and 
Wastewater Fund Bilateral Agreement. 


Enclosed are signed copies of Summary Reports #3 and #4 under the Public Transit 
Infrastructure Fund, providing federal approval for the 12 projects identified by 
Manitoba. 


The program terms and conditions allow some flexibility for incurring eligible costs after 
the March 31, 2018 program deadline based on a demonstrated need. For the 12 projects 
with end dates past March 31, 2018, the federal government will only reimburse eligible 
costs incurred up to March 31, 2019, and to a maximum of 40 percent ($33,136,000) of 
the provincial allocation under the Public Transit Infrastructure Fund. 


Please note that approval of these projects is conditional upon Canada being satisfied that 
the responsibility of the federal authority and/or responsible authority under the Canadian 
Environmental Assessment Act, 2012 and other applicable agreements between Canada 
and Aboriginal groups are met and continues to be met. Canada’s funding for a project is 
also conditional upon Canada being satisfied that its obligations with respect to the legal 
duty to consult and accommodate Aboriginal groups, if applicable, are met. 


~ Canada 
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ah, 
I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the Public Transit Infrastructure Fund in 
Manitoba. I look forward to working with you as we continue to implement these 


programs for the benefit of all Canadians. 


Yours sincerely, 
A Sd 
Amarjeet Sohi, P.C., M.P. 


Enclosures 
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MANITOBA PTIF Summary Report #3 


oo Project Information . 


En 


Shop equipment and facility upgrade to provide enhanced service reliability. 
New Transit equipment includes: 

~ Chassis dynamometer 

- Ultrasonic cleaner 

~ Cylinder head/block milling machine 

- Parts washer and Sandblaster 

- Radial arm drill 

- Stationary brake lathe 

- On-vehicle brake lathe 

- Overhead crane system 


Transit Shop 
Equipment 
Upgrade / 
Replacement 


iWinnipeg, 
iCity 


PTIF-1070 


New support vehicles to provide enhanced service reliablitiy to be soley used to 
support public transit in the City of Winnipeg. Transit vehicles include: 

- Grader - used for snow removal on all Winnipeg Transit Properties as well as 
assist in keeping the Rapid Transit way clear during Major snow events. 

- Bucket Truck - used for maintenance and repairs around Transit properties ta 
various infrastructure where a skyjack is not suitable. 

- Backhoe Loader - used for snow removal around bus loops and bus stops as well 
as equipment in setting up new and refurbishing old bus shelters. 

- Service Truck - used for trades staff (electrician/carpenter} servicing multiple 
transit buildings / transit properties / bus shelters. 

- Shelter Cleaning Van - used for bus shelter service 


Winnipeg, 
City 


PTIF-1071 Vehicles 
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$1,755,000 $877,500 $438,750 $438,750] 25/12/2017] 31/03/2019 
$500,000 $250,000 $125,000 $125,000: 15/12/2017] 31/03/2019 


1of3 


1. Capital projects for the rehabilitation, 
optimization and modernization of public transit: 
infrastructure, or that improve the efficiency, 
accessibility and/or safety of public transit 
infrastructure (including rehabilitation or 
enhancement of existing guide ways, 
maintenance and storage facilities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing rolling 
stock; and replacement or enharicement of 
transit stations}; 


1. Capital projects for the rehabilitation, 
optimization and modernization of public transit 
infrastructure, or that improve the efficiency, 
accessibility and/or safety of public transit 
infrastructure (including rehabilitation or 
enhancement of existing guide ways, 
maintenance.and storage facilities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 
transit stations); 


01/06/2017 
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MANITOBA PTIF Summary Report #3 


=: Project Information : 


"Financial Information. | ‘Construction : 


1. Capital projects for the rehabilitation, 
optimization and modernization of public transit 
infrastructure, or that improve the efficiency, 
accessibility and/or safety of public transit 
infrastructure lincluding rehabilitation or 
enhancement of existing guide ways, 
maintenance and storage facilities, or other 


Replace existing overhead doors on truck servicing bay to open and close faster to 
reduce heat loss and make the facilities more energy efficient. 


Rapid Overhead 


PTIF-1048 Doors at Washrack existing public transit capital assets; 
refurbishment or replacement of existing rolling 
stack; and replacement or enhancement of 
transit stations); 

Waterlines at the storage garage and coming through tunnel at 421 Osborne are in /1. Capital projects for the rehabilitation, 

need of replacement. Severe deterioration currently exists and repairs will make {optimization and modernization of public transit 

the transit service in the area more reliable. Includes replacing piping in the water tinfrastructure, or that improve the efficiency, 

meter room, and water distribution tines on the Transit campus. Replacement is {accessibility and/or safety of public transit 

necessary to comply with a by-law violation and to ensure a consistent supply of [infrastructure {including rehabilitation or 

potable water for operations at the the transit campus. enhancement of existing guide ways, 
maintenance and storage facilities, or other 

PTIF-1050 Waterline If water service is lost to this facility, it would have a significant impact on Transit {existing public transit capital assets; 

Replacement service throughout the City of Winnipeg. The replacement and upgrades of the refurbishment or replacement of existing rolling 
watermain piping is required for efficiency, safety and reliability of the transit stock; and replacement or enhancement of 
system. transit stations); 

Transit Asset Management IT Solution - An IT solution for the development ofa |2. Expenditures to support the asset 
risk registry, asset condition rating system and lifecycle costing. In addition an IT | management capacity of a public transit system; 

PTIF-1051 Asser Management solution is required from Faciliti i 

IT Solutions quired from Facilities Maintenance Management 

01/06/2017 
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$600,000 $300,000 $300,000} 01/11/2017! 31/12/2018 
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MANITOBA PTIF Summary Report #3 


: Project Information 


- Financial Information Construction 


Approximately 12 existing hoists are in need of replacement. If operations 
permits, a hoist can be replaced one at a time. If operationally replacement is not 
possible, repairs are required to keep hoists operational and safe and extend the 

life of the asset. 


1. Capital projects for the rehabilitation, 
optimization and modernization of public transit 
infrastructure, or that improve the efficiency, 
accessibillty and/or safety of public transit 
infrastructure (including rehabilitation or 
enhancement of existing guide ways, 
maintenance and storage facllities, or other 
existing public transit capital assets; 
refurbishment or replacement of existing rolling 
stock; and replacement or enhancement of 
transit stations}; 


Hoist Repair / 


Replacement $1,300,000 $650,000 $325,000 $325,000} 18/06/2018} 31/03/2019 


PTIF-1053 


Minister of Infrastructure and Communities 


JUN 1 ? 2017 


Date 


01/06/2017 3 of 3 
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MANITOBA PTIF Summary Report #4 


PTIF-1102 


PTIF-1101 


Winnipeg, City 


Winnipeg, City 


Rapid Transit Master 
Plan and Prioritization 
Study 


Greenway 


Pedestrian and Cycling 
Bridges: Bishop Grandin 


Projact Information 


To assist with the prlaritization of Winnipeg's Rapid Transit Master Plan, 
conceptual designs of all remaining Rapid Transit corridors in the 
Transportation Master Plan will be undertaken, including; Class 5 cost 
estimates, phasing plan, and schedule for (1) design studies, (li) funding 
applications, (Ni) procurement processes, and (iv) construction. In 
addition, the projact will include a Gap Analysis to determine if any 
apportunitias for additional/madified Rapid Transit 
corridors/infrastructure were missed In the 2011 Transportation Master 


Pian. 


The Bishop Grandin Greenway Pedestrian and Cycling Overpass at 
Pembina Highway would provide a continuous connection of the Bishop 
Grandin Greenway, one of Winnipeg's most prominent recreational 
facilities, across the very busy and complex Intersection of Pembina 
Highway and University Crescent at the Bishop Grandin interchange. The 
Project would provide a safe and convenient connection from the 
Southwest Rapid Transit Corridor (SWRTC) Phase II project, which is 
federally funded, to the University of Manitoba and the new Investors 
Group Stadium. The project would close a gap on one of Winnipeg's 
most prominent active transportation facilities, and builds on recently 
completed investments in walking and cycling infrastructure in the area, 
such as the Fort Garry Twin Bridges. it would also provide a more 
convenient connection to reach the new Investors Group Field for 
people using the propesed active transportation facility at the 
Southwest Rapid Transit Corridor (SWRTC) Phase I, This project would 
provide connections far people from the Aggasiz and Minnetonka 
neighborhood to walk or bike to/from the proposed SWRTC Phase 2 
transit stops. 


Processed under the provisions of the Access to Information Act / 
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3, Expenditures to support the design and 
planning for the future expanstan and 
improvements to public transit systems, 
including transportation damand management 
Measures and studies and pilot projects related 
to innovative and transformative technolagles; 
and 


4, Projects for system expansion, which may 
include active transportation, if they can be 
completed within the program timeframe. 
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$3,000,000 


$12,000,000 


Financial Information 


$1,500,000 


f 


$1,500,000] 01/01/2018 


$6,000,000 


Construction 


34/03/2019 


01/03/2018 


31/03/2019 


MANITOBA PTIF Summary Report #4 


Project information 


Pedestrian and Cycling {This project would widen the existing deck an the Kildonan Settlers 
Bridges: Chlef Peguis Bridge (Bridge) and relocate existing traffic barriers on the south side of 
Trall the Bridge to current accessibility standards that will accommodate 
pedestrians and cyclists. The project would connect the recently 
constructed Chlef Peguls Trail Greenway, which was partlaily funded 
federally, to the North Winnipeg Parkway which connects to the Forks, 
closing a gap between these two prominent Winnipeg active 
transportation facilitles, The project provides increased flexibility for 
people to access more transit routes and reduces people's trip time 
through trip chaining (Le. stops on the way to a destination). 


PTIF-1103 Winnipeg, City 


Chief Peguis Trall connects two major north-south transit corridors on 
Maln and Henderson (Route 77}. Upgrading existing pedestrian facilities 
to current accessibility standards and providing dedicated bicycle 
facilities between Main and Henderson will enable people to walk or ride 
their bikes to either Main or Henderson and access the proposed transit 
bike locker system or attach their bike to the bus. This improved 
walking/cyding connection will also connect to future Park and Ride 
locations at both Main and Henderson intersections at Chief Peguis, The 
proposed corridor improvement area ls adjacent to high density 
residentlal land use, with a high percentage of sentors who rely on 
transit for their main source of transportation. 
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4, Projects for system expansion, which may 
include active transportation, {f they can be 
completed within the program timeframe. 


$6,700,000 


Financial Information 


$3,350,000 
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$3,250,000 


01/09/2017 


31/03/2019 


MANITOBA PTIF Summary Report #4 


Project Information Financial Information 


> Provincial” 


ae ne eieeeDesernion Dahe lnvestmeme category aire — Münicholshars smt fd 
PTIF-1104 Winnipeg, City Protected Bike Lanes: |The McDermot Avenue Phase 1 project, from Arlington Street to Kate |4. Projects for system expansion, which may $1,450,000: 3735, 000 0105200 “31/03/2018 
À McDermot Avenue Street, Includes protected bike lanes, as well as street renewal. It include active transportation, if they can be 
(phase 1) involves renewals of the street and sidewalks around the University of |completed within the program timeframe. 
Manitoba Bannatynne Campus, Cancer Care Manitoba and the Health | 
Sclences Centre. it also improves street crossing for pedestrians and 
adds protected bike lanes, These improvements are supported by the 
Pedestrian and Cycling Strategles (policy). The bike lanes provide east- 
west bicycle connectivity to north-south transit routes. 
McDermet is currently a two-way, street that runs through the Health 
Sciences Center and the U of M Bannatyne Campus that will be 
converted to a one-way street with a protected bicycle corridor. Phase 1 
requires street renewal in order to incorporate the bike janes because of 
the street condition, the reconfiguration of the road to one-way, and to 
accommodate revised dralnage required as a result of the added barrier 
from the bike lane. 
PTIF-2105 Winnipeg, City Protected Bike Lanes: [Tha McDermot Avanue/ Bannatyne Phase 2 project (Kate Street ta 4, Projects for system expansion, which may 1506, $1,750,000 $1,750,000 01/05/2018 
MeDermot Waterfront Drive) Includes adjustable protected bike lanas and surface [include active transportation, if they can be 
Avenue/Bannatyne condition road improvements, and bullds on the MeDermot Avenue completed within the program timeframe. 
Avenue (Phase 2} Phasa 1 project The project pravides east-west bicycle connection for 
many north-south transit routes. It also improves street crossing for 
pedestrians and adds protected bike lanes. These improvements are 
supportad by the Pedestrian and Cycling Stratagies (policy). 
The project further connects people into a proposed downtown 


protected bike lane system. Phase 2 currently Involves two adjacent one 
way streets that have a more diverse adjacent land use, Including 
Winnipeg's historical Exchange Disctrict. This phase Includes 4 km of 
roadway, and given the magnitude, the proposed budget will be used 
anttrely for the bike lane upgrades. 
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Project Information 


Chevrier Boulevard (Waverley Street ta Pembina} and Waverly Pathway |4. Projects for system expansion, which may 
Extension (from Chevrier Boulevard ta McGillivray Boulevard) project —_finclude active transportation, if they can be 
inciudes buffered bike lanes, street renewal and Pathway extension. The [completed within the program timeframe. 
Project provides a protected bicycle connection from the Pembina 
Highway buffered bike lanes to the proposed Southwest Rapid Transit 
Corridor (SWRTC) Phase 2 transit stations. The project closes a gap on 
the Waverley bike spine and provides a protected bicycle connection 
from the Waverley bike spine to the SWRTC Phase 2 statlons by 
including a new pathway along Waverley Street. Waveriey Street 
currently has limited or no pedestrian facilities. Overall, the project 
serves to improve connectivity for both dense industrial employment 
areas and residential areas to the SWRTC Phase 2. 


PTIF-1106 Protected Blke Lanes: 
Chevrier Boulevard and 
Waverley Pathway 


Connection 


Winnipeg, City 


A Shi 


Minister of infrastructure and Communities 


Date 


JUN 1 2 2017 
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Financial Information 


$7,000,000 $3,500,000 


$3,500,000 


Construction 


01/05/2018) 


31/03/2019 


Infrastructure ATIA-69(1)(g)-(c) 
Canada 


Ottawa, Canada 
K1P 0B6 


MEMORANDUM TO THE DEPUTY MINISTER 


PUBLIC TRANSIT INFRASTUCTURE FUND AGREEMENT WITH THE 
PROVINCE OF MANITOBA 


_ (FOR DECISION) 
Summary 


This note provides you assurance that the Minister may proceed to approve 
the 12 projects listed in Summary Report #3 and #4 for the Province of 
Manitoba under the Public Transit Infrastructure Fund without a Treasury 
Board (TB) submission. The Project Review Panel (PRP) is satisfied that 
the projects listed in Summary Report #3 and #4 for the Province of 
Manitoba do not require TB approval. 


Background 


The PRP reviewed the projects in the Summary Report #3 and #4 for the 
Province of Manitoba as well as the draft briefing note to the Minister and verified 
that the attestation on the incrementality of the project lists has been provided. 
Assessment 


Assessment of TB Approval Requirement 


At 
this review stage of the projects, the PRP has reviewed the materials against the 
exceptions and confirms that TB approval is not required. However, if during the 
implementation of a project it becomes apparent that an exception or an 
exemption has been triggered, then PRP would be advised that a TB submission 
is required. 


Assessment Against Policy Criteria 


The PRP reviewed the 12 projects in Summary Report #3 and #4 and is satisfied 
that the 12 projects meet all applicable requirements of government policy on the 
parameters of the program. 


2 


hed 


Canada 
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Assessment of Chief Financial Officer (CFO) Accountabilities 


Based on the Summary Report, the PRP Secretariat confirms that the projects: 
y conform to government policy on the parameters of the program; 

v conform to Treasury Board policy; and, 

x conform with the terms and conditions of the program. 


Recommendation 


The PRP recommends that you support the recommendations in the 
Memorandum to the Minister. 


Darlene Boileau, Chair — PRP Date: 
Assistant Deputy Minister 


| Corporate Services and CFO 


H 
i 


| Alain Desruisseaux Angus-Howieson 
AJ Assistant Deputy Ministér Director General IM/IT and 
Policy and Communications Chief information Officer 


Prepared by: 


Nicole Thomas 
Secretary to the PRP Secretariat 
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ATIA-21(1)(a)] [ATIA-69(1)(g)-(a) 
Infrastructure 


Canada ATIA - 21(1)(b)}  IATIA-69(1)(g)-(c) 


Ottawa, Canada 
K1P 0B6 


BRIEFING NOTE TO THE MINISTER 


CANADA-MANITOBA CLEAN WATER AND WASTEWATER FUND 
PROJECT APPROVALS 


(For Signature) 


ISSUE 


e The purpose of this note is to seek your approval of the Manitoba Clean Water and 
Wastewater Fund (CWWF) Summary Report #3 (Annex A). 


BACKGROUND 


e The CWWF will help accelerate short-term municipal investments, while supporting the 
rehabilitation of water, wastewater and stormwater infrastructure, and the planning and 
design of future facilities and upgrades to existing systems. Projects approved under the 
CWWF will improve the reliability of drinking water, wastewater and stormwater systems and 
help municipalities fund plans and designs aimed at meeting wastewater regulations. 


CONSIDERATIONS 


e The Public Transit Infrastructure Fund (PTIF) and Clean Water and Wastewater Fund 
Bilateral Agreement between Canada and the Province of Manitoba (the Province) was 
signed on July 25, 2016. 


e As per Section 8 of the Agreement, the Province has submitted a project list for the CWWF 
program. Based on the information submitted by the Province, Infrastructure Canada (INFC) 
confirms that the projects are eligible under the CWWF terms and conditions. As part of the 
project submission process, the Province was required to attest to the accuracy of all 
information and incrementality of projects. 


e Under the Manitoba CWWF Summary Report #3, the two projects being recommended for 
approval represent $10,400,000 in total eligible project costs and $5,200,000 in federal 
funding, allocating 6 percent of the CWWF envelope in the Province. Under the CWWF, 
23 percent ($21,393,174) remains available for projects should Manitoba submit further 
projects, and the Province has confirmed that additional projects will be submitted in the 


near future. 
1 
a | 4 
Canada MOUSE 
ns ae, 
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ATIA - 21(1)(b) 


e Based on the information supplied by Manitoba, the projects do not appear to have any 
environmental assessment requirements for which there is a federal responsibility. INFC will 
continue to review whether the duty to consult Aboriginal groups arises for some of the 
projects, and confirm requirements in writing with Manitoba. It will be reiterated that funding 
is conditional on meeting any environmental assessment or Aboriginal consultation 
requirements as indicated in the Bilateral Agreement. 


e Both projects contained in the Manitoba CWWF Summary Report #3 submitted (one capital 
project and one separation of existing systems project) will not be completed within the 
program timeframe (i.e. before March 31, 2018). Manitoba has requested that an exemption 
be made for these projects, and submitted documentation demonstrating the need for costs 
to be incurred after March 31, 2018. Under Section 11 entitled “Ineligible Costs” of the 
program’s terms and conditions, you have the flexibility to allow eligible costs to be incurred 
after March 31, 2018, should there be a demonstrated need. 


e _INFC officials and the Project Review Panel confirm that approval of the projects are within 
_your delegated authority and that Treasury Board approval is not required at this time 
(Annex B). Accordingly, they support the proposed recommendation that you sign the 
Manitoba CWWF Summary Report #3 (Annex A) for funding the projects under the CWWF 
in Manitoba. 


RECOMMENDATIONS 


e tis recommended that you provide flexibility to Manitoba to allow for eligible costs to be 
incurred after March 31, 2018 for both projects with end dates past March 31, 2018, subject 
to the following conditions: the federal government will only reimburse eligible costs incurred 
up to March 31, 2019 and — further to Deputy Minister Tremblay’s letter of May 11, 2017 to 
Ms. Angie Bruce, Deputy Minister of Indigenous and Municipal Relations — to a maximum of 
40 percent ($38,100,313) of Manitoba’s CWWF allocation. 


e Itis also recommended that you indicate your approval by signing both Manitoba CWWF 
Summary Report #3 (Annex A), along with the accompanying cover letter to your provincial 
counterpart (Annex C). 


e INFC officials will coordinate with Manitoba’s officials to organize associated public 
communication activities. 
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Jean-François Tremblay 
| Deputy Minister 


> | approve. | do not approve. ___ For discussion. 


A. SL 22 | 


| Amarjeet Sohi, P.C., M.P. Date 
| Minister of Infrastructure and Communities 


Attachments: 


Annex A — Manitoba CWWF Summary Report #3 
Annex B — Project Review Panel Assessment Note 
Annex C — Cover Letter to the Honourable Eileen Clarke 
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Ministre de l’Infrastructure 
et des Collectivités 


Minister of Infrastructure 
and Communities 


Ottawa, Canada K1P 0R6 


JUN 22 2017 


The Honourable Eileen Clarke, M.L.A. 
Minister of Indigenous and Municipal Relations 
Government of Manitoba 

Room 301, Legislative Building 

450 Broadway 

Winnipeg, Manitoba R3C 0V8 


Dear Colleague: 


I am pleased to write to you regarding the approval of Summary Report #3 under the 
Canada—Manitoba Public Transit Infrastructure Fund and Clean Water and Wastewater 
Fund Bilateral Agreement. | | 


Enclosed is a signed copy of Summary Report #3 under the Clean Water and Wastewater 
Fund, providing federal approval for the two projects identified by Manitoba. 


The program terms and conditions allow some flexibility for incurring eligible costs after 
the March 31, 2018 program deadline, based on a demonstrated need. For the projects with 
an end date past March 31, 2018, the federal government will only reimburse eligible costs 
incurred up to March 31, 2019 and to a maximum of 40 percent ($38,100,313) of the 
provincial allocation under the Clean Water and Wastewater fund. 


Please note that approval of these projects is conditional upon Canada being satisfied that 
the responsibility of the federal authority and/or responsible authority under the Canadian 
Environmental Assessment Act, 2012 and other applicable agreements between Canada and 
Aboriginal groups are met and continue to be met. Canada’s funding for a project is also 
conditional upon Canada being satisfied that its obligations with respect to the legal duty 
to consult and accommodate Aboriginal groups, if applicable, are met. 


ha. 


Canada 
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I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the Clean Water and Wastewater Fund in 
Manitoba. I look forward to working with you as we continue to implement these programs 
for the benefit of all Canadians. 


Yours sincerely, 
A SJ, 
Amarjeet Sohi, P.C., M.P. 


Enclosure 
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Infrastructure | R : 
Ed Canada ATIA-69(1)(g)-(c) 


Ottawa, Canada 
K1P 0B6 


MEMORANDUM TO THE DEPUTY MINISTER 


CLEAN WATER AND WASTEWATER FUND AGREEMENT WITH THE 
PROVINCE OF MANITOBA 


(FOR DECISION) 


Summary 
This note provides you assurance that the Minister may proceed to approve 


the 2 projects listed in Summary Report #3 for the Province of Manitoba 
under the Clean Water and Wastewater Fund without a Treasury Board 


(TB) submission. The Project Review Panel (PRP) is satisfied that the 
projects listed in Summary Report #3 for the Province of Manitoba do not 
require TB approval. 


Background 


The PRP reviewed the projects in Summary Report #3 for the Province of 
Manitoba as well as the draft briefing note to the Minister and verified that the 
attestation on the incrementality of the project lists has been provided. 
Assessment 


Assessment of TB Approval Requirement 


At 


this review stage of the projects, the PRP has reviewed the materials against the 
exceptions and confirms that TB approval is not required. However, if during the 
implementation of a project it becomes apparent that an exception or an 
exemption has been triggered, then PRP would be advised that a TB submission 
is required. 


Assessment Against Policy Criteria 
The PRP reviewed the 2 projects in Summary Report #3 and is satisfied that the 


2 projects meet all applicable requirements of government policy on the 
parameters of the program. 


«T2 


+5. 


Canada 
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Assessment of Chief Financial Officer (CFO) Accountabilities 

Based on the Summary Report, the PRP Secretariat confirms that the projects: 
¥Y conform to government policy on the parameters of the program; 

v conform to Treasury Board policy; and, 

¥ conform with the terms and conditions of the program. 

Recommendation 


The PRP recommends that you support the recommendations in the 
Memorandum to the Minister. 


pe Is, NOT 


Darlene Boileau, Chair — Date: 
Assistant Deputy Minister 
| Corporate Services and CFO 


— ae 


Angus Howieson 
Director General IM/IT and 
Chief Information Officer 


Prepared by: 


Nicole Thomas 
Secretary to the PRP Secretariat 
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Winnipeg, Cityof | Transcona Sewer 
i Relief 


Winnipeg, City of {North St Boniface 
Water Main 
Uparading 


Processed under the provisions of the Access to Information Act / 
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Manitoba CWWF Summary Report #3 


Be ‘Project Information a 


Upgrade the flood protection in the Transcona Area to have n | Wastewater $5,500,000 
surcharge within 2.4 m of ground tevel for a 10-year MacLaren 
design storm event. Phase 3 and 4 are remalning. These phases will 


complete the planned relief works for the sewer district. The 10-year 


| MacLaren design storm event js the minimum service level standard 


for basement flood relief projects. it Isa “made in Winnipeg” rainfall | 
frequency curve, The existing basement flood protection in the 
Transtona sewer district is below the minimum service level 
established for the City of Winnipeg, The proposed works will 
include new sewer construction and sewer replacements that will 
provide the minimum levet of service for basement flood protection, 
during the design rainfall event, in the Transcona Area. 


Water mains upsizing to provide adequate fire flow to support 
future multi-family development, The water mains proposed to be 
renewed in the North St Boniface area were installed in 1958 and 
are nearing the end of their service lives. The water mains to be 
renewed need to be upsized to provide the required level of service 
to accommodate the proposed growth, re-development and 
densification planned in the area. The primary goal of the project is 
to Improve the avallable fire protection in the North St Boniface area 


$4,900,000 


jin order to facilitate higher density redevelopment plans, There has 


been significant interest for multi-family development In this area 


ibut it has not been able to proceed due to available fire flows. Mains 


to be upsized are: Tache (La Verendrye to Messager), St. Joseph {La 
Verendrye to Messager), Messager (Tache to St Joseph), Hebert 
{Tache to St Joseph), Darveau {Tache to St Joseph), Grandin (Tache 
to St Joseph), Aubert (Tache to St Joseph), La Verendrye {Tache to 
Langevin), and Notre Dame (Tache to St Joseph). This project is 

being accelerated and is supporting the rehabilitation of water | 
infrastructure as well as upgrading the existing water maln system in 
the area to accommodate the needed level of service of near term 
future 


Minister of Infrastructure and Communities 


JUN 2 2 2017 


Date 


Page 102 of 277 


Francia formation | 


$1,375,000); - 


‘Construction 


01/07/2017 


$1,225,000 


01/06/2017 


ATIA-21(1)(a)| JATIA-69(1)(g) - (a) 
ATIA - 21(1)(b)|_ |ATIA-69(1)(g) -(c) 


Infrastructure PROTECTED B 
Canada 


Ottawa, Canada 
K1P 0B6 


BRIEFING NOTE TO THE MINISTER 


CANADA - MANITOBA CLEAN WATER AND WASTEWATER FUND 
PROJECT APPROVALS 


(For Signature) 


ISSUE 


e The purpose of this note is to seek your approval of the Manitoba Clean Water and 
Wastewater Fund (CWWF) Summary Report #4 (Annex A). 


BACKGROUND 


e The CWWF will help accelerate short-term municipal investments, while supporting the 
rehabilitation of water, wastewater and storm water infrastructure, and the planning and 
design of future facilities and upgrades to existing systems. Projects approved under the 
CWWF will improve the reliability of drinking water, wastewater and storm water systems 
and help municipalities fund plans and designs aimed at meeting wastewater regulations. 


CONSIDERATIONS 


e The Public Transit Infrastructure Fund and Clean Water and Wastewater Fund Bilateral 
Agreement (the Agreement) between Canada and the Province of Manitoba (the Province) 
was signed on July 25, 2016. 


e Asper Section 8 of the Agreement, the Province has submitted a Project List for the CWWF 
program. Based on the information submitted by the Province, Infrastructure Canada (INFC) 
confirms that the projects are eligible under the CWWF terms and conditions. As part of the 
project submission process, the Province was required to attest to the accuracy of all 
information and incrementality of projects. 


e Under the Manitoba CWWF Summary Report #4, the three projects being recommended for 
approval represent $12,500,000 in total eligible projects costs and $6,250,000 in federal 
funding, allocating 7 percent of the CWWF envelope in the Province. Under the CWWF, 

16 percent ($15,143,174) remains available for projects should Manitoba CWWF Summary 
Report #4 be approved. The Province has confirmed that additional modifications will be 
submitted in the near future. 


Processed under the provisions of the Access to Information Act/ Page 103 of 277 
Révisé en vertu de la Loi sur l'accés à l'information 


ATIA -21(1)(a)| - 


ATIA - 21(1)(b) 
PROTECTED B 


e Based on the information supplied by Manitoba, the projects do not appear to have any 
environmental assessment requirements for which there is a federal responsibility. 


e INFC will continue to review whether the duty to consult Aboriginal groups arises for some of 
the projects and confirm requirements in writing with Manitoba. It will be reiterated that 
funding is conditional on meeting any environmental assessment or Aboriginal consultation 
requirements as indicated in the Bilateral Agreement. | 


e None of the three projects contained in the Manitoba CWWF Summary Report #4 submitted, 
all of which are new construction projects, will be completed within the program timeframe 
(i.e. before March 31, 2018). Manitoba has requested that an exemption be made for these 
projects and submitted documentation demonstrating the need for costs to be incurred after 
March 31, 2018. Under Section 11 entitled “Ineligible Costs” of the program’s terms and 
conditions, you have the flexibility to allow eligible costs to be incurred after March 31, 2018, 
should there be a demonstrated need. 


e INFC officials and the Project Review Panel confirm that approval of the projects are within 
your delegated authority and that Treasury Board approval is not required at this time 
(Annex B). Accordingly, they support the proposed recommendation that you sign the 
Manitoba CWWF Summary Report #4 (Annex A) for funding the projects under the CWWF 
in Manitoba. 


RECOMMENDATIONS 


e Itis recommended that you provide flexibility to Manitoba to allow for eligible costs to be 
incurred after March 31, 2018 for all three projects with end dates past March 31, 2018, 
subject to the following conditions: the federal government will only reimburse eligible costs 
incurred up to March 31, 2019 to a maximum of 40 percent ($38,100,313) of Manitoba’s 
CWWAF allocation. 


e It is recommended that you indicate your approval by signing the Manitoba CWWF 
Summary Report #4 (Annex A), along with the accompanying cover letter to your provincial 
counterpart (Annex C). 


e INFC officials will coordinate with Manitoba's officials to organize associated public 
communication activities. 
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PROTECTED B 


| approve. ____ | do not approve. ___ For discussion. 


| | JUL 1 0 207 
_ Amarjeet Sohi, P.C., M.P. Date 
| Minister of Infrastructure and Communities _ 


Attachments: 


Annex A — Manitoba CWWF Summary Report #4 
Annex B — Project Review Panel Assessment Note 
Annex C — Cover Letter to the Honourable Eileen Clarke 
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Manitoba CWWF Summary Report #4 


Project Information 


Construction of tertiary treatment wetlands with native grass to 
provide tertiary treatment to polish the already treated wastewater 
from the lagoons, to meet nutrient reduction standards. 
RIVERDALE , RM of [Lagoon Replacement Construction of a wastewater collection system and wastewater 
treatment lagoon to treat wastewater originating in the community 
of Rivers and the surrounding area. 

Construction of the second phase of the Yellowhead Water System, 
which would provide approximately thirty new rural municipal 
service connections throughout the Municipality of Westlake- 
Gladstone. The new connections will be equipped with radio read 
meters to provide accurate consumption and billing information to 
customers. 


Veliowhead Rural 
Water Expansion: 
Phase Il 


1034{WESTLAKE- 
GLADSTONE, AM of 


The Province of Manitoba acknowiedges that the 
hookup/continuation of wastewater lines located on private 
property is not a eligible project expense. 


A. SN 


Minister of Infrastructure and Communities 


JUL 1 0 207 


Date 
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Financial Information 


FederalShare Provincial Share Municipal Share Star End 


$2,000,000 01/08/2017! 31/03/2039 
| $3,000,000) 01/08/2027) 31/03/2019 
30 


$6,000,000: $3,000,000) 


Water $1,250,000 $1,250,000| 61/08/2017 21/03/2019 
aaa $12,500,000 $6,250,000 $6,250,000] [| 
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Infrastructure 
Canada 


Ottawa, Canada ATIA-69(1)(g)-(c) 


K1P 0B6 i 


MEMORANDUM TO THE DEPUTY MINISTER 


CLEAN WATER AND WASTEWATER FUND AGREEMENT WITH THE 
PROVINCE OF MANITOBA 


. (FOR DECISION) 


Summary 
This note provides you assurance that the Minister may proceed to approve 


the 3 projects listed in Summary Report #4 for the Province of Manitoba 
under the Clean Water and Wastewater Fund without a Treasury Board 


(TB) submission. The Project Review Panel (PRP) is satisfied that the 
projects listed in Summary Report #4 for the Province of Manitoba do not 
require TB approval. 


Background 

The PRP reviewed the projects in Summary Report #4 for the Province of 
Manitoba as well as the draft briefing note to the Minister and verified that the 
attestation on the incrementality of the project lists has been provided. 


Assessment 


Assessment of TB Approval Requirement 


this review stage of the projects, the PRP has reviewed the materials against the 
exceptions and confirms that TB approval is not required. However, if during the 
implementation of a project it becomes apparent that an exception or an 
exemption has been triggered, then PRP would be advised that a TB submission 
is required. 


Assessment Against Policy Criteria 
The PRP reviewed the 3 projects in Summary Report #4 and is satisfied that the 


3 projects meet all applicable requirements of government policy on the 
parameters of the program. 


2 


Canada 
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Assessment of Chief Financial Officer (CFO) Accountabilities 


Based on the Summary Report, the PRP Secretariat confirms that the projects: 
y conform to government policy on the parameters of the program; 

v conform to Treasury Board policy; and, 

v conform with the terms and conditions of the program. 


Recommendation 


The PRP recommends that you support the recommendations in the 
Memorandum to the Minister. 


D SSO I TEE SEE US SST SET DRE pre 


| 
| 
| 
| 
| 


| Darlene Boileau, Chair — PRP 


2 


| Assistant Deputy Minister 
| Corporate Services and CFO 


Angus Howièson 
Director General IM/IT and 
Chief Information Officer 


SEAE Le NS OE RERS EE ESENE 


Prepared by: 


Nicole Thomas 
Secretary to the PRP Secretariat 
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Minister of Infrastructure 
and Communities 


Ministre de I’Infrastructure 
et des Collectivités 


Ottawa, Canada K1P OB6 


The Honourable Eileen Clarke, M.L.A. JUL 1 0 207 


Minister of Indigenous and Municipal Relations 
Government of Manitoba | 
Room 301, Legislative Buildin 

450 Broadway | 

Winnipeg, Manitoba R3C 0V8 


Dear Minister: 


I am pleased to write to you regarding the approval of Summary Report #4 under the 
Canada—Manitoba Public Transit Infrastructure Fund and Clean Water and Wastewater 
Fund Bilateral Agreement. 


Enclosed is a signed copy of Summary Report #4 under the Clean Water and Wastewater 
Fund providing federal approval for the three projects identified by Manitoba. 


The program terms and conditions allow some flexibility for incurring eligible costs after 
the March 31, 2018 program deadline based on a demonstrated need. For the three projects 
with end dates past March 31, 2018, the federal government will only reimburse eligible 
costs incurred up to March 31, 2019 and to a maximum of 40 per cent ($38,100,313) of the 
provincial allocation under the Clean Water and Wastewater Fund. 


Please note that approval of these projects is conditional upon Canada being satisfied that 
the responsibility of the federal authority and/or responsible authority under the Canadian 
Environmental Assessment Act, 2012 and other applicable agreements between Canada and 
Aboriginal groups are met and continues to be met. Canada’s funding for a project is also 
conditional upon Canada being satisfied that its obligations with respect to the legal duty 
to consult and accommodate Aboriginal groups, if applicable, are met. 


ha 


Canada 
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I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the Clean Water and Wastewater Fund in 
Manitoba. I look forward to working with you as we continue to implement these programs 
for the benefit of all Canadians. 


Yours sincerely, 
Amarjeet Sohi, P.C., M.P. 


Enclosures 
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Infrastructure PROTECTED B 
Canada 


Ottawa, Canada 
K1P OB6 


BRIEFING NOTE TO THE MINISTER 


CANADA-MANITOBA PUBLIC TRANSIT INFRASTRUCTURE FUND (PTIF) AND CLEAN 


WATER AND WASTEWATER FUND (CWWF) PROJECT MODIFICATION IN 
PTIF SUMMARY REPORT #1B AND #2B and CWWF SUMMARY REPORT #1C 


(For Signature) 
ISSUE 


e The purpose of this note is to seek your approval of Manitoba’s PTIF Summary Report #1B 
(Annex A), PTIF Summary Report #2B (Annex B}, and CWWF Summary Report #1C 
(Annex C). 


BACKGROUND 
e The PTIF will help accelerate short-term municipal investments while supporting the 


rehabilitation of transit systems and funding studies to support longer-term transit expansion 
plans. 


e The CWWF will help accelerate short-term municipal investments, while supporting the 
rehabilitation of water, wastewater and storm water infrastructure, and the planning and 
design of future facilities and upgrades to existing systems. Projects approved under the 
CWWF will improve the reliability of drinking water, wastewater and storm water systems 
and help municipalities fund plans and designs aimed at meeting wastewater regulations. 


CONSIDERATIONS 


e The PTIF-CWWFE Bilateral Agreement (the Agreement) between Canada and the Province 
of Manitoba (the Province) was signed on July 25, 2016. 


ə Under PTIF Summary Report #1B (Annex A), for Project PTIF0004, total eligible costs have 
decreased from $6,900,000 to $5,400,000, with federal funding decreasing by $750,000 
from $3,450,000 to $2,700,000 due to a reduction in project scope. Costs for all other 
approved projects remain the same. 


e As per Section 8 of the Agreement, the Province has submitted modifications to projects on 
the already-approved PTIF Project List #1 and List #2 and CWWF Project List #1. 
Manitoba’s PTIF Summary Reports #1B (Annex A) and #2B (Annex B) and CWWF 
Summary Report #1C (Annex C) outline the project modifications requested to project start 
and end dates and the costs for one project. 


Canada 
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PROTECTED B 


e Based on the information submitted, Infrastructure Canada (INFO) confirms that the project 
modifications are eligible under the PTIF and the CWWF terms and conditions. As part of 
the project submission process, the Province was required to attest to the accuracy and to 
the incrementality of the project modifications that were submitted. 


s None of the Projects submitted for modifications will be completed within the program 
timeframe (i.e. before March 31, 2018). Manitoba submitted documentation demonstrating 
the need for costs to be incurred until March 31, 2019. In addition, under PTIF and CWWF, 
the construction start dates have changed for certain projects. Under Section 11 entitled 
“Ineligible Costs” of the program’s terms and conditions, you have the flexibility to allow 
eligible costs to be incurred after March 31, 2018, should there be a demonstrated need. 


| EE 

e INFC officials and the Project Review Panel (as noted in the Project Review Panel 
Assessment note in Annex D) confirm that the modified projects are within your delegated 
authority and that Treasury Board approval is not required. Accordingly, they support the 


proposed recommendation that you sign PTIF Summary Report #1A (Annex A), PTIF 
Summary Report #2B (Annex B), and CWWF Summary Report #1C (Annex C). 


RECOMMENDATIONS 


e tis recommended that you provide flexibility to Manitoba for the six modified projects 
submitted to allow for eligible costs to be incurred until March 31, 2019, subject to the 
following conditions: the federal government will only reimburse eligible costs incurred up to 
March 31, 2019 and to a maximum of 40 percent ($33,136,000) of Manitoba’s PTIF 
allocation and 40 percent ($38,100,312) of Manitoba’s CWWF allocation. 


e Itis recommended that you indicate your approval by signing the PTIF Summary Report #1B 
(Annex A), PTIF Summary Report #2B (Annex B), and CWWF Summary Report #1C 
(Annex C). 


e Your signature on the attached cover letter to your provincial counterpart (Annex E) is also 
requested. 


ULDEN | 


| Jean-François Tremblay 
| Deputy Minister 
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ES ___ |do not approve. __ For discussion, 
| A Se | JUL 1 0 2017 
Amarjeet Sohi, P.C., M.P. Date 


Minister of Infrastructure and Communities 


Attachments: 


Annex À — PTIF Project List #1B 

Annex B — PTIF Project List #2B 

Annex C — CWWF Project List #1C 

Annex D — Project Review Panel Assessment Note 
Annex E — Cover Letter 
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Ministre de l’Infrastructure 
et des Collectivités 


Minister of Infrastructure 
and Communities 


Ottawa, Canada K1P OB6 


The Honourable Eileen Clarke, M.LA. 

Minister of Indigenous and Municipal Relations 

Government of Manitoba 

Room 301, Legislative Building 

450 Broadway JUL 19 207 
Winnipeg, Manitoba R3C 0V8 


Dear Minister: 


I am pleased to write regarding the approval of project amendments that were submitted 
on Manitoba’s Clean Water and Wastewater Fund List #1 and Public Transit 
Infrastructure Lists #1 and #2 under the Canada—Manitoba Public Transit Infrastructure 
Fund (PTIF) and Clean Water and Wastewater Fund (CWWF) Bilateral Agreement. 


Enclosed is a signed copy of PTIF Summary Report #1B, PTIF Summary Report #2B and 
CWWE Summary Report #1C providing federal approval for the modified projects 
identified by Manitoba. 


The program terms and conditions allow some flexibility for incurring eligible costs after 
the March 31, 2018 program deadline based on a demonstrated need. For the revised 
projects with end dates past March 31, 2018, the federal government will only reimburse 
eligible costs incurred between March 31, 2018 and March 31, 2019 to a maximum of 
40 percent ($38,100,312) of the provincial allocation under the CWWE and 40 percent 
($33,136,000) of the provincial allocation under the PTIF. 


Please note that approval of these projects is conditional upon Canada being satisfied that 
the responsibility of the federal authority and/or responsible authority under the Canadian 
Environmental Assessment Act, 2012 and other applicable agreements between Canada 
and Aboriginal groups are met and continue to be met. Canada’s funding for a project is 
also conditional upon Canada being satisfied that its obligations with respect to the legal 
duty to consult and accommodate Aboriginal groups, if applicable, are met. 


Eat 


Canada 
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I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the Clean Water and Wastewater Fund and 
Public Transit Infrastructure Fund in Manitoba. I look forward to working with you as we 
continue to implement these programs for the benefit of all Canadians. 


Yours sincerely, 


Amarjeet Sohi, P.C., M.P. 


Enclosures 
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Manitoba PTIF 18 


Summary Report 
Project ID Ultimate Project Name =| Project Description Project Category Total Eligible | Federal Share | Provincial Share Municipai 
Recinient poe Costs | Share | Construction Start 
Winnipeg. Gi Garage. Backup |Fowar Backup Ganeratar required to ensure ]1 Capital projects for the rehabilitation, optimization and $756,000] September 1, 2078} 
Power Generator {the availability of continuous backup power, /modarnization of public transit infrastructure, or that improve 
during an electrical power falure, to ensure (he efficiency, accessibility and/or safety of public transit 
continued transit operation (bus garages and jintrastructure (including rehabilitation or enhancement of 
suppon systems) at the Fort Rouge complex jaxisting guide ways, maintenance and storage facilities, or 
{garages and building) othar existing public transit capital assets; refurbishment or 
i replacement of existing rolling stock, and replacement or 
enhancement of transit stations): 
PTIFOUGS Winnipeg, City [Garage Backup [Power Backup Generator required to ensure (F. Gagital projects for the rehabibtation, optimization and 58 000.600) $1,500,000] 3750.000 5750.000 May 17. 2017 
Power Generator [the availability of continuous backup power, (modernization of public transit infrastructure, or that improve 
iduring an electrical power failure, to ensure the efficiency, accessibility and/or safety of public transit 
loontinued transit operation (bus garages and finfrastucture (including rehabilitation or enhancement of 
[support systems) at the Fort Rouge complex jesisiing guide ways, maintenance and storage facilities, or 
[garages and building) jother existing public transit capital assets; refurbishment or 
f repacement of existing rolling stock; and replacement or 
enhancement of transit stations); 
: ob ST | vas 
rSTIFOOO4 “TWinnibag, City [Garage iVentitstion upgrades, roof replacements and 1. Capital projects for the rehabilitation, optimization and $5,900,000] 32,450 GOH) 51.725.090 51725000 September 1, HHG 
Improvements general repairs currently planned modemization of public transit infrastructure, or that improve 
| ths efficiency, accessibility and/or safety of public transit 
infrastructure (including rehabilitation or enhancement of 
existing guide ways, maintenance and storage facilities, or 
other existing public transit capital assets; refurbishment or 
replacement of existing rolling stock; and replacement or 
enhancement of transit stations); 
AMENDED Winnipeg, City |Garage Ventilation upgrades, roof replacements and |1. Capital projects for the rehabilitation, optimization and $5,400,000 $2,700,000) $1,350,060 $1,350,000 May 1, 2017 


Improvements [general repairs currently planned 


Construction End 


March 31, 2016 


March 31. 2015! 


modernization of public transit infrastructure, or that improve 
the efficiency, accessibility and/or safety of public transit 
infrastructure (including rehabilitation or enhancement of 
existing guide ways, maintenance and storage facilities, or 
other existing public transit capital assets; refurbishment or 
replacement of existing rolling stock; and replacement or 
enhancement of transit stations); 


Original Approved Contribution 


Recommended Modified Contribution | 


$4,950, ae 


$9,900,000} $2,475,000] 
à so $8,400,000) $4,200,000 $2, 100,000 A 100, 000 


[Net change for modified projects 


Minister of Infrastructure and Communities 


JUL 1 0 2017 


___ #1,500,000! 


Date 
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Marcin 34, 2018 


March 31, 2019 


$750 000] _ $375,000 $375,000; te ee | 


Manitoba CWWF 1C 
Summary Report 


Recipient | | Gosts | 
CWFQUZ4 Winnipeg, a Tatar Main Water supply redundancy in South Transcons |Watar $5,500,000 $2,750,000 1.676.600] $1,375,000 Sapiember +, 2018 March 31,2016 
Reliability is required, The discoloured Water i 

Investigation Study undertaken in 2013 
recommended that the City investigate 
opportunities to minimize water age (water 
Wravél time) in the water distribution system 
These concems in East Winnipeg can be 
mitigated by the construction of a 3 km. long, 
300 mm diameter watermain along Dugald 
Read from McFadden Avenue to Ravenhurst 
Street and along Ravenhurst Street from 
Ougaid Road to Pandora Avenue East No 
new development is anticipated at this time. 
Orly current homes will be serviced by this 
upgrade. 


Construction Start | Construction End 


Municipal 
Share 


Project Category 


Project ID Project Name | Project Description 


[CWWF0024 Winnipeo, City Water Main Water supply redundancy in South Transcona {Water $5,600,000 | $1,975,000 $1,375,000 duly 1, 2017 March 34, 2019 
Reliability is required, The discoloured Water | 

Investigation Study undertaken in 2013 
recommended that the City investigate 
opportunities to minimize water age (water 
travel time) in the water distibution system 
These concerns in East Winnipeg can be 
mitigated by the construction of a 3 km. tang, 
300 mm diameter watermain along Dugald 
Road from McFadden Avenue to Ravenhurst 
Street and along Ravennurst Street from 
Dugaid Road to Pandora Avenue East No 
new development is anticipated ai this time 
Only current homes will be serviced by this 
upgrade. 


Original Approved Contribution __ 31.375.000 


— Modified Contribution SS $5,600,000] $2,750,000] 1,275,000] —$1.375,000] 


ps _ [Netghange for modified projects CWWF List #2 vs CWWF List #2B $0 $0 $0 $0 


ln eA SO | 


Minister of Infrastructure and Communities 


JUL 10 2047 
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Manitoba PTIF 2B 


Summary Report 
PrajectiD [Ultimate 
| Recipient 
Original". a 
PTEAOED BRANDON, Fransi Bus 
CITY of Replacement 
PTE. 1522 BRANDON, Tramet Bus 
CITY of Replacement 


BRANDON, 
EIT Y of 


ETF :1026 Brandan - 
Replacement of 
informais 
CentreTransii 


Sistas 


Brandan - 

1Replécereant wf 
Informatio 
Centea rarat 
Staten 


BRANDON, 
CNY of 


Original 
PTIF-10a7 


Brandan - Bus 
Shelter 
Replacement 
Froga 


BRANSON. 
CITY of 


R of 32 shelters at thie = af 


Purchase of ha new 20 fob! corwentienial buses [hut 
mpexted to replace older stock due to fatigue and the 
anse4 of mechanical failure. As they have been in 
serving since 2002, tis ÿ more prudent use of 
resources to replace these buses with new equipment 
dhat meets the more slringent environmental standards 
ralher than continuing to repair the existing, tired units. 


Project Category 


1. Capital projecta far the habitation, opimuvation and 
modernization of public transit infrastructure, or that improve | 
the efficiency, accessibility and/or safety of public transit 
infrastructure (inchiding rehabilitation or enhancement of 
existing guide ways, maintenance and storage facilities, or 
after existing public transit capital assets; refurbishment or 
reptacernant of esting rolling stock and replacement or 
enteicedhont anai stations): 


Tear pug Federal Share | | Provincial Share} | Construction Start 


P. 300. ood) Er aa EE B00] Jus Es ma ni a TUE March 30, rch 


Parchase of bro new 46 foot conventional buses Hat 
needed to replace older slock due to fatigue and the 
onset of mechanical failure As they have been in 
service since 2002, itis a more prudent use of 
rescurces to replace these buses with new equipment 
that meets the more stringent environmental standards 
rather than continuing to repair the existing, tired units. 


TRopiane. upgrade and amalgamate two separate 


buildings providing similar functions to support Transit 
system, Both buildings are very old, inefficient and in 
need of substantial upgrade and ergonomic 
improvement. The Transit Information (customer 
information and support) kiosk will be vacated (not 
owned by the City) and Transit station (administrative 
and driver suppatt) will be demolished and 
reconstructed fo cumin services in ome new connie, 


1. Capital projects for iba rehatiitation, opimieation and 
Mégrniratien of public transit infrastructure, or that improve 
the efficiency, accessibility and/or safety of public transit 
infrantnichuire liecluding habitator arsnhancerient ol 
cebig guide ways, maintenance and storage facddles, of 
her existing public transit capilal assets; refurbishment or 
replacement of existing rolling stock: and replacement or 
enharinemant of mail sisters) 


“ENDON ARLAN | December si. 2018 


t Capital prajeme for (he panakilitation, optintization ane 
meodemlzaligh of pubiic transit infrastructure, or that improve 
ihe efficiency, accessibility and/or safety of public transit 
infragiectura (including rehabilitation or enhancement of 
existing guide ways, maintenance and storage facilities, or 
other existing public transit capital assets; refurbishment or 
replicarmanl af esgan rolling stock: and replacement or 
enhancoment of frans stations); 


Raplace, aon aama iwo PARE 
buildings providing simitar functions to support Transit 
system. Goth buildings are very old, inefficient and in 
need of substantial upgrade and ergonomic 
improvement, The Transit Information (customer 
information and support) kiosk will be vacated (not 
mened by lhe Git) and Transit station (administrative 
and driver seppa will be demolished and 

nonsi frosted to combine servieta ia CH? faw CENIE, 


Brandan, to upgrade to current design standants, 
Existing shelters are extremely aged and restrict visibility 
for the motoring public creating a safety concern 


13. Gapeat projects for the rehabditation, aptimizalion and 
jrioderhizaten-of public transit infrastructure, or that improve 
the efficiency, accessibility and/or safety of public transit 
testeurs (including rehabilitation or enhancement of 
plnetireg guide ways, maintenance and starage facilities, or 
jother masing pubic yansi capital assez: refusent or 
jreplacement of aastieg rolling stack: and replacement or 
Lethaceament of transit stations); 


E 


BETH 


March 16, 2018 


August 1, 2047 


“Runge 37,2017] March 34, 20181 


1 Capial projects for the rehabiliiatan, optniization and 
mademization of public transit infrastructure, or thal improve 
the efficiency, accessibility and/or safety of pubile transit 
infrastructure (including rehabilitation or enhancement of 
ensting guide ways, maintenance and storage facilities, or 
other existing public transit capital assets; refurbishment or 
replacement of existing rolling stock; and replacement or 
enhancement of transit stations): 


1 Arnenichaad- os ; 
Brandon - Bra 
Shelter 

Replacement 


Program 


[Repicercani SF oe shelters throughau the Ciy at 


Brandon, to upgrade to current design atarcdards. 
Eating shelters are extremely aged and restrict visibility 
for the motoring public creating a safely concern 


4. Gagi projects for the Tehablianien, opaminates and 


modernization of public transit infrastructure, or that improve 
the efficiency, accessibility and/or safety of public transit 
infrastructure (including rehabilitation or enhancement of 
existing guide ways, maintenance and storage facilites, or 
other existing public transit capital assets; refurbishment or 
replacement of existing rolling stock: and replacement or 
enhancement of transit stations}, 


[Original Approved Contribution 


|“ 


Recommended Modified ‘Contritution 


Nestes of infrastructure and Communities 


JUL 1 


57a 0001 
$353 600) ee 388,060 saaal "Maren 7, 2017] September 30, 2017] 


$553,000 


“St Enr Eu e 


March 41, 7019 


Date 
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AE saamge fade projets 


pi dp il Infrastructure 
Me Canada 


‘ Ottawa, Canada 
K1P 0B6 


ATIA-69(1)(g)-(c) 


MEMORANDUM TO THE DEPUTY MINISTER 


CLEAN WATER AND WASTEWATER FUND AGREEMENT WITH THE 
PROVINCE OF MANITOBA 


(FOR DECISION) 


Summary 


This note provides you assurance that the Minister may proceed to approve 
the project listed in Summary Report #1C under the Clean Water and 
Wastewater Fund for the Province of Manitoba without a Treasury Board 
(TB) submission. The Project Review Panel (PRP) is satisfied that the 
project listed in Summary Report #1C for the Province of Manitoba does not 
require TB approval. 


Background 

The PRP reviewed the project in Summary Report #1C for the Province of 
Manitoba as well as the draft briefing note to the Minister and verified that the 
attestation on the incrementality of the project list has been provided. 


Assessment 


Assessment of TB Approval Requirement 


At 
this review stage of the projects, the PRP has reviewed the materials against the 
exceptions and confirms that TB approval is not required. However, if during the 
Implementation of a project it becomes apparent that an exception or an | 
exemption has been triggered, then PRP would be advised that a TB submission 
is required. | 


Assessment Against Policy Criteria 


The PRP reviewed the project in Summary Report #1C and is satisfied that the 
project meets all applicable requirements of government policy on the 
parameters of the program. 


2 


Brg 


Canada 
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Assessment of Chief Financial Officer (CFO) Accountabilities 


Based on the Summary Report, the PRP Secretariat confirms that the project: 
¥ conforms to government policy on the parameters of the program; 

v conforms to Treasury Board policy; and, 

v conforms with the terms and conditions of the program. 


Recommendation 


The PRP recommends that you support the recommendations in the 
Memorandum to the Minister. 


a renner II EI 


JUN 6 9 2017 


Darlene Boileau, Chair Date: 
Assistant Deputy Minister 


Corporate Services and CFO 


rr ere rc ner erro ee pm mp 


Ë Angus H6wieson 
Deputy Minister Director General IM/IT and 
Policy and Communications Chief Information Officer 


Prepared by: 


Nicole Thomas 
Secretary to the PRP Secretariat 
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Canada ATIA-69(1)(g)-(c) 
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MEMORANDUM TO THE DEPUTY MINISTER 


PUBLIC TRANSIT INFRASTUCTURE FUND AGREEMENT WITH THE 
PROVINCE OF MANITOBA 


(FOR DECISION) 


Summary 


This note provides you assurance that the Minister may proceed to approve 
the 5 projects listed in Summary Reports #1B and #2B under the Public 
Transit Infrastructure Fund for the Province of Manitoba without a Treasury 
Board (TB) submission. The Project Review Panel (PRP) is satisfied that 
the projects listed in Summary Reports #1B and #2B for the Province of 
Manitoba do not require TB approval. 


Background 

The PRP reviewed the projects in Summary Reports #1B and #2B for the 
Province of Manitoba as well as the draft briefing note to the Minister and verified 
that the attestation on the incrementality of the project lists has been provided. 


Assessment 


Assessment of TB Approval Requirement 


At 
this review stage of the projects, the PRP has reviewed the materials against the 
exceptions and confirms that TB approval is not required. However, if during the 
implementation of a project it becomes apparent that an exception or an 
exemption has been triggered, then PRP would be advised that a TB submission 
is required: 


Assessment Against Policy Criteria 
The PRP reviewed the 5 projects in Summary Reports #1B and #2B and is 


satisfied that the 5 projects meet all applicable requirements of government 
policy on the parameters of the program. . 


… 12 
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Assessment of Chief Financial Officer (CFO) Accountabilities 


Based on the Summary Report, the PRP Secretariat confirms that the projects: 
¥ conform to government policy on the parameters of the program; 

¥ conform to Treasury Board policy; and, 

v conform with the terms and conditions of the program. 


Recommendation 


The PRP recommends that you support the recommendations in the 
Memorandum to the Minister. 


JUN Ô 9 2017 


| Darlene Boileau, Chair — PRP Date: 
| Assistant Deputy Minister 
| te S dC 


ù Angus Howieson 
Assistant Deputy Minister Director General IM/IT and 
Policy and Communications Chief Information Officer 


É $i 
fl 


- Prepared by: 


Nicole Thomas 
Secretary to the PRP Secretariat 
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MAAMA OWU 
Intergovernmental Affairs 
Manitoba Strategic Infrastructure Secretariat 
1140-363 Broadway, Winnipeg MB R3C 3N9 
T 204-945-4074 F 204-948-2035 
www.infrastructure.mb.ca 
| ATIA -19(1) 


August 4, 2017 


Mr. Marc Fortin 

Assistant Deputy Minister 
Program Operations 
infrastructure Canada 
1100-180 Kent Street 
Ottawa ON K1P 0B6 


Dear Marc Fortin: 


This letter is in response to recently conveyed new flexibility to the federal cashflow for 
fiscal years 2018-19 and 2019-20 under the Public Transit Infrastructure Fund (PTIF) and Clean 
Water and Wastewater Fund (CWWF), by increasing the federal cashflow cap for 2018-19 from 
25 percent to 40 percent and providing up to 10 percent to flow in 2019-20. 


While we appreciate the increased cashflow flexibility due to the timing of project 
approvals, construction start delays and the volume of approved projects with completion 
scheduled for later in 2018-19 Manitoba respectfully requests further flexibility as outlined 
below: 


PTIF: Fiscal year breakdown: | an 

2016-2017 | 2017-2018 | 2018-2019 2019-20 
| $0 | $22,668,075 (30%) | $45,336,149 (60%) | $7,556,025 (10%) | $75,560,249 
CWWF: Fiscal year breakdown: 


| 2016-2017 | 2017-2018 | 2018-2019 
| $38,100,313 (40%) | $47,625,391 (50%) | $9,525,078 (10%) | $95,250,782 


We appreciate the opportunity to collaborate with you and your staff on these important 
cost-shared programs, and await your timely decision on our request to redistribute funding 
under PTIF and CWWF. 


Karlene Debance 
Assistant Deputy Minister 
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Canada 


Ottawa, Canada 
K1P 0B6 


SEP 0 6 2017 


Ms. Karlene Debance 

Assistant Deputy Minister 

Manitoba Strategic Infrastructure Secretariat 
1140 — 363 Broadway 

Winnipeg, MB R3C 3N9 


Dear Karlene Debance: 


Thank you for the correspondence sent on August 11, 2017 regarding your request 
that the amount of funding that can be claimed by the Province of Manitoba in Year 
3 (2018-2019) be increased from 40 percent under the Public Transit Infrastructure 
Fund (PTIF) and the Clean Water and Wastewater Fund (CWWF) to 60 percent 
and 50 percent respectively. 


It is my understanding that a 40 percent ceiling is posing challenges to Manitoba. I 
therefore invite my officials to pursue discussions with their counterparts from the 
Manitoba Strategic Infrastructure Secretariat on this subject in order to ensure the 
success of the projects implemented in the first phase of the Investing in Canada 
Plan. l 


I would like to take this opportunity to thank you for your collaboration and for 
your commitment to the successful delivery of PTIC and CWWF. I look forward 
to working with you as we continue to implement these programs for the benefit of 
all Canadians. 


Yours sincerely, 


Marc Fortin 
Assistant Deputy Minister 
Program Operations 


Canada 
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ji i Debance 


iim.delaneyæ@canada.ca; amelie. pruneau‘@canada.ca; 


carli.disano@canada.ca: 
Dear Karlene Debance: 


Thank you for the correspondence sent on August 11, 2017 regarding your request that the amount 
of funding that can be claimed by the Province of Manitoba in Year 3 (2018-2019) be increased 
from 40 percent under the Public Transit Infrastructure Fund (PTIF) and the Clean Water and 
Wastewater Fund (CWWF) to 60 percent and 50 percent respectively. 


It is my understanding that a 40 percent ceiling is posing challenges to Manitoba. I therefore invite 
my officials to pursue discussions with their counterparts from the Manitoba Strategic 
Infrastructure Secretariat on this subject in order to ensure the success of the projects implemented 
in the first phase of the Investing in Canada Plan. 


I would like to take this opportunity to thank you for your collaboration and for your commitment 


to the successful delivery of PTIC and CWWF. I look forward to working with you as we continue 
to implement these programs for the benefit of all Canadians. 


Yours sincerely, 


Marc Fortin 
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Infrastructure PROTECTED B 
Canada 


Ottawa, Canada 
K1P 0B6 


BRIEFING NOTE TO THE MINISTER 


CANADA-MANITOBA CLEAN WATER AND WASTEWATER FUND 
PROJECT LIST #5 


(For Signature) 
ISSUE 


e The purpose of this note is to seek your approval of the Canada—Manitoba Clean Water and 
Wastewater Fund (CWWF) Summary Report #5 (Annex A) for Manitoba, which includes 
six new projects and one cancelled project under CWWF List #2 — 15 Addendum. 


BACKGROUND 


e The CWWF will help accelerate short-term municipal investments, while supporting the 
rehabilitation of water, wastewater and storm water infrastructure, and the planning and 
design of future facilities and upgrades to existing systems. Projects approved under the 
CWWF will improve the reliability of drinking water, wastewater and storm water systems 
and help municipalities fund plans and designs aimed at meeting wastewater regulations. 


CONSIDERATIONS 


e The PTIF-CWWF Bilateral Agreement (the Agreement) between Canada and Manitoba 
was signed on July 25, 2016. 


+ As per Section 8 of the Agreement, Manitoba has submitted CWWF List #5. Based on the 
information submitted by Manitoba, Infrastructure Canada (INFC) confirms that the projects 
are eligible under the CWWF terms and conditions. As part of the project submission 
process, Manitoba was required to attest to the accuracy of all information and 
incrementality of projects. 


e Manitoba also submitted a revised CWWF Project List #2 to cancel Project 1058. 
The eligible costs associated with Project 1058 will be used to support Project 1081 
identified on CWWF List #5. 


e Under the CWWF, the six projects being recommended for approval represent $49,764,240 
in total eligible project costs, $16,393,174 in federal funding, and allocate 17.4 percent of the 
CWWF envelope in Manitoba. Once CWWF List #5 is approved, Manitoba will have 
committed its entire CWWF funding envelope. 


Canada 
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e Based on the information supplied by Manitoba, the projects do not appear to have any 
environmental assessment requirements for which there is a federal responsibility. 
In addition, there is no legal obligation to consult with Aboriginal groups under section 35 of 
the Constitution Act, 1982 for any of the projects. 


e None of the six projects contained in the CWWF Summary Report # 5 submitted 
(two new construction, one system expansion and three rehabilitation), will be completed 
within the program timeframe (i.e. before March 31, 2018). Manitoba has requested that an 
exemption be made for these projects, and submitted documentation demonstrating the 
need for costs to be incurred after March 31, 2018. Under Section 11 entitled “Ineligible 
Costs” of the program’s terms and conditions, you have the flexibility to allow eligible costs 
to be incurred after March 31, 2018, should there be a demonsirated need. 


° INFC officials and the Project Review Panel confirm that the projects are within your 
delegated authority and that Treasury Board approval is not required (Annex B). 
Accordingly, they support the proposed recommendation that you sign the CWWF 
Summary Report #5 under the CWWF in Manitoba (Annex A). 


RECOMMENDATIONS 


e It is recommended that you provide flexibility to Manitoba to allow for eligible costs to be 
incurred after March 31, 2018 for the six projects with end dates past March 31, 2018, 
subject to the following conditions: the federal government will only reimburse eligible costs 
incurred up to March 31, 2019 and to a maximum of 40 percent ($38,100,313) of Manitoba’s 
CWWF allocations. 


e itis also recommended that you indicate your approval by signing and dating the CWWF 
Summary Report #5 (Annex A) for total net federal funding of $15,143,174, which 
accounts for a reduction of $1,250,000 for one cancelled project under CWWF List #2 — 
1% Addendum. 


e Your signature on the accompanying cover letter to your provincial counterpart (Annex C) is 
also requested. 


e [NEC officials will coordinate with Manitoba officials to organize associated public 
communications activities. 
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Jean-François Tremblay 
| Dépüty Minister 
Linfrastructure and Communities __ 


A approve, ____ |do not approve. ____ For discussion. 


a | 
| A. DO | SEP 0 8 2017 | 
| Amarjeet Sohi, P.C., M.P. Date... © 


Attachments: 


Annex A — Clean Water and Wastewater Fund Summary Report List #5 
Annex B — Project Review Panel Assessment Note 
Annex C — Cover Letter 
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Ministre de l'infrastructure 
et des Collectivités 


Minister of Infrastructure 
and Communities 


Ottawa, Canada K1P OB6 


SEP 9 8 2017 


The Honourable Jeff Wharton, M.L.A. 
Minister of Municipal Relations 
Government of Manitoba 

Rom 317, Legislative Building 

450 Broadway 

Winnipeg, Manitoba R3C 0V8 


Dear Minister: 


I am pleased to write to you regarding the approval of Summary Report #5 under the 
Canada—Manitoba Clean Water and Wastewater Fund Bilateral Agreement. 


Please find enclosed a signed copy of Summary Report #5 providing federal approval for 
the six projects identified by Manitoba in List #5, as well as the cancellation of 
one project requested under List #2. . 


The program terms and conditions allow some flexibility for incurring eligible costs after 
the March 31, 2018 program deadline based on a demonstrated need. For the six projects 
with end dates past March 31, 2018, the federal government will only reimburse eligible 
costs incurred up to March 31, 2019, and to a maximum of 40 percent ($38,100,313) of 
the provincial allocation under the Clean Water and Wastewater Fund. 


I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the Public Transit Infrastructure Fund and the 
Clean Water and Wastewater Fund in Manitoba. I look forward to working with you as 
we continue to implement these programs for the benefit of all Canadians. 


Yours sincerely, 


A. Shi 


Amarjeet Sohi, P.C., M.P. 


Enclosure 


Canada 
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Manitoba CWWF Summary Report #5 _ 


Project information 


Financial information | Construction 


52230670 | 01/08/2017 | 31022019 


Wastewater $2,000,000 $1,000,000 B $1,000,900 01/08/2017 31/03/2018 


BRANDON, City of |Chemical Building |Construction of a new Chemical Building at the City of 
Brandon Water Treatment Plant will modernize the 
production, storage, unloading and containment of 
chemicals required in the treatment processes. The 
intent is to replace the current disinfection system, 
centralize ancillary chemical systems, and add 
orthophophate dosing to bring the finished drinking water 


Water $4,461,740 $2,230,870 
into compliance with the Canadian guidelines and 
systems would also provide a safer environment with the 
current chlorine gas based disinfection system. Rationale: 


Provincial reguiations. The new building and process 
facility and within the community by moving away from the 
The City of Brandon was not able to move ahead with the 
project until council approval was received on July 16, 
2017. As well, the design and planning stage is not 
complete, 

Replace approximately 1,800 metres each of 8-inch water 
mains and 6-inch sewer mains to reduce the water loss 
and improve the wastewater services within the 
community. 

Rationale: The Municipality was not able to move ahead 
with the project until council approval was received on 
July 11, 2017. An extension is required in order to 


complete pre-construction work in fall 2017, tender the 
work in early 2018, and for construction to begin in 


summer 2018. 


GRANDVIEW, 
Municipality of 


Page ? of 3 
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Manitoba CWWF Summary Report #5 


The project includes the replacement of approximately 
2300 m of existing watermains. The works would include 
approximately 30 valves, water services and other works 
as required. 

Rationale: The Town was not able to move ahead with the 
project until council approval was raceived on May 25, 
2017. With the construction season for 2017 half 
completed, the extension to March 31, 2019 would allow 
the Town time to complete the proiect. 


Water $1,500,000 $750,000 $750,000 


17107/2017 31/03/2019 


Wastewater $28,750,009 $5,886,054 $22,863,946 | 01/08/2017 31/03/2019 


Water $5,052,500 $1,526,250 $7,526,250 01/08/2017 31/03/2019 
Water $10,000,000 $5,000,000 $625,000 $4,375,000 04/08/2017 37/03/2019 


| $23,408,946 | $9.882,120 | | | 


PORTAGE LA 
PRAIRIE, City of 


Waste Pollution 
Control Facility 


Construction of a Low Rate Anaerobic Reactor (LRAR) 
and associated piping and appurtenances which wouid be 
dedicated to the first phase of wastewater treatment at the 
Portage la Prairie waste pollution control facility. The new 
LRAR will replace the existing unit, which can continue to 
be operated until the new LRAR is commissioned. 
Rationale; The Cily was not able to move ahead with the 
project unti council approval was received on July 10, 
2017. The project has not started and is currently 
undergoing design. The City of Portage la Prairie requires 
an additional construction season to complete design 
tender and construction for the LRAR. 


Expansion of the municipal water distribution network in 
Oakbank to provide access to potable water for 
approximately 192 existing residential units. The project 
includes installation of approximately 4 km of water 
mains, instaitation of valves, curb stops, and 
appurtenances. 

Rationale: The RM of Springfield was not able to move 


ahead with the project untit council approval was received 
on July 14, 2017. The extension to March 31, 2019 would 


allow the RM time to complete the project: 


Watermain 
Extension 


STEINBACH, City of Supplemental 
Water Supply 
System Project 


The project includes the complete pianning, design, 
preparatory capital work and construction of new water 
supply wells, raw water storage, treatment, iron removal, 
treated water storage , pumping and monitoring system 
infrastructure. ; 

Rationale: The City of Steinbach was not able to move 
ahead with the project until council approval was received 
on August 2, 2017. The extension to March 31, 2018 
would allow the City time to complete the project. 


Page 2 of 3 


Processed under the provisions of the Access to Information Act / Page 131 of 277 
Révisé en vertu de la Loi sur l'accés à l'information 


Cancelled Project from CWWF List #2 

1058 STEINBACH, City of {Supplementa} Design of a supplemental water supply system which is to 
(cancelled and Water Supply include new water supply wells, raw water storage, 
combined with System: Planning j|treatment, iron removal, treated water storage and 
Project 1081) & Design pumping and monitoring system infrastructure. 

After consultation with the municipality, this Project will be 
cancelled in order to include the planning, dest 
preparatory capital work and construction under one | 
project scope. 


31/12/2016 


$2,500,000 $1,250,000 $625,000 $625,000 31/03/2018 


+. a 


Minister of Infrastructure and Communities 


SEP 0 8 207 
Date 
. Page 3 of 3 
Processed under the provisions of the Access to Information Act / Page 132 of 277 


Révisé en vertu de la Loi sur l'accés à l'information 


i a Infrastructure | 
Canada ATIA-69(1)(g)-(c) 


Otiawa, Canada 
K1P 0B6 


MEMORANDUM TO THE DEPUTY MINISTER 


CLEAN WATER AND WASTEWATER FUND AGREEMENT WITH THE 
PROVINCE OF MANITOBA 


(FOR DECISION) 


Summary 
This note provides you assurance that the Minister may proceed to approve 
the 6 projects listed in Summary Report #5 for the Province of Manitoba 
under the Clean Water and Wastewater Fund without a Treasury Board 
(TB) submission. The Project Review Panel (PRP) is satisfied that the 
projects listed in Summary Report #5 for the Province of Manitoba do not 
require TB approval. 


Background 


The PRP reviewed the projects in Summary Report #5 for the Province of 
Manitoba as well as the draft briefing note to the Minister and verified that the 
attestation on the incrementality of the project lists has been provided. 


Assessment 


Assessment of TB Approval Requirement 


At 
this review stage of the projects, the PRP has reviewed the materials against the 
exceptions and confirms that TB approval is not required. However, if during the 
implementation of a project it becomes apparent that an exception or an 
exemption has been triggered, then PRP would be advised that a TB submission 
is required. 


Assessment Against Policy Criteria 
The PRP reviewed the 6 projects in Summary Report #5 and is satisfied that the 


6 projects meet all applicable requirements of government policy on the 
parameters of the program. 


12 


| hd 


Canada 
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Assessment of Chief Financial Officer (CFO) Accountabilities 


Based on the Summary Report, the PRP Secretariat confirms that the projects: 
y conform to government policy on the parameters of the program; 

v conform to Treasury Board policy; and, 

v conform with the terms and conditions of the program. 


Recommendation 


The PRP recommends that you support the recommendations in the 
Memorandum to the Minister. 


RS OST ES STS 


| Darlene Boileau, Chair — PRP 
| Assistant Deputy Minister 


| Corporate Services and CFO 


Link Desruisseaux “——~ Angus Howieson 


A/ Assistant Deputy Minister Director General IM/IT and 
Policy aad Communications Chief Information Officer 


Prepared by? 


Nicole Thomas 
Secretary to the PRP Secretariat 
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Ottawa, Canada 
K1P OB6 


BRIEFING NOTE TO THE MINISTER 


CANADA-MANITOBA CLEAN WATER AND WASTEWATER FUND 
PROJECT SUMMARY REPORT #1D AND #2A 


(For Signature) 
ISSUE 


e The purpose of this note is to seek your approval of the Clean Water and Wastewater 
(CWWF) Project Summary Report #1D and #2A (Annex A) for seven project extensions. 


BACKGROUND 


e The CWWF will help accelerate short-term municipal investments, while supporting the 
rehabilitation of water, wastewater and storm water infrastructure, and the planning and 
design of future facilities and upgrades to existing systems. Projects approved under the 
CWWFE will improve the reliability of drinking water, wastewater and storm water systems 
and help municipalities fund plans and designs aimed at meeting wastewater regulations. 


CONSIDERATIONS 


e The Canada—Manitoba Public Transit Infrastructure fund (PTIF)-CWWFE Bilateral Agreement 
(the Agreement) was signed on July 25, 2016. 


e As per Section 8 of the Agreement, Manitoba submitted an initial project list for the CWWF. 
You approved this list on July 22, 2016. 


e As per Section 8.2 of the Agreement, Manitoba submitted a revised Project List 1 and 2 
for approval by Infrastructure Canada (INFC) on August 24, 2017. These revised CWWF 
lists amend the end dates of seven projects. Based on the information submitted by 
Manitoba, INFC confirms that the project revisions are eligible under the CWWF terms and 
conditions. As part of the amendment process, Manitoba was required to attest to the 
accuracy of all information and incrementality of projects. 


e Currently, all CWWF funding in Manitoba has been committed. These proposed extensions 
will have no impact on funding for these projects. 


+ All seven projects contained in the Manitoba CWWF Project Summary Report #1D and #2A 
will not be completed within the program timeframe (i.e. before March 31, 2018). The 
Province has requested that an exemption be made for these projects, and has 
demonstrated the need for costs to be incurred after March 31, 2018. Under Section 11 
entitled “Ineligible Costs” of the program’s terms and conditions, you have the flexibility to 
allow eligible costs to be incurred after March 31, 2018, should there be a demonstrated 
need. 


geg 


Canada 
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e INFC officials confirm that the projects are within your delegated authority and that 
Treasury Board approval is not required. Accordingly, they support the proposed 
recommendation that you sign Manitoba CWWF Project Summary Report #1A and #2D 
under the CWWFE in Manitoba (Annex A). 


ə On August 4, 2017, Manitoba officials requested that the amount of funding that can be 
claimed by the Province of Manitoba in Year 3 (2018-2019) be increased from the current 
40 percent under the PTIF and the CWWF to 60 percent and 50 percent respectively. INFC 
is currently assessing how to address this i 
SS 


RECOMMENDATIONS 


e {tis recommended that you provide flexibility to Manitoba to allow for eligible costs to be 
incurred after March 31, 2018, for the seven projects with end dates past March 31, 2018, 
subject to the following conditions: the Government of Canada will only reimburse eligible 
costs incurred up to March 31, 2019, and to a current maximum of 40 percent ($38, 100,313) 
of Manitoba’s CWWEF allocation. 


e tis also recommended that you indicate your approval by signing the Manitoba CWWEF 
Project Summary Report #1D and #2A (Annex A), along with the accompanying cover letter 
to your provincial counterpart (Annex B). 


Pe ETE 


sean AC SO TIS SSIS TTT TTT 


OCT 3 0 2017 


<elly Gillis Date 
Deputy Minister 
Infrastructure and Communities _ O 
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| approve. | do not approve. For discussion. 


A. Sa, NOV O3 2m 


Amarjeet Sohi, PC. M.P. Date 
Minister of Infrastructure and Communities 


rm 


Attachments: 


Annex À — CWWF Project Summary Report #1D and #2A ~ 
Annex B — Letter to Manitoba 
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Manitoba CWWF Summary Report #1D and #2A 
Extensions to List 1 Project End Dates 


Financi 


fal Share 


fart En 


CWWFO002 Gimli, Rural Rew Water Distribution System {This project involves constructing a new 

(Approved List 1} Municipality of reservoir/pumphouse to provide sufficient 

| chlorine contact time for disinfection. The 

pumphouse will be of sufficient size to 

accommodate a membrane treatment 

system in the future. Treated water from this 

main pumphouse will be distributed to the 

Industrial Park and via new pipelines to the 

- Community of Gimli and Pelican Beach. Gimli 
town site has an aging cast iron distribution 
system which hes frequent breaks, causing 
interruptions to water service. This project 
will allow Gimli to initiate Phase 1 of a capital} 
program to replace the entire distribution 
system. 


Water 


$1,750,000 01/09/2016 131/03/2018 


lcwwFooo2 (End Gimli, Rural New Water Distribution System [This project will construct a new [Water 
|Date Extension) ` | Municipality of iraservoir/pumphouse to provide sufficient 

| | chicrine contact time for disinfection. The 
pumphouse will be of sufficient size to 
accommodate a membrane treatment 
system in the future, Treated water from this 
main pumphouse will be distributed to the 
industrial Park and via new pipelines to the 
Comrounity of Gimli and Pelican Beach. Gimli 
town site has an aging cast iron distribution 
system which has frequent breaks and 
interruptions to water service, This project 
will allow Gimli to initiate Phase 1 of a capital 
program to replace the entire distribution 
system. 


$7,000,000 [$3,500,000 11,750,000 ‘181,750,000 [01/09/2016 01/03/2019 


RATIONALE: 

detsy due to delivery of a special order item 
required to complete the project. An 
extension ta March- 1 2019 is raquiced for 
idelivering the equioment and fer fabrication 


CWWF0007 Melita, Town of Lagoon Expansion This project involves upgrading the existing | Wastewater 156,000,000 $3,000,000 $1,500,000 $1,500,000 ]01/05/2017 01/14/2047 
(Approved List 1) lagoon to increase capacity to accommodate | i 

] organic and hydraulic loadings due to growth | 
in the town. in addition, the project wili 
provide flood protection for a 1:50 year flood! 
event through raising of the lagoon access 


road and dikes. $ 
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CWWF0097 (End 
Date Extension) 


Melita, Town of 


CWWFO0026 
(Approved List i) 


indigenous and 
{Municipal Relations 


Indigenous and 
Municipal Relations 


CWWFO020 (End 
Date Extensian) 


Lagoon Expansion 


Wastewater Treatment Plant 


Wastewater Treatment Plant 


Construction _ 


This project involves upgrading the existing. |Wastewater 
lagoon to increase capacity to accommodate 
organic and hydraulic loadings due to growth 
in the town, In addition, the project will 
provide flood protection for a 1:50 year flood 
event through raising of the lagoon access 
road and dikes, 

RATIONALE: 

The Town of Melita has experianced delays. 
due to a lack of available and suitable 
agricultural land to apply biasotid material 
thal was eemoved from the existing lagoon, 
sells, as well as environmental approvals and 
weather constraints. Now that suitable land 
has been identified, an extension to March 
BY, 2019 Is required to carhplete the 
biosolids application, and io begin earth 
work. and installation of the aeration system 
and other equipment asne 


This project involves the construction of a 
new wastewater treatment plant and 
decommissioning of the existing plant. 


Wastewater 


This project involves the construction of a 
new wastewater treatment plant and 
decommissicning of the existing plant. 
RATIONALE: 

Manitoba Sustsinebie Development, on 
behalf of the Incorporated Community of 
Seymourville ha’ experienced n delay in thus 
environmental Reensing process, The 
Environmental Act Proposal was submitted 
in june 7017, An extension ta March 31, 
2019 is required to begin the project, once, 
the license has been issued. 


Wastewater 


; [Not Changes" 


Extensions to List 2 Project End Dates 


1008 (Approved List 
2) 


Stonewall, Town of 
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Lagoon Upgrade 


The project involves expanding a lagoon to (Wastewater 
meat popidation growth as well as upprading | 

the phosphorus removal system to ment | 

Woter Quality Standards, Objectives and 

Guidelines Regulation under the Water 

Protection Ac? effluent quality standards. 


($2,500,000 


$2,500,000 


$1,250,000 


$1,250,000 


01/05/2017 


31/03/2619 


$625,000 


$525,000 


ancial information 


il 


1S625,000 


| Construction 


{54,600,000 


$2,300,000 


$1,150,000 


$1,150,000 15/05/2017 |15/09/2017 
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i 


Financlal Information | Construction 


BNSC ai 
The project involves expanding a lagoon to [Wastewater 
jmeet. population growth as well as upgrading 

| the phosphorus removal system to meet 

| Water Quality Standards, Objectives and 

(Guidelines Regulation under the Water 

Procection Act effluent quality standards, 

RATIONALE: 

The Town of Stonewall has experienced 

delays due to design changes required as 

Bartol the envitonmental licensing approval 

process. An extension to March 31, 2015 is. 

required for bandering and construction for 

the grojest, 


1008 (End Date Stonewall, Town of Lagoon Upgrade 


Extension} 


(51,150,000 


[Water Treatment Plant This application is for the detailed design of [Water i $3,238,260 $1,619,130 
Upgrade: Planning and Design jan overall upgrade to the City of Brandon's 
Water Treatment Plant to address drinking 


Water quality, 


| 1049 (Approved List 
2) 


Brandon, City of 


Water Treatment Plant This application is for the detailed design of [Water 53,238,260 $1,619,130 
(Upgrade: Planning and Design fan overall upgrade to the City of Brandon's 
Water Treatment Plant to address drinking 
water quality, 


1049 {End Date “TBra ndon, City of 


Extension] 


24/02/2017 [31/03/2015 


RATIONALE: 

The City of Brandon has not completed the, 
selection ofa consulting engineer, An 
extension to March 34, 2019 is required to 
coriplete selection, and begin planning and 
design, and geotechnical work, as well as. 
any Pilot teskeap that may be required, 


Tache, Rural Landmark Water treatment — 
Municipality of Distribution System Upgrade: 
Phase Il 


(Upgrades will include approximately seven | Water 56,724,000 163,362,000 
kilometres of new waterlines. This is Phase Il À 
lof an ongoing upgrade to the Local Urban 
{District of Landmark's water distribution and | 
[fire protection system. 


1084 (Approved List 
2) 


$1,681,000 01/03/2017 [31/03/2018 


[Upgrades will include approximately seven | $6,724,000 {$3,362,000 $1,681,000 $1,681,000 101/04/2017 [31/03/2019 
{kilometres of new waterlines, This is Phase il 
of an ongoing upgrade to the Local Urban 
District of Landmark's water distribution and 
{fire protection system. 

RATIONALE: 

| The RM has experienced a deluy due to 

| significant planning and engineering, 
requirements. An extension to March 31, 
2019 is required in order to complete the 


design and tendering in fall 3017, and for 


[1054 (End Date Tache, Rural Landmark Water Treatment z 
Extension) Municipality of Distribution System Upgrade: 
Phase !l 


Page 3 of 4 
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1060 (Approved List 
2) 


(End Date Snow La ke, Town of [Water and Sewer Line Renewal: 


Extension) 
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The project involves replacement of 


approximately one kilometre of both sewer 
and water lines. This project will address 
systern rellability, possible cross- | 
cantamination from deteriorated sewer lines 


land water line breakage. 


The project involves replacernent of 
approximately one kilometre of both sewer 
and water tines. This project will address 
system reliability, possible cross- | 
contamination from deteriorated sewer lines 
end water line breakage. 

RATIONALE; 


[The Town of Snow Lake has experienced 


delays in securing è- consulting engineer. An 


fextenston te October 29, 2018 is required to 
fhegin construction and complete the project} 


SS 


Minister of Infrastructure and Communilies 


Sree NONE e a e E 


Date 
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$2,750,000 


($1,375,000 


1$1,375,000 


S687,800 


$687,500 


01/10/2016 


. Construction 


29/10/2017 


29/10/2018 — 


Ministre de Infrastructure 
et des Collectivités 


Minister of Infrastructure 
and Communities 


Ottawa, Canada K1P OB6 


The Honourable Jeff Wharton, M.L.A. 

Minister of Municipal Relations 

Government of Manitoba 

Room 317, Legislative Building NOV 0 3 2017 
450 Broadway 

Winnipeg, Manitoba R3C 0V8 


Dear Minister: 


It is my pleasure to write to you regarding the approval of Project Summary Report #1D 
and #2A under the Canada—Manitoba Clean Water and Wastewater Fund Bilateral 
Agreement. 


Enclosed is a signed copy of Project Summary Report #1D and #2A for the Clean Water 
and Wastewater Fund program, providing federal approval for seven revised projects 
identified by Manitoba. 


The program terms and conditions allow some flexibility for incurring eligible costs after 
the March 31, 2018 program deadline, based on a demonstrated need. For the six projects 
with end dates past March 31, 2018, the Government of Canada will only reimburse eligible 
costs incurred up to March 31, 2019, and to a maximum of 40 percent ($38,100,313) of the 
provincial allocation under the Clean Water and Wastewater Fund. 


I note that on August 4, 2017, provincial officials requested increased flexibility in the 
amount of federal funding that can be reimbursed for eligible costs incurred, up to 
March 31, 2019. This program does not allow for further flexibility at this time, but I look 
forward to continuing discussions on this subject in order to ensure the success of the 
projects implemented in Phase 1 of the Investing in Canada Plan. 


Please note that approval of these projects is conditional upon Canada being satisfied that 
the responsibility of the federal authority and/or responsible authority under the Canadian 
Environmental Assessment Act, 2012 and other applicable agreements between Canada and 
Aboriginal groups are met and continue to be met. Canada’s funding for a project is also 
conditional upon Canada being satisfied that its obligations with respect to the legal duty 
to consult and accommodate Aboriginal groups, if applicable, are met. 


Canada 
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AE 


I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the Clean Water and Wastewater Fund in 


Manitoba. I look forward to working with you as we continue to implement this program 
for the benefit of all Canadians. 


Yours sincerely, 
À. Eh; 
Amarjeet Sohi, P.C., M.P. 


Enclosure 
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eels . ATIA -69(1)(g) - (c) 
anana PROTECTED B 

Ottawa, Canada ' 

K1P 0B6 


BRIEFING NOTE TO THE MINISTER 


CANADA-MANITOBA PUBLIC TRANSIT INFRASTRUCTURE FUND 
PROJECT SUMMARY REPORT #2C 


(For Signature) 


ISSUE 


e The purpose of this note is to seek your approval of the Public Transit Infrastructure Fund 
(PTIF) Project Summary Report #2C (Annex A), which includes one new project with an 
extension into Year 3 of the program and one project cancellation. 


BACKGROUND 


e The PTIF will help accelerate short-term municipal investments, while supporting the 
rehabilitation of transit systems and funding studies to support longer-term transit expansion 
plans. Projects approved under the PTIF will help improve reliability, efficiency, safety and 
accessibility of public transit systems and help large municipalities plan for future system 
improvements and expansion. 


CONSIDERATIONS 


e The Canada—Manitoba PTIF and Clean Water and Wastewater Fund Bilateral Agreement 
(the Agreement) was signed on July 25, 2016. 


ə As per Section 8 of the Agreement, Manitoba has submitted PTIF Project Summary 
Report #2C, which includes one new project with an extension into Year 3 of the program 
(April 1, 2018 to March 31, 2019), as well as one project cancellation. Based on the 
information submitted by the Province, Infrastructure Canada (INFC) confirms that the new 
project is eligible under the PTIF terms and conditions. As part of the project submission 
process, Manitoba was required to attest to the accuracy of all information and to the 
incrementality of the new project. 


e The new project contained in PTIF Project Summary Report #2C will not be completed in the 
program timeframe (i.e. before March 31, 2018). Manitoba has requested that an exemption 
be made for the project and has demonstrated the need for costs to be incurred after 
March 31, 2018. Under Section 11 entitled “Ineligible Costs” of the program’s terms and 
conditions, you have the flexibility to allow eligible costs to be incurred after March 31, 2018, 
should there be a demonstrated need. 


hel 


Canada 
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ATIA - 21(1)(b) 


PROTECTED B 


e There is no change to the current funding envelope based on the information provided. 


e The balance of federal funding allocated to Manitoba is sufficient to cover the costs of the 
new project being recommended for approval under Project Summary Report #2C. 


e Based on the information supplied by Manitoba, the project does not appear to have any 
environmental assessment requirements for which there is a federal responsibility. INFC will 
continue to review whether the duty to consult Aboriginal groups arises for the project and 
confirm any requirements in writing with Manitoba. It will be reiterated that funding is 
conditional on meeting any environmental assessment or Aboriginal consultation 
requirements as indicated in the Bilateral Agreement. 


+ INFC officials and the Project Review Panel confirm that the project is within your delegated 
authority and that Treasury Board approval is not required (Annex B). Accordingly, they 
support the proposed recommendation that you sign the attached PTIF Project Summary 
Report #2C to approve funding for the project under the PTIF in Manitoba (Annex A). 


RECOMMENDATIONS 


e Itis recommended that you provide flexibility to Manitoba to allow for eligible costs to be 
incurred after March 31, 2018 for the project with an end date past March 31, 2018. While 
the federal government will only reimburse eligible costs incurred up to March 31, 2019, and 
to a current maximum of 40 percent ($30,224,099.60) of Manitoba’s PTIF allocation, 
Manitoba has requested the Year 3 federal funding cap be increased to 60 percent 
($45,336,149). 


e Itis also recommended that you indicate your approval by signing Manitoba’s PTIF Project 
Summary Report #2C (Annex A), along with the accompanying cover letter to your provincial 
counterpart (Annex C). 


e At any time following your approval, the new project can be announced. Should you wish to 
proceed with an announcement of the projects, departmental officials will work with your 
office to confirm the details. 
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Kelly Gillis 
Deputy Minister 


“——_ | approve. ____ | do not approve. 


NC 
Amarjeet Sohi, P.C., M.P. 


For discussion. 


DEC 07 2017 


Date 


Attachments: 


Annex A — PTIF Project Summary Report #2C 
Annex B — Project Review Panel Assessment Note 
Annex C — Cover Letter 
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‘Manitoba PTIF Summary Report 2C 
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Minister of Infrastructure and Communities 


DEC A7 2017 Eee eee tl 7. 


Date 
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Infrastructure 
Canada 


ATIA-69(1)(g) -(c) 
Ottawa, Canada 
K1P OBS 


MEMORANDUM TO THE DEPUTY MINISTER 


PUBLIC TRANSIT INFRASTUCTURE FUND AGREEMENT WITH THE 
PROVINCE OF MANITOBA | 


(FOR DECISION) 


Summary 
This note provides you assurance that the Minister may proceed to approve 


the project listed in Summary Report #2C for the Province of Manitoba 
under the Public Transit Infrastructure Fund without a Treasury Board (TB) 
submission. The Project Review Panel (PRP) is satisfied that the project 
listed in Summary Report #2C for the Province of Manitoba does not 
require TB approval. 


PRP did note that approval of the project seeking flexibility to go past 
March 31, 2018 will result in the Province of Manitoba exceeding 40% 
threshold identified in the Minister’s approval letter to the Province for year 
3. | 


Background 


The PRP reviewed the project in the Summary Report #2C for the Province of 
Manitoba as well as the draft briefing note to the Minister and verified that the 
attestation on the incrementality of the project list has been provided. 
Assessment 


Assessment of TB Approval Requirement 


At 
IS review Stage of the projects, the PRP has reviewed the materials against the 
exceptions and confirms that TB approval is not required. However, if during the 
implementation of a project it becomes apparent that an exception or an 
exemption has been triggered, then PRP would be advised that a TB submission 
is required. 


pte 


bof 


Canada 
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Assessment Against Policy Criteria 


The PRP reviewed the project in Summary Report #2C and is satisfied that the 
project meets all applicable requirements of government policy on the 
parameters of the program. 


Assessment of Chief Financial Officer (CFO) Accountabilities 

Based on the Summary Report, the PRP Secretariat confirms that the project: 
v conforms to government policy on the parameters of the program; 

Y conforms to Treasury Board policy; and, 

y conforms with the terms and conditions of the program. 


Recommendation 


The PRP recommends that you support the recommendations in the 
Memorandum to the Minister. 


| No Venta V9 Loit 
| Darlene Boileau, Chair — PRP Date: 

Assistant Deputy Minister 

Corporate Services and CFO 
| David Murchison Angus Howieson 
| Assistan y Minister Director General IM/IT and 
[Pol 7 Chief Information Officer 


Prepared by: 


elene Payette 
Secretary to the PRP Secretariat 
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Ministre de l'infrastructure 
et des Collectivités 


Minister of Infrastructure 
and Communities 


Ottawa, Canada KiP OBS 


The Honourable Jeff Wharton, M.L.A. 

Minister of Municipal Relations 

Government of Manitoba DEL 0 7 ZT? 
Room 317, Legislative Building 

Winnipeg, Manitoba R3C 0V8 


Dear Minister: 


I am pleased to write to you regarding the approval of Project Summary Report #2C under 
the Canada—Manitoba Public Transit Infrastructure Fund and Clean Water and Wastewater 
Fund Bilateral Agreement. 


Enclosed is a signed copy of Project Summary Report #2C for the Public Transit 
Infrastructure Fund program, providing federal approval for one new project extending into 
Year 3 and one project cancellation as submitted by Manitoba. 


The program terms and conditions allow some flexibility for incurring eligible costs after 
the March 31, 2018 program deadline based on a demonstrated need. For the one new 
project with an end date past March 31, 2018, the federal government will only reimburse 
eligible costs incurred up to March 31, 2019 and to a maximum of 40 percent 
($30,224,099.60) of the provincial allocation under the Public Transit Infrastructure Fund. 
I note that on August 4, 2017, provincial officials requested increased flexibility in the 
amount of federal funding that can be reimbursed for eligible costs incurred, up to 
March 31, 2019. This program does not allow for further flexibility at this time, but I look 
forward to continuing discussions on this subject in order to ensure the success of the 
projects implemented in the first phase of the Investing in Canada Plan. 


Please note that funding of the new project is conditional upon Canada being satisfied that 
the responsibility of the federal authority and/or responsible authority under the 
Canadian Environmental Assessment Act, 2012 and other applicable agreements between 
Canada and Aboriginal groups are met and continue to be met. Canada’s funding for a 
project is also conditional upon Canada being satisfied that its obligations with respect to 
the legal duty to consult and accommodate Aboriginal groups, if applicable, are met. 


Canada 
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I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the Public Transit Infrastructure Fund in 
Manitoba. I look forward to working with you as we continue to implement this program 
for the benefit of all Canadians. 


Yours sincerely, 
A. Sele 
Amarjeet Sohi, P.C., M.P. 


Enclosure 
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Canada - PROTECTED B 


BRIEFING NOTE TO THE MINISTER 


CANADA-MANITOBA CLEAN WATER AND WASTEWATER FUND 
SUMMARY REPORT #1E AND #2B 


(For Signature) 


ISSUE 

e The purpose of this note is to seek your approval of the Clean Water and Wastewater Fund 
(CWWF) Summary Report #1E and #2B (Annex A), which includes eight requests for 
extensions into Year 3 of the program. 


BACKGROUND 


e The CWWF will help accelerate short-term investments, while supporting the rehabilitation 
of water, wastewater and storm water infrastructure, and the planning and design of future 
facilities and upgrades to existing systems. Projects approved under the CWWF will 
improve the reliability of drinking water, wastewater and storm water systems and help 
municipalities fund plans and designs aimed at meeting wastewater regulations. 


CONSIDERATIONS 


e The Public Transit Infrastructure Fund (PTIF)-CWWF Bilateral Agreement (the Agreement) 
between Canada and Manitoba was signed on July 25, 2016. 


ə As per section 8 of the Agreement, Manitoba submitted initial project lists for the CWWF. 
You approved List #1 on July 22, 2016 and List #2 on February 24, 2017. 


e As per Section 8.2 of the Agreement, Manitoba has submitted CWWF Project List #1E 
and #2B, which includes eight modifications to projects previously approved. Based on the 
information submitted by Manitoba, Infrastructure Canada (INFC) confirms that the 
eight project extensions are eligible under the CWWF terms and conditions. The project 
amendment process required Manitoba to attest to the accuracy of all information and to the 
incrementality of all projects. 


e The modifications submitted do not affect eligible project costs, federal funding or any 
aspect of the projects aside from forecasted start and end dates. 


e All eight projects contained in Summary Report #1E and #2B will not be completed in the 
program timeframe (i.e. before March 31, 2018). 
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e As you are aware, an extension to the program has been approved. Projects now have the 
flexibility for incurring eligible costs up to March 31, 2020, provided that Manitoba fulfills 
all current reporting requirements, and provides updated, attested dates reports by 
March 31, 2018. Manitoba currently has some outstanding reporting requirements. INFC 
is working in collaboration with Manitoba to ensure that these are met before 
March 31, 2018. 


e Inline with the terms and conditions of the program, Manitoba has provided INFC with 
progress reports, which included updated project dates. The new dates are used in this 
Summary Report as the baseline dates for modified projects. 


e Based on the information supplied by Manitoba, the projects do not appear to have any 
environmental assessment requirements for which there is a federal responsibility. In 
addition, there is no legal obligation to consult with Aboriginal groups under section 35 of the 
Constitution Act, 1982 for any of the projects. 


RECOMMENDATION 


e tis recommended that you indicate your approval by signing Manitoba’s CWWF Summary 
Report #1E and #2B (Annex A), along with the accompanying cover letter to your provincial 
| 


counterpart (Annex B). 


| Kelly Gillis 


| Deputy Minister 
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“~—_| approve. ____ | do not approve. 


SA. 


Amarjeet Sohi, P.C., M.P.° 
„Minister of Infrastructure and Communities 


1 
i 


Attachments: 


Annex À — Manitoba’s CWWF Summary Report #1E and #2B 
Annex B — Cover Letter 
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| 
___ For discussion. 
FEB 0 8 2078 
Date 


Ministre de l’Infrastructure 
et des Collectivités 


Minister of Infrastructure 
and Communities 


ee a ES 
Ottawa, Canada K1P OB6 


The Honourable Jeff Wharton, M.L.A. 
Minister of Municipal Relations 
Government of Manitoba 

Room 317, Legislative Building 
Winnipeg, Manitoba R3G 0V8 


FEB 0 8 2018 


Dear Minister: 


I am pleased to write to you regarding the approval of Summary Report #1E and #2B under 
the Canada—Manitoba Clean Water and Wastewater Fund. 


Enclosed is a signed copy of Summary Report #1E and #2B, providing federal approval 
for eight project extensions into Year 3, as submitted by Manitoba. During the last months, 
I have heard the provinces’ and territories’ concerns related to the program’s timeline. As 
you are aware, an extension to the program has been approved and projects now have the 
flexibility for incurring eligible costs up to March 31, 2020. 


Please note that this extension is conditional on Manitoba meeting all current reporting 
requirements by March 31, 2018, as well as providing reports indicating updated project 
completion dates. Unless the conditions stipulated in my letter to you signed December 14, 
2017 regarding the extensions are satisfied, the federal government will only reimburse 
costs incurred up to March 31, 2019 and, in the third year, to a maximum of 40 percent 
($38,100,313) of the provincial allocation under the Clean Water and Wastewater Fund. 


I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the Clean Water and Wastewater Fund in 
Manitoba. I look forward to working with you as we continue to implement this program 
for the benefit of all Canadians. 


Yours sincerely, 


ASh 


Amarjeet Sohi, P.C., M.P. 


Enclosure 


Eeg 


Canada 
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Manitoba CWWF 
Summary Report #1E and #2B 


Time extensions requests for previously approved projects 


: ae incial 
Project ID Praject Description Project Category Construction (previous forecast) Construction (new forecastiactual) Hy) is Federal Share PRE 


RON ES CRE CR A OR RE ES 
CUWNFO00$ |Pipestone, Rural] Lagoon Expansion The proposed project will expand the existing lagoon capacity Wastawater November 7, 2016 November 1, 2017 November 7, 2018 August 31, 2018 $5,000,000 $2,500,000 $1,260,006 i 
November 36, 2018 


Municipality of at Reston to 2200 people from 1000 people to include the 
Communily of Pipestone and future growth. The project 
November 26, 2018 $6,000,000 $3,000,000 $71,500,000 i 
June 26, 2017 March 31, 2019 $3,117,000 $7,558,500 $779,260 | 5770.250 7 


includes a wastewater pumping station and forcemain from 

The project involves extending the neighbouring Rural Water duly 34, 2047 November 30, 2017 duly 31, 2017 March 34, 2043 $525,008 $262,500 $131,250 $131,250 $0 
Municipality of Whitemouth’s rural waterline system to Pinawa's f | 

Awanipark Condominium subdivision. Residents currently do 

not have a treated water supply that meets the regulations of 

the Province of Manitoba. Connections to each building lot and 

dwellings including the installation of curb stops and water 

meters are atso required. in addition, the Project includes : ` 
connections to each building lovdwellings including the 

installation of curb stops and water meters. 

The Province of Manitoba acknowledges thet the 

hookup/continuation of waterlines located on private property is ` 

noi a eligible project expense. 

The Local Government District UD of Pinawa has 

expotlonced delays due to design changes. An extension g 

to November 30, 2018 Is required in ordér to finalize the 

local imorovement plan, dasign drawings and tender 

documents, and for construction to begin. 


Pipestone to Reston 
Page 1 of 3 


Municipal 
Share 


Ultimate 
Recipient 


Other contribution 


The AM has experienced a delay due to freezing site 
conditions and weather. The contractor Has been forced to 
stop construction on the earthwork as the lagoon liner and 
dike construction cannot be completed under freezing 
ground conditions. An extension to August 34, 2078 is 
required in order to complete the remaining works under 
appropriate ground conditions. 


Gotober 1, 2017 April 20, 2018 


Phase 2 is a low pressure sewer collection system. Effluent wil Wastewater April 4, 2017 
be collected from Individual residences and pumped to a 
regional interceptor sewer for treatment at the City of Winnipeg 
North End Pollution Control Centre, The collection system will 
eliminate all private septic systems in this phase. Many private 
septic fields are failing, creating an environmental concern 
The RM experienced delays tit the borrow by-law process 
for Phase 1 works, which caused a delay submitting the 
borrowing by-law for Phase 2 works approved undar the 
program. An extension to November 30, 2018 is required to 


begin construction and complete the project. 


Wastewater System - 
Phase 2 


CWWFOoOs 


1002 


1994 


St Andrews, 
Rural 
Municipality of 


$ 


Montcalm, Rural | St. Jean Baptiste Lagoon Wastewater June 26, 2017 September 30, 2017 


Municipality of 


The project involves constructing a new facultative wastewater 
lagoon for the town of St. Jean Baptiste. 

The lagoon ant forcemain are nearing completion. 
Dacommissioning af the old lagoon still remains to be 
completed. Que to the time necessary to treat the effluent 
and enable a release, decommissioning and emptying will 
not take place until May 2018, once the ground has thawed. 
in the spring. The old lagoon must remain operational until 
the new forcamain is completa, therefore the treatment of 
the effluent cannot begin. An extension lo March 34, 2019 
Is required in order fo complete the laggon and forcemain, 


Finawa, Local 
Government 
District of 


Pinawa Awaripark Water 
Project 
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Summary Report #1E and #2B 
1045 Dauphin, Rural [Rural Waterline 
Municipality af | Expansion: Phase It 


The Project invelves constructing a rural water distribution 
system to service the population of 2200 people throughout the 
municipality. Phase 2 includes the construction of 
approximately 100 household service connections in the RM, 
and three pressure redticing stations. Ail phases lotal 250+ km 
of pipeline, 200+ household service connections in the RM and 
pressure reducing stations. 


The Province of Manitoba acknowledges that the 
hookup/continuation of waterlines located on private property is 
not a eligibla project expense. 

The RM conducted soil tests that identified poor soil 

quality and hard pan soil in mast jocations, Contractors are 
required to axcayate with backhoes instead of plows ang 
chain tranchars, extending the work days required to 
complete the work. An-extension to October 34, 2048 is. 
required to begin construction and complete the oroject, 


The purpose of the project Is to address large amounts of 
groundwater and precipitation entering the lagoon through the 
municipal system. Approximately twa kilometres of wastewater 
lines will be replaced. The project will also include necessary 
manhole repairs. 

The. RM required additional time to negotiate land 
acquisition, which delayed the submissian of the 
Environment Att Proposal for permitting, An extension to 
November 4, 2018 is required for tender and construction 
on the project, once.tha license has been issued, 


Ashem Wastewater 
System 


1022 West Interlake, 
Rural 


Municipality of 


The project involves extending existing rurat waterlines from a 
neighboring municipality to connect rural ratepayers to good 
quality potable water. The project would see the installation of 
approximately 8km of waterline. The Province of Manitoba 
acknowledges that the hoakup/continuation of waterlines 
located on private property is nol a eligible project expense. 
The Muniolpallty has.experienced delays developing a local 
improvement plan for ratepayers connacting to the gipefine 
project, An extension to December 1, 2018 Is required in 
oyder to finalize the iocal Improvement plan, design 
drawlaas and tender documents. and for construction to, 
begin. 


Rural Waterline 
Expansion: Phase if 


1032 Glenella- 
Landsdowne, 
Rural 


Municipality of 


The project involves improvements to increase capacity and to 
provide a spillway for septic dumping. Improvements to tha 
Fisher Branch Lagoon would provide wastawater services for 
the rural population. 


The RM has experienced delays in the design review and 
public tender process, Tender Is sohedule to be advartised 
late 2017, An extension te July 15, 2018 is required In order 
to complete the tondar in 2017, and for construction to 


begin in Spring 2618 when lagoon, soil, and weather 
conditions are more favourable, 


4045 Fisher Branch Lagoon 


Improvement 


Fisher, Rural 
Municipality of 
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Water 


Wastewater 


Water 


Wastewater 


May 1, 2017 November 30, 2017 October 30, 2017 October 31, 2018 $3,872,800 $1,786,400 $393,200 $893,200 
August 1, 2017 October 31, 2017 dune 1, 2018 November 1, 2018 $343,250 $174,626 $85,813 $85.813 

April 2, 2017 June +, 2018 December t. 2018 $585,640 $293,320 $145,680 $146 660 
September 4, 2017 November 6, 2017 June 4, 2018 $76,000 $37,500 $37 500 


July 15, 2018 $150,000 
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infrastructure PROTECTED B 
Canada 


BRIEFING NOTE TO THE MINISTER 
CANADA-MANITOBA 
CLEAN WATER AND WASTEWATER FUND 
PROJECT SUMMARY REPORT #6 
(For Signature) 


ISSUE 


ə The purpose of this note is to seek your approval of the Clean Water and Wastewater Fund 
(CWWF) Project Summary Report #6 (Annex A), which includes six new projects, 
four project modifications and three project cancellations. Manitoba has requested an 
extension into Year 3 of the program for seven of the ten projects. 


BACKGROUND 


e The CWWF will help accelerate short-term investments, while supporting the rehabilitation 
of water, wastewater and storm water infrastructure, and the planning and design of future 
facilities and upgrades to existing systems. Projects approved under the CWWF will 
improve the reliability of drinking water, wastewater and storm water systems and help 
municipalities fund plans and designs aimed at meeting wastewater regulations. 


CONSIDERATIONS 


e The Canada—Manitoba Public Transit Infrastructure Fund-CWWF Bilateral Agreement 
(the Agreement) was signed on July 25, 2016. 


e As per Section 8 of the Agreement, Manitoba has submitted CWWF Project List #6, which 
includes six new projects, four modifications to projects previously approved, as well as 
three project cancellations. Based on the information submitted by the Province, 
Infrastructure Canada (INFC) confirms that the six new projects and the four project 
modifications are eligible under the CWWF terms and conditions. Manitoba has also 
requested cancellation of three projects. As part of the project submission process, 
Manitoba attested to the accuracy of all information and to the incrementality of all projects. 


e Ten projects contained in Project Summary Report #6 will not be completed within the 
original program timeframe (i.e., before March 31, 2018). Manitoba has requested that an 
exemption be made for seven of these projects and has demonstrated the need for costs to 
be incurred after March 31, 2018. Under Section 11 of the program’s terms and conditions 
(‘Ineligible Costs”), you have the flexibility to allow eligible costs to be incurred after 
March 31, 2018, should there be a demonstrated need. It should be noted that extensions 
into Year 3 of the program were previously granted for the other three projects. 
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e An extension to the program was approved on December 12, 2017. Manitoba now has the 
flexibility for incurring eligible costs up to March 31, 2020, provided that it fulfill all current 
reporting requirements, and provide updated, attested date reports by March 31, 2018. 
Manitoba's required reports are being finalized. INFC is working in collaboration with 
Manitoba to ensure that these requirements are met before March 31, 2018. 


e There is no change to the current funding envelope based on the information provided. 


ə In line with the terms and conditions of the program, Manitoba has provided INFC with 
progress reports that included updated project start and end dates. The updated dates are 
used in this Project Summary Report as the baseline dates for modified projects. 


e Based on the information supplied by Manitoba, the projects do not appear to have any 
environmental assessment requirements for which there is a federal responsibility. In 
addition, there is no legal obligation to consult with Aboriginal groups under section 35 of the 
Constitution Act, 1982 for any of the projects. 


ə INFC officials and the Project Review Panel confirm that the projects are within your 
delegated authority and that Treasury Board approval is not required (Annex B). 
Accordingly, they support the proposed recommendation that you sign the attached 
Project Summary Report #6 (Annex A) to approve funding for the projects under the CWWF 
in Manitoba. | 


RECOMMENDATIONS 


e [tis recommended that you indicate your approval by signing Manitoba’s CWWF Project 
Summary Report #6 (Annex A), along with the accompanying cover letter to your provincial 
counterpart (Annex C). 


e tis also recommended that you provide flexibility to Manitoba to allow for eligible costs to 
be incurred after March 31, 2018, for the seven projects with end dates past March 31, 2018 
that have not previously been approved for extensions into Year 3 of the CWWF, subject to 
the following conditions: the federal government will only reimburse eligible costs incurred 
up to March 31, 2019, and to a maximum of 40 percent ($38,100,313) of Manitoba’s CWWF 
allocation. 


e At any time following your approval, the new projects can be announced. Should you wish to 
proceed with an announcement of the projects, departmental officials will work with your 
office to confirm the details. 
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| Kelly Gillis 
| Deputy Minister 


i 
i 


____ | do not approve. ____ For discussion. 
A. ane MAR 16 2018 
| Amarjeet Sohi, P.C., M.P. Date 
| Minister of Infrastructure and Communities _ 


Attachments: 


Annex A — Manitoba's CWWF Project Summary Report #6 
Annex B — Project Review Panel Assessment Note 
Annex C — Cover Letter 
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New projects: 


Griginal approval Summary Report A Ultimate Project Forecasted Forecasted construction end 
D j me Project D: fe Costs Federal Share Provincial Stare M 
1") Project I Recipient Project Na roject Description Category Total Eligibfe lei a i unicipal Share Other contribution construction start date dite 
New 1084 Neepawa, Wastewater Lagoon [Phase 1 will include an additional earthen cell, building for aeration blowers, aeration piping, ultraviolet disinfection and ter press, 
Town of Upgrades Wastewater | $ 4,400,000.00 2,200,000.00 2,200,000.00 | $ + [lune 1,2018 March 31, 2020 
New 1085 Cartier St. Eustache Raw Water |The project includes construction of a raw water storage pond, underground piplng to the water plant, and an aeration system. 
Regional Pond Storage 
Water Co-op, 1,100,000.00 550,000.00 550,000.00 June 4, 2018 March 31, 2029 
Ine. 
New fac du Bonnet,! Rural Water Pipeline {The project includes installation of a booster station and distribution piping to service approximately 75 additional residents whose 
Rural private water supplies era currently under a bail water advisory. The rural water pipeline will connect to the RM of Whitemouth 
Municipality of regional water supply systern. 1,300,000,00 650,000.00 650,000.00 fune 2, 2018 March 31, 2020 
New Argyle, Rural New Water Supply |The project Includes construction of a new well field with one production well and one standby well, installation of raw water 
Municipality of Uperades piping, replacement of the water plant roof, and associated pumping upgrades. 
pp $ 1,000,900.00 | $ 500,000.00 | $ -J 300,000.00 | $ + [lune 1, 2018 March 31, 2020 
New Portage La | Regional Water System {The project will extenda regional waler pipeline system to service approximately 23 additional residents who currently haul 


Prairie, Rural Upgrades 


Municipality of 


drinking water. 


West St. Paul, | Wastewater Collection 


The project will connect approximately 96 existing residential properties currently on private spatic systerns to the regional systern, 


600,000.00 


500,006.00 


300,000,00 


$ + [lune 2, 2018 March 31, 2020 


47,500.00 [September 1, 2018 March 31, 2020 


= Rural System with capacity to connect more residences in the future. 
Municipality of Wastewater $ 4,200,000.00 | $ 2,076,250.00 2,076,250.00 
i 
Subtotal new projects $ 12,600,000.00 | $ 6,276,250.00 | $ ~ 6,276,250.00 47,500.00 
Modified projects | 
Original approval 51 R Ultimate F i 
El pp! ummary Repart Project iD Project Name Project Description rojen “Total Eligible Costs Federal Share Provincial Share Municipal Share Other contribution: 
(#) Reciplent Category 
! Summary Report #1 n Winnipeg, City] Water Main Rellabllity | Water supply redundancy in South Transcona is required. The discoloured Water Investigation Study undesteken in 2013 
: recommended that the City investigate opportunities to minimize water age [water travel time) in the water distribution systern, 
These concerns in East Winnipeg can be mitigated by the construction of a 3 KM long, 300 mm diameter watermain along Dugald 
Water $ 5,500,000.00 1 5 2,750,006 00 | $ 1,375,090.00 | $ 1,375,000.00 


Road from McFadden Avenue to Ravenhurst Street and along Ravenhurst Street Irom Dugald Road to Pandora Avenue East. No 
new development is anticipated at this time, Only current homes will be serviced by this Upgrade. 


Modified Winnlpeg, City] Water Main Rellability 


of 


Water supply redundaney in South Transcorta is required, The discoloured Water Investigation Study undertaken in 2013 
recommended that the City investigate opportunities ta minimize waler age (weter travel time) in the water distribution system. 
These concerns in East Winnipeg can be mitigated by the construction of a 3 KM iong, 309 mm diameter watermain along Dugald 
Read from McFadden Avenue to Ravenhurst Street end along Ravenhurst Street from Dugald Road to Pandora Avenue East. No 
nev development is anticipated at this time. Only current homes will be serviced by this upgrade. 

Rotionasle for Jader-Exaenditurs Tender came in significantly under the anticipated total eligible cost estimates. There js ag 
change to the original approved scope, . 


Water 
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$ 1,300,000.00 


Forecasted construction end 
date 


Forecasted 
construction start date 


October 16, 2017 March 31, 2015 


659,000,00 | $ 


325,000.00 | $ 


325.000.00 


es 


October 16, 2017 


March 31, 2019 


Manitoba CWWF 
Summary Report #6 


— 
Original approvat Summary Report Project ID Ultimate Project Name Project Description Project Total Eiigibfe Costs. Federal Share Provincial Share Municipal Share Other contribution Forecasted Forerasted construction end 
til Recipient Category construction start date date 
Summary Report #3 Winnipeg, City | Transcona Sewer Relief |Upgrade the food protection in the Transcons Area te have no surcharge within 2.4 m of ground level for a 10-year MacLaren 
destgn storm event, Phase 3 and 4 are remalning. These phases will complete the planned relief works for the sewer district, The 
10-year Maclaren design storm event Is the minimum service level standard for basement flood relief projects. Itis a “madein 
Winnipeg” ralnfall frequency curve. The existing basement flood protection in the Transcona sewer district is below the minimum 
service level established for the Clty of Winnipeg. The proposed works Will include new sewer construction and sewer Wastewater 5,500,000.00 | $ 2,750,000.00 | $ 175,009.00 | $ 1,375,000.00 | 5 July 1, 2017 September 30, 2018 
replacements that wil provide the minimum level of service for basement Hood pretection, during the design rainfail event, in the 
Transcona Area. 
Modifled 1065 Winnipeg, City | Transcora Sewer Relief | Upgrade the flood protection in the Tronsenrs Area to have no surcharge within 2.4 m of ground level for a 10-year MacLaren 
af design storm event. Phase 3 and 4 are remaining. These phases will comptete the planned relief works for the sewer district. The 
10-year Maclaren design storm event fs the minimum service level standard for basement Flood relef projects. Itis a “made in 
Winnipeg” rainfall frequency curve. The existing basement flood protection in the Franscorta sewer district is below the minimum 
service level established forthe City of Winnipeg. The proposed works will include new sewer construction and PENET | Wastewater 3,000,000.00 | $ 1,500,000.00 750,000.00 750,000.00 | 5 January 15, 2018 September 30, 2018 
replacements that will provide the minimum level of service for basement flood protection, during the design rainfall event, in the So 
Franscona Area, 
Rationale for Under-Expanditure:Tender came in significantly ander the anticipated total eligible cost estimates, There is no 
change to the orlginal approved scope. 
Summary Report #2 1022 West Ashern Wastewater |The purpose of the project is to address large amounts of groundwater and precipitation entering the lagoon through the municipal 
Interkake, System system, Approximately two kilometres of wastewater lines will be replaced. The project will also Include necessary manhole repairs 
Rural 
Municipality of 
Wastewater 343,250.00 | $ 171,625.00 į 85,513.00 į $ 85,313.00 | $ June 1, 2018 November 1, 2018 
Modified 1022 West Ashern Wastewater |The purpose of the project is to address large amounts of groundwater end precipitalion entering the lagoon through the municipal 
interkake, System system. A new cell will be constructed adiaennt to the existing lagoon in order te address capacity. The project will also include 
Rural necessary manhole repairs. 
Municipality of Rationale for Scope Change: 
During tha design phase of the project, engineers determined that the replacement of wastewater sewer lines would not 
adequately address the lagoon capacity issues caused by ground water and precipitation, nor would it address extreme 
Infiltration dering high water pariods. The Jagaga would still need to be expanded to address the capacity and infiltration Issue. 
in order to Ineremxe party and address the ifllttotion sue, the engineer recom mend constiucting'en additional cell Wastewster 343,250.00] $ 171,625.00 | $ 88,613.00 | $ 85,813.00 | $ June 1, 2018 November 1, 2018 
adjacent to the existing lagoon instead of replacing the water lines. 
The proposed scape change will 
address the lagoon capacity issues. The revised scape would be to address large amounts of groundwater and precipitation 
entering the lagoon through the municipal system. Anew cell wilt be constructed adjacent to the existing lagoon In order to $ 
address capacity. The project will also inelude necessary manhole repairs. 
| = nee a 4 
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H i 
Summary Report #6 ge Fd 
; # 
ï 
F 
Original approval Summary Report Ultimate Project a “a Forecasted Forecasted construction end 
I a Municipal Share Other contribution 
W Project iD aeciplent Project Name Project Description Category Total Eligible Costs Federal Share Provinctal Share îcipal Er contribution | construction start date daté 
Summary Report #3 1056 Prairfe View, Municipal Welland |The project involves locating a new water source for the Birtle Water Utility, drilling a new well and building a network of pipes to š 
Municipality of Network transport water for treatment and distribution. Water $ 4,000,000.09 | $ 2,000,000.00 | $ 1,090,000.00 | $ 1,000,000,00 November 30, 2017 March 3, 2018 
Madified 1056 Prairie View, Municipal Well and |The project involves locating a new water source for the Birtle Water Utility, drilling a new well and building a network of pipes to 
Municipe lity of Network transport water for treatment and distribution, [raddition, construction of a new pumghouse/reservair complete with a now 
dislofection system ts required to ensure à sate drinking supply that complies with Manitaha’s Drinking Water Safety Act 
Regulations. 


Rationale for Extension: The Municipality of Prairie View has experienced a delay finalizing the design for the project. An 
extension to March 31, 2019 is required in order to camplete construction of the project, 
‘Rationale for Scope Change: During the initial design phase of the project, engineers determined that the existing water 
treatment plant was not capable of meeting current Drinking Water Guidelines without a major upgrade, due to its poor 
condition and flood prone location, Considering the water plant location and condition, It was not prudent to extend the raw 
‘water pipeline from the new well to the existing plant. As an alternative, Engineers recommended connecting the well and 
Pipeline to a new pumphouse/reservair with a disinfectlon system that would meet Drinking Water Safety Act requirements, 
atc. 
Changing the design to include a new pumphouse/reservolr Instead of connecting to the existing treatment plant will allow for 
an adjustment in the amount of piping required. Reducing the amount of piping in the cost estimate allows for the 
pumphouse/reservolr to be constructed within the approved tatal project costs of the program. 

i 


' 


4,000,000.00 | $ 2,000,000.00 1,000,000.00 | $ 1,000,000.00 | $ November 30, 2017  |Morch 31, 2019 


Subtotal origlnzl 35,343,250,00 | $ 7,671,625.00 3,835,813.00 | $ 3,835,813.00 | $ 

Subtotal modified i 8,643,250,00 | $ 4,322,625.00 | 2,160,813.00 | $ 2,160,813.00 | $ 

Net Change for Modified Projects 4 §,700,000.06 |-5 3,350,000.60 
Cancelled Projects 4 

À z 
Original approval Summary Report Ultimate A i Project 4 Forecasted Forecasted canstruction end 
Project 15 Recipient Project Name 1 Project Description Category Total Eligible Costs Federal Share Provincial Share construction start dete date 
SurnmarReapor-dt Clann indigenousand) Wasteustertastment | Gonituationdla aw wastewalertrestniant pliaatiocandes the commuinine al Aelens danse iante Jlastewater 
b4usicleal Plast Ravienalelos- Cancellation: Cost estimate tothe Nelsc House projec-havecimedrapproslmateloventhe-cstinelestinnte 


project- 
Sustainable f Waran troakrem iian | hepraecheehanean pani inina eR oeh the preuar neye 
Develépirent beallowfororpansian, Sprite Woods is-thechied dustes! pravinchalpark-ond-sessyplndeds oF 000 COO distros belwae Maas: 

September aioncaidieacorsaunddecinsden-Tis-ppeswiiLalinnihe-saiiemoronvalyinipey par cer parent 


redevelopmernt-projentingiwling Baya ivreverente aad EEE REE gf | 
Aston tercancelistion:- fesidts-ofa-detalled-enineeiaganalysisshowedmoreniostantive imprevarents wag se Water 
required han-orginally ecthmated-sesullng int avises eie value cubstontialliigher aban the origialestimatepwhich. 
would pacestallicantpecourconthedeparmentempltatbudgah — ~ 


GskbanhdVatermain- | Expanseseltiemuniclpalwaterdispibtulon nsiwertin-Gabbenltoeranidecmest ope es caiman 
ealehageasidentiotonie-tHe project inchidecthe taste ticaatepneimateld-her-ohwatermaing-hintaltsnon (tuant 
SORA ER ONE 

Rateraledor Cancellation: Usan-iuading approval the Bit ol Seringialt ald > publie consultation The AM didwebresaiue 
adequate-cupgitdrom reciionts abe Localin paaement Bisa plan wos defeated, 


5,852,500.00 | $ 
47.500,00 | $ 2 


3,926,250,00 | $ 700,000.00 | $ 2,226,260.00 | $ à 


Suëtatat cancelled projects 
$ 2375.000.00 |$ 2,375,000.00 | $ 47,500.00 


Total nat Change 


A 


den 


Minister of Infrastructure and Communities 


MAR 1 6 2018 


Date 
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Minister of Infrastructure 
and Communities 


Ministre de l'infrastructure 
et des Collectivités 


The Honourable Jeff Wharton, M.L.A. MAR 1 6 2019 
Minister of Municipal Relations 

Government of Manitoba 

Room 317, Legislative Building 

450 Broadway 

Winnipeg, Manitoba R3C 0V8 


Dear Minister: 


I am pleased to write to you regarding the approval of Project Summary Report #6 under 
the Canada—Manitoba Clean Water and Wastewater Fund Bilateral Agreement. 


Enclosed is a signed copy of Project Summary Report #6, providing federal approval for 
six new projects, four project modifications and three project cancellations, as submitted 
by Manitoba. For the ten projects with end dates past March 31, 2018, the federal 
government will only reimburse eligible costs incurred up to March 31, 2019, and to a 
maximum of 40 percent ($38,100,313) of the provincial allocation under the Clean Water 
and Wastewater Fund. 


Over the past few months, I have heard the provinces’ and territories’ concerns related to 
the program’s timeline. As you are aware, an extension to the program has been approved 
and projects now have the flexibility for incurring eligible costs up to March 31, 2020. 
Please note that this extension is conditional on Manitoba meeting all current reporting 
requirements by March 31, 2018, as well as providing reports indicating updated project 
completion dates. 


I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the Clean Water and Wastewater Fund in 


= Manitoba. I look forward to working with you as we continue to implement this program 
for the benefit of all Canadians. 


Yours sincerely, 


A. Shi 


Amarjeet Sohi, P.C., M.P. 


Enclosure 


gog 


Canada 
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Infrastructure 
Canada 


Ottawa, Canada 
K1P 0B6 


ATIA-69(1)(g)-(c) 


MEMORANDUM TO THE DEPUTY MINISTER 


CLEAN WATER AND WASTEWATER FUND AGREEMENT WITH THE 
PROVINCE OF MANITOBA 


(FOR DECISION) 


. Summary 
This note provides you assurance that the Minister may proceed to approve 
the projects listed in Summary Report #6 for the Province of Manitoba | 
under the Clean Water and Wastewater Fund without a Treasury Board 


(TB) submission. The Project Review Panel (PRP) is satisfied that the 
projects listed in Summary Report #6 for the Province of Manitoba do not 
require TB approval. 


Background 


The PRP reviewed the projects in Summary Report #6 for the Province of 
Manitoba as well as the draft briefing note to the Minister and verified that the 
attestation on the incrementality of the project lists has been provided. 


Assessment 


Assessment of TB Approval Requirement 


At 
Is review stage of the projects, the PRP has reviewed the materials against the 
exceptions and confirms that TB approval is not required. However, if during the 
implementation of a project it becomes apparent that an exception or an 
exemption has been triggered, then PRP would be advised that a TB submission 
is required. 


Assessment Against Policy Criteria 


The PRP reviewed the projects in Summary Report #6 and is satisfied that the 
projects meet all applicable requirements of government policy on the 
parameters of the program. 


ee 


ted 


Canada 
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Under the Terms and Conditions of the program, the Province of Manitoba is 
expected to be in compliance with semi-annual progress reporting requirements. 
The Province of Manitoba expects to meet this requirement by March 31, 2018. 
Until then, Infrastructure Canada is managing the risk by ensuring that additional 
information on projects is received, when required by Infrastructure Canada. 


Assessment of Chief Financial Officer (CFO) Accountabilities 

Based on the Summary Report, the PRP Secretariat confirms that the projects: 
¥ conform to government policy on the parameters of the program; 

v conform to Treasury Board policy; and, 

¥ conform with the terms and conditions of the program. 


Recommendation 


The PRP recommends that you support the recommendations in the 
Memorandum to the Minister. 


FEB 2 2 2018 


| David Murchison Angus’Howieson 
Assistant Deputy Minister Director General IM/IT and 
Policy and Results Chief information Officer 


Prepared by: 


ene Payette 
Secretary to the PRP Secretariat 
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KJ Infrastructure pe PROTECTED B 
a Canada 


BRIEFING NOTE TO THE MINISTER 
CANADA-MANITOBA 
PUBLIC TRANSIT INFRASTRUCTURE FUND 
PROJECT SUMMARY REPORT #5 
(For Signature) 


ISSUE 


e The purpose of this note is to seek your approval of the Public Transit Infrastructure Fund 
; (PTIF) Project Summary Report #5 (Annex A), which includes nine new projects, 24 project 
modifications and four project cancellations. Manitoba has requested an extension into 
Year 3 of the program for 31 projects. 


BACKGROUND 


e The PTIF will help accelerate short-term municipal investments, while supporting the 
rehabilitation of transit systems and funding studies to support longer-term transit 
expansion plans. Projects approved under the PTIF will help improve reliability, efficiency, 
safety and accessibility of public transit systems and help large municipalities plan for future 
system improvements and expansion. 


CONSIDERATIONS 


e The Canada—Manitoba PTIF-Clean Water and Wastewater Fund Bilateral Agreement 
(the Agreement) was signed on July 25, 2016. 


+ As per Section 8 of the Agreement, Manitoba has submitted PTIF Project List #5, which 
includes nine new projects, 24 modifications to projects previously approved, as well as 
four project cancellations. Based on the information submitted by the Province, 
Infrastructure Canada (INFC) confirms that the nine new projects and the 24 project 
modifications are eligible under the PTIF terms and conditions. Manitoba has also requested 
cancellation of four projects. As part of the project submission process, the Province was 
required to attest to the accuracy of all information and to the incrementality of all projects. 


+ Thirty-one projects (nine new projects and 22 modifications) contained in Project Summary 
Report #5 will not be completed within the original program timeframe (i.e., before 
March 31, 2018). Manitoba has requested that an exemption be made for these projects and 
has demonstrated the need for costs to be incurred after March 31, 2018. Under Section 11 
(“Ineligible Costs”) of the program’s terms and conditions, you have the flexibility to allow 
eligible costs to be incurred after March 31, 2018, should there be a demonstrated need. 
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e An extension to the program was approved on December 12, 2017. Projects now have the 
flexibility for incurring eligible costs up to March 31, 2020, provided that Manitoba fulfill all 
current reporting requirements, and provide updated, attested date reports by 
March 31, 2018. Manitoba currently has some outstanding reporting requirements. INFC is 
working in collaboration with Manitoba to ensure that these requirements are met before 
March 31, 2018. | 


e The projects submitted for approval under PTIF Project Summary Report #5 represent a 
decrease of $11,152,000 in total net eligible project costs, and a decrease of $5,332,759 in 
net federal funding. The net result is a 7 percent decrease in the PTIF envelope in Manitoba. 


« Based on the information supplied by Manitoba, the projects do not appear to have any 
environmental assessment requirements for which there is a federal responsibility. In 
addition, there is no legal obligation to consult with Aboriginal groups under section 35 of the 
Constitution Act, 1982 for any of the projects. 


e INFC officials and the Project Review Panel confirm that the projects are within your 
delegated authority and that Treasury Board approval is not required (Annex B). 
Accordingly, they support the proposed recommendation that you sign the attached 
Project Summary Report #5 (Annex A) to approve funding for the projects under the PTIF in 
Manitoba. 


RECOMMENDATIONS 


e itis recommended that you indicate your approval by signing Manitoba’s PTIF Project 
Summary Report #5 (Annex A), along with the accompanying cover letter to your provincial 
counterpart (Annex C). 


+ Itis also recommended that you provide flexibility to Manitoba to allow for eligible costs to 
be incurred after March 31, 2018, for the 31 projects with end dates past March 31, 2018, 
subject to the following conditions: the federal government will only reimburse eligible costs 
incurred up to March 31, 2019, and to a maximum of 40 percent ($31,313,211) of 
Manitoba's PTIF allocation. 


e At any time following your approval, the new projects can be announced. Should you wish to 
proceed with an announcement of the projects, departmental officials will work with your 
office to confirm the details. 
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Kelly Gillis 
Deputy Minister 
Infrastructure and Communities 


14. | approve. ____ | do not approve. ____ For discussion. 
; À. Shi MAR 16 2018 
| Amarjeet Sohi, P.C., M.P. E Date 
Attachments: 


Annex A — Manitoba’s PTIF Project Summary Report #5 
Annex B — Project Review Panel Assessment Note 
Annex C — Cover Letter 
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Manitoba PTIF Summary Report #5 
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New projects: 
rajects: p 
Origine! approval Summary 
Pro ject Total Eltgibte Costs el tribution 
rey fect timate Reciptent Project Name Project Description Project Category rib: ther co am ae, = end dure 
Hew 
[ORIGINALLY 
UNDER INITIAL 
Bee winnipeg, cs (Gare Movements [Phase Zit eola thereof and ventilation on the esting maintenance garage at {1, Capltat prejeets for she rekabillcazan, eotkmization and Saon A 
one nets: ciy Phase 2 424 Osborne Streel modernization, ste, oe 
now i 
FTIF-1084 i 
ok À 
Briton - Para Transit The rocket will indluds neceanty mapping upgrades and implamenmtian of an 4_ Capital projects for tho rahabilitation, optimization and 
5 7 31/12/2018 
eae. BRANDON, CEYO fe luce Enhancement laitati tes not Resto system re remind cients ot their booked wips. mademization, ete, anay 
ne Te project entads amassibility upgrades for up lo 160 bas stops which includes reer, ar re 
brir-108s BRAHDOK, CTY of “br ass faq [Paing work, anding pads, amproced fighting and instalfation of senting, dependant Fes se en five rehab tation, optimization ane $350,000] $375,000! sol sise 5 01/06/2018 34/12/2019 
. F lupon réquécements Teoth the Cyr teetti rends CRIE RERE 
arangon. Automate Pe Project wil include instatistion of an surumated stup announcement system with 
sisua creans anal audibie angauneaments, This integrated on-board systam wilt 1, Capital projects for the rehabilitation, optimization and 
4057 RANOOH, CITY of fStop Annoancement E 26, E oaza 33/14/2018 
Ppp RAA NOUS OTKA i aie monrcarment provide clear vaste announcements and bright. der LED semens that clearly modernteaticn, etc. $240,000 Sae $ Hie p na 
y fcommuricabs the meat stopi 
f || 
Fy The project wilt Incudw purchara and installation of safety fencing atong the eart and p 7 
PTF-2089 BRANDON, OTY of pee FREA cing POT Sies Of the tarobat bataren the adati beidinge ta seduce pedestrian rate An aa A the rehab litabon, entimieation and) $75,000) 31/12/2012] 
ee in the path of moving buses. as 
The project wilt Include purchate and invtaltation fiber optica ka connect the Transl 
Brendon - fier Optic [sation va the Chy's mgh spacd netwerk. In uddivon ws newark connection this wit i ae A i 
pT-e-108 BRANDON. CAT of fComectivity Fo Trancit falow farinteradicedisntays of schedules, notices and bus locations far transit riders as Cona paet fn D optaram arid $150.209! $75,008 $u $75,009: sai arotz 30/11/2018 
Station in the information section of the Stata sed fee the uiu of security camaras in and aca 
around me Transit Sestion, 
sneak oma PAE newmmd ocean af doer now banci Vaii buses to repiece ab gaat buses. A. Capital projects far the retiabllitation, optimization and $300,000] $150,009) sc $150,099) 3103/2015 
| Transit Busnes modemization, at. | 
eo - er Hand: 1 Capital projects far the rehablitation, optimization and f 
Morden iyot [Modo Wew Hardee Cr mew handi transit van tn reglace an existing aped van, z Capital projects (or tne RE italian, cpl AREA $20,006} $45,009 sl $45,000] 31/07/2018 
Trnsit Vary modernization, etc. 
Momie tewnot Mets es Hand es new hand! transition to reptses an existing aged van, 2. Capital projects for the rehabilitation, optimization and $20,000] $45,008: an $55,000} sa 01/04/2018 3/03/2015 
Transit Van modernizalion, atc. 
subtotal gew projects $2,570,000 $7,435,000 a 50 
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Meditud projects {Amendments and Extensions} 


Orginal oppreved Sister Forecasted Forecasted 
Project iD ‘Uithmate Recipient Project Name Project Description Project Category | éligible Coste 
Report (a) | ; id pa Toeg tonsteuctiat start date | construction end date 
paie Replacement of the 2012 handi-transt vutleie currently in use ond which terves the ‘ re 
Summary Reporta  [prir1023 ARBORG, TOWN of Le AREA MS Een of rborg. much of the Municinaaty oFefrost-Rivertom as weti zs armes ain Le ages the rehabilitation, optimisation and $125,000] 207614 
à Ube relate OF Armstrong aod Hater. $ 
Repiecement of the 2017 herdi- tansi velvcte eurent in ure and whlch serves the 
Towa of Arborg, much of the Muoisipaldy of Bifront-Pivecton as wel as areas within 
Arborg and Oismict- the munjelaslities of Armstrong aad fisher. En Riom: a F1, Capital pre g à 
Mad Prr- ARBORG, TOWN of Monde : po a ae = er, Extenrn Rati Badia Pe eee IR the rehabilitadon, optimization aed $125,000 57.590 Saa $23,070 3012-07-10! amoris 
nde Van Purchase ery detet hy sump i ý zamari 20105-15] 
Fedeta’ Futatiré Estiomtaler Éuingné sttttated por nderthip roro, FERETE sc he 
a oaia stizibls costs, 
, 
-Tra x dar lighting i» à oughoutthe Gty fE, Capital praj imbati 
Summary feport ze lee 1680 MBA Ge cf a en cree and Insealfng selar Egtding in up to48 transit shelters troughouttie City be Co es Poe rakabilltation, aptimbation and ET 2020 2030231 
Purchate and instalbng tatar bkghting iz up ta d3 tranzit shelters throughout the City 5 7 
Brandon -Transit Beale roles estes ee di ee É Capital projects For the rehgbgiraton, optimization and 2018-00-31 


er FTF- 1090 J E Funds: Piana i 
Madifted TF - 103 RANDOM, CT? of Shelters Hghting Pros of Brandon, Dermoonment of Fords: Pricing tas better than avaected frora 


maternization, ete. 


piers 


Rudd a bus garage with a maintenance shop, TEs ind gétege HE be used Lo maintain 
FTIF- 1024 EUN FLOM, CITY of (Fin Fen Bus Garage land house the public transit hus, This garage will be designed to mabla additional 
bays to be butin antipation of future reeds. 


L, Capital projects for the rehablitaten, collmiditen tad 
modernization, ete. 


$350,060] $99,525: $43.762 $1,713 ‘2047-10-93 


Summary Report 83 


to a bus garage wath a manisnance som This bus garage wil be used ta maintain 
and haute the public transit but, This garage vk be désigne Lo tte additiendl 


bays to be built In anticipation of future needs. fuscription Amenumenh: Purchare me m i 
es ee Bae PUR FLOM, CITY of Hein on pes Garage Sn Si Galea tad L Capital projects for the rehabi'itation, oatimization and ira tae ree 
~jmevgerntzagion, etr- ——| 
Hamiora Munkipelity sashes te constract m Roi to stare ds casting Handi Tranait 
HAMIOTA, AURAL [Hamiots - Hargi Transit [Bet The 40st of Iree Wout fe quits expetive and proper Storage val help presetve $L, Capital projects for toe rehabliilalion, optimization and à 
t i it 
Summary Report ee MUNICIBALITE Or —istoraze thelr tite and provide a better envicmment far the valueteers to provide modernization, etc. Sans aside ae 
rmainbistenct. eee 
amiata Municipalty wishes to construct a fectity to store Hs extstiag Hand? Transit i 
K L , {iizer The cost of these units is quite panier and propa storage will holp bresetse À d ™ FA 
A HAMIOTA, AURAL fHamiors -Randi Transit i o 5 L Capital project ter the rehabilitation, optimizatian and i 
: PTF - 1004 thelr Bleand provide a hatter ens t for tar 156,060 875,000: er y 
Modified AURIGA O ae rfesnd provide # hetter orsžomment far the volunteers to provide RARE 5150, $25,592 $B: 2038-07-34 
mantenin, Fercrat Funding Ralignate: Entente nar cidceshin remonte, i 
i egyet cellects At of toma pire caste, f R 
RORTH HORE OU ane + Handb var Fo purchase a newer batik: ib onder to continue to provitte affordable banipo tation |t. Capital projects for Ine rehabilltalton, optimization and | 
+ zi 4 E ne ral À 7 vet 7 42 
Summary Report #2 PTE- 104 RURAL Purchase Fac sencecs, fow inecene and persons with chsobihties, nee ete, $125,000 $50,252 $35,265 $258 2017-02-01] 2917412729 
SAUNICIPALITY of i 
f ; 
NORTH HORFRK, To parchate a noyas yehinle ix ceder 29 continues to provite affordanie Irani portation: ae 7 i 
Natar -landis i i 7 
Modified FTE- 1044 RURAL muna  [farseréars, law income and persons with datibties, Fegerttuedine Bmemmes | annee the rehabilitation, eptimization and $125,000. 362.500 aroan 
MAUTIOIPAUTY of Seo Funding allocatod per ridershén removed, segues efen SE of total efighinensts, S be i 
Purchase sfa new, more durable, bus to replace an aged bus, keeping bre Transit l 
e fantin adequate aperationat condition, Extension Botionatr Handnvar dolisery RT, 5 : 
Seibirk ~ neve Trant 
Summary Report 42 FEIF- 1095 SELKIAK, COTY of irk ~ have Tran: et le i. Copitar Dect for the rehabilltston, optimization and $375,600 $177,562) geasa 51235,0921 
Bus modernization, ete. { 
ral Funding Rstionate: Funding ailoçated Tanin removed request reflects i 
{ S09 of toit pheibhe eats. i 
ý ji 
Purchase of» new, more durable, bus to replace an aged bus, keeping the Transit i 
a Peetinadegume opsretionat condition. Éttension Raligngle: Mate van delicetry k eat {mai $ 
= Nev Ti à , optimal a i 
Modifiad PHF- 1095 SELKIRK crry or [Selkirk Neme Transit | sou try sumption, E Capital projects for the rehabilitation, optimization am $378,800 85,309 Sona! 4.468) 
Bas = À modernization, ete. 3 
pederal Funding Rationale: Funding altncated per ridership removed, reouest reflects i 
5055 af total eltnibte cett- H 
$ 
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Summary Report 42 TIF ~ 1047 


Modified TIE = 1047 


THOMPSON, CITY of 


THOMPSON, CY of 


aae aaa 


Thompson - Transit Bus 
Purchase 


Thompsen - Transit Bus 
Purchase 


The purchase of an additonal bus forthe Reet woulé aow far cither the addition of s 
tonte, ar the addition of another bus during pest times when the current buses may [E Capital projects for the rahabilitation, optimization and 
ba full, Ik would aise provide a backup bes in the case where the other butes are not |mademization, atc. 

ppenitional. 


Fhe purchase of aa additional ben For the Feet seus dem for citer the édition of s 
route, or tha addition of another but during pesk Érsus when the current buses may 


Summary Report #Eb 


Win nines, CO 


Modified 


Summary Report #3 


Madified 
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PTIF-1048 


Winnipeg, City 


E 


Garage Improvements 


Description Amendemment fte clarify from Purse Z- pew project) The project entaits 
reptacing the roof ard ventRation on Ihe miting stotepe garage at 321 Osbome 
Street. Extention Rationste; Contnatting stiri detrys, 


1. Capital projects fas the rohabilitaLion, optimization and 


modernization, ete. 


Winnipeg, Gty 


Winnipeg, City 


Winnipeg, Clty 


i 


Trent Shoo Ecupment 
Logreda / Bepiacement 


transit shoo Sculpment 
Upgrade / Reotcument 


Rapid Overhead Doors 
at Washrack 


Rapid Gverhead Hoots 
ak Washraek 


Shep egtip nent ang facilite upgrade to proie embanond service refabulty. 
Mew Transit equipment inckudes: 

- Chases dirtemoneiter 

treacle cleaner 

-Cylinder headsbtork miking machine 

- Parts washer and Sendbtaster 

-Redal arm dnit 

= Statichdcy brake lathe 

~ On-vebicle brake bathe 

-Overhead cone system 


5. Capital projects forthe rehabilitation, aptimkaiton and 
Phaderhiintion, ett, 


$400,000 


$5,400,089 


SETSS, 00) 


me 


Be fu, it wouid atso provide a backup bus in Br care where the ather bures are net #1. Capital projects for the rehabbitallon, catimieehon and 3400000 EE 
aperational. Edension Batonzie: Budgeting aad tendering delays. rresiternization, ets. ineen 
federal Eunding Rationale: Founding altocaied per riderstun nono, request ceRects 

Meo tote! eligible costs, 


l. Cail t the r hitation, opti al 
Garape Enbrovements ae Upgrades, roa réptecemestts ane gensral repais at 421 Osborne Siret Hénin the rehaptitation, ontimiatien and $2,709,008 


$2,700,090) 


SET SO 


| 


539,840! 


333,810 


sissae| 


sassone] 


$335,750 


$230, 58 


160, 2951 


g 


2017-09-01. 


i 
| 
l 


2017-65-01 


2018-04-85} 


2018-03-31 


2018-07-15: 


2019-03-34) 


2030-03-31 


BURP ARES: 


2019-03-32 


Sop equipment and facility upgrade to profs enhanced erica cetiakivity, 
Mew Transit equipment metades: 
j- Chassis dynamometer 


= Wtzasonie cheaner 

- Cylinder head/black mifing machine 

Zeas vesshors and 2 sandblacters, 

Radial enn cit 

+ Stationary brake iathe 

+ Ovesinead crane systern 

Armendmentand Extension Ratlarsie: 

This piaig eat dented bre the City of Winnipeg 25 nat mang loreard m 
September 2017 tar hudgotary f timing reason Mamtoba subemtind qn attested fist 
te WEG to cancel the eromctand de-conwaithed pradesa! fuming. HEC put a Rod 
lof the aber gent of the canca atian dur te pandas ynesemcament of the prozan, 
enmon whith could have parental imac on che decison by we Cry tonat moye, | 
the protect forward. Past program extension zoncuncèntnt, tire Cv crauested the 
pojest be breothh Ponant fer sepenud ay a BIS cont shared eroins: witheut 
ah th Era fat 


2. Capital projects for the rehablitabon, optimization and 
heer iratot, ete 


Raplace eusting overhead door on track sersicing bay to open and clase fasterto |t Capital prajects for the rehadifitation, optimization aot 
reduce hest loss ang make the facts more energy aient- édite, ete, 


Replace esting overhear doers on bus/truck seoscing bay to open and dove faster 
te radure heat ons and make the factities mare energy efficient amansmeny anc 
Darasios Astiona! 


This ereject was identified by the Oty af Ceripes ox cnt moving lerveard ty 
ste 2077 fet bent PSE CARRE, Marteka tobastgad sm aiested Ht fo the rehabilitation, optimization and 
LG INC eegnen the mpari and aq~comrmittedt ponatis funding. HEC puta held eanin tien, êtes 

gn the approvat df the cancetation due to gending announcement of the moyan 
extension which couté farce petentizl ipasa on the dedsion by the City to not move 
the piolectiansict Post peogratn Ext Der annotneemane, the City requested tha 
eojact be brought inward for. a: À au 


pioxincial funding fwhich rs no longer state). 


$1,755,000) 


550,008 


$590,000, 


$977,599] 


$250,009] 


_—E 


S377 sagt 


2020.02.37 


$425,003) 


2012-12-31. 


$250,030} 


ig 


La 
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FTIF-1052 


Winnipeg, Gey 


Hoist Repair À 
Rephicement 


Approximately 22 existing hosts are ia need of replacement. I operations permits, & 


hoist tan be replaced ane ata time. H operrivonaily replacement it act possible, 1. Capital profects far the rehabilitation, optimization and 


34,300,006 


repairs are roquired to keap halsts operational and safe and extend the fife ofthe 


jasser 


modernization, ete, 
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$550,000 


$325,000] 


2018-618 


2015-03-23 
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Meditied pTi-1053 Winnipeg. City 


Holst Repair / 
Replacement 


Replacement of up te four misting hoists tn the oder 
core AMATO an Faterion Rationale: 

This projec was identified ho the City of Wientpey 25 not errant ra in 
ember ZOEF for budgetary / timing restons, Mantebs sufmitied an attested litt 
lo INET io cance! the staject and de-comitied prosinca faeding, FC psta hold 
jes. the agrovat of the cenceitation cup iy andog anrounce merit of Une pron aa 
tension which could have potentiol impact an the derition ay tho City ts not move 
tt impari, Post rome extention grqouncement, the City requested the, 
praicgt be brought tonward ter approval asa 50/5 cost stud protect vations 
prowinciad founding fochich was no longer wentshlel, 


fic of tre maistenence 


MŁ Capita! projects for the rebabitation, optimization and 
POET ATS Oe, ete 


31,400,000) SESA CM: $o) jasom 


Cantefed 


Subtotal original 
Subtotal modified 


[Net Change for Modified Projets 


570,673,000 032.609 


2018-05 01 2020-04-41 


[55,224,850 
$22,000 EPST 


ini 


aol 


Original appeovel Summary 


Report {t} Projets 1D 


Ultimate Reciplerst 


Project Name 


Project Category 


Total Eflginte Costes Provincial Share 


honearnlepoes 


| 

i 

| 

fe jects Jtintion-oplinisatinand 
montants 

i 
i 


etepubiciaantsysteray 


| 


66-660) Hae 


HAS | 


a eee (no ee EN 


d 


iana niad 


SeT Report aperte 
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Total net Chante 


Subtotal ca popes : $ 


Enpa adop Face ae ba Š; a i a 
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Manitoba PTIF 


Summary Report #6 
Extensions Only aes 
[ orgien approval summary muntap | Per 
t = a ProjecttO | ulumane fectpient Project Name Project Beuription Project Category Construction (previous forecast) ‘Construction: (sew forecasifactual} ‘Total Eligible Coats Fedora) Shore Pyeelneied Share Pa contribs 
port See | ution 
SE m x a m 
i To meer increasingly strict angine emision standards, manufacturers utiire devel | 
Brandan - Diesel exhaust fluid to break down the dangerous nitrogen abides emigtions. Aa buses ore . t 
à f Capital projects fot the rehabilitation, aptiniaatlon und 
2 PTIE- 1023 BRANDON, CHY of (Exhaust Ffaid -Bulk —_freptsead, they contain engines that must adhere to these anvimamantal standards aval RES RSS 2017-04-11) 2018-62-26 20-04 $199,00 
Tank Filling Station land require a esel exhaust futé fing station tn fi the tank on the beses. Eetpesi 
Rationale: Delays in tendereyt grace occured, 
ecfacement of four para transit vehicles hch provite subsidized doar te daar 
a, (Draneperatian for permet viré a diaclity, These buses are qied regularity, providing | P ‘ i Em 
2 TIR 4034 BRANDON, CITY of HA UE as average of 176 los datiy and are baginning to show fatigue. Mie riability sans F- eee tre rehabilitation, optimization und 2617-12-27 2047-07-35: 20805-41 $125,cn0.001 $000 
TEIA jand mechanica: Mathie, The objaciive ri Eu prcvida more TEERDE Service O UES. F Loos i 
jee [3 te: Handiaona didivery dak ar. H 
Rural Muricipality ef [Torreplace Rura? Muricinality af Fisher aging Mandbvan witha mare rliabteand safe | nues à ofn As à 
2 FTF- PHEN, RURAL Fishers HandWen  [vehicte and to support incense! demand. Evedniin Ratten Haneta deiars Le on PRET Sr Iha PEM ohio oplinizatior and 2ote-09-25| 2O1E-11-30) 20nP 1-16 2018 bata! secs $57,500 $73,730 sizeof So 
IMLMIOPAUTY of Rrodenvzatron, ett. j 
Purchase genes by supper j 
p 
he Surchose of Faw Handi -Transit Vehicle wA! be fer the purpase of e2pincing tire 
Melita-Handivan [2004 E-450 hand transit vakicte that services Melita ard Area, The newly aurctosed 2, Capital projects for the rehabilitation, optimisation and S 
a , TOW } 2017-03- Tah et W} po SF so 
a Prees MELITA, TOWN of Purchase phic Indy be more g aient, more CONTENERE end MEME costs wil be meade Teton, eE. LOTS, aor ies PULSES 367.900 322,500 323,509 ša 
limar. Setension Sationate Mprstougn drivery del ed by pugpicr 
Purchase of a Harci-ran (Ll passenger, ovo whesichae bus with automate Efi} mo i N i 
PORTAGE LA Portage La Frate- t i $ 1 Tapmtal projects forthe rebabllitrites, optimization and à ug = ra P 
3 assa increase anges , 4 34 3018.08- 7-22 à 216! 
2 ptyF-roze PRAIRIE Ever kandan Purehese (pBeUmeNAte more pasyangess and inetaziscidenhip, Gtenston garinge: Goins, | MTN el 2016-20-01 18-03 18-04-2814 2914-07-22 SEA $53,206 528555 $26,555} sn) 
wth tendening process. i 
Conversion of an empty earmesciz! building imo a disa through vehicle sterege i 
nari a garage fer bee hand! transit vehicles thet serve the flasthion Muniipglityand AR . N 3. 
2 Enr- ROSSBURN, RURAL an e aing areas. Rew faciite wit increase protediion of assets and impcone a retaliation, aptimizarion and 2017-01-42] 20171231 2017-05-01! ont au $54,357 $25,733 323,733, 30! 
IMUMOPALTY of [Storage is AENEAS modernization, ate. i 
Recent for autherized drivers therefore improving sarden to riders. Cento 
ur | i 
f i T 
$ 
eee Purchase à new Hand}-Transit Vehicle for the Sourls-Glemaoad Hand-Traratt to f l f 
$ DER QU, Ruane SOE Elemwood- [replica aging vekiclecurrantly in ase Mee vehicle wit narave comfort und safety of Gata projects for the rehabilitation, optimization and fee se rs Dr mur sel ae sma Sn 
SAL | iondicVan Purchase Jpamangers and reduce service diseustions. gtunpatee: Dés with modernization, eve. 
MUNICIPALITY of SS Se eee I 
tendering process, 
4 sage Ce Sogtout Ute COMPTAIT Wont asst RERS and prema notes on tha r PET het i J 
-Trans capital k bif Uenization and 
IPTIF-2045. THOMPSON, Cay of ene Hans | apsit system. Appesimately 50 sigro would asist in providing transit stor, ie mee Lois She rehabiftation, optimization a 7046-05-01 wote-o3-at zoso] 2018-65-31 $5,000: 82500 szsa0f sol 
Hi schedules and route information Extension Rationale Constructor start dekre, Dos i 
: i 
Le 2 g F i 
[Teo addtional bus shetters throughout the community would sfovide Sor protection A n i 
Thompson - P Capita! projects for the rehabi o nd l 
PTE-1046 sHonabsio, Cary of [ROPES TS TNES te afements fer riders waning fo get on the Tus Et Ex pia eet tabs RAT pan Meee 2018-03-31 2% 18-0515! 2013-05-15) 526,090.08) $5,000.00} $5,900.90} $0.00 
Bus Shettees teattariczton, ete. i 
Tonsupa pre delays i 
i t 
Expansion of bus maintenance space at.z1 Osbame Brest The etpanson vali take A 3 Pt 
iG _ Captal tab ization à 
pTIF-oooL Wientpeg, chy Ree $ TORR place oo land owned by the City af Wenipeg. Extension Batimeter Construction Start eee Lin ther sheblizetan omikra an and 2037-40-25 2019 34 2047-14-01 2015-12-04 ace 524,509,005 $13,250,000] sosoo) so 
qe cuire i i 
Paver Gacku Generator required te ensure the cvellahitiny cf onticvans berkut 
Ex Fe SE Rp HR EREET, Merria 
Ra SEIREN rinaineg. cay (és bakea Power Dao, duringan elecsea power falters m ensure cantine trans operation [bus |. Capital projects tor tre rehabialion, oplntztion and eae el ey Sol id 


Generator 


garages and ipport systema] at bha Port Rette comple, fpacages ond Building) 
Extension Rationate: Cpostryction start irys 


medamizatian, ote. 
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et es pan 


To ssis with the prioritization of Winnipeg's Rapid Transit Master Plan, conceptual i 
designs of alt remaining Rapid Transil corridors in the Transportation Master Plan sal 
be undertaker, mduding: hast 5 cost estimates, phasing plan, and schedule for {i} 
design studies, (H) funding applications, fit procurement processes, and (ivi 
construction. In udaition, tha project wil includes Gap anctyss te deterrine iT any 
opportunities for additional /radified Rapid Transit corridors /infrastrecture wore 
missed in tha 1017 Transportation Easter Plan, Extension Rationale: Te bettor shen 
jena Transit Strategic Planning that s being conducted concusrantly, Experian | 
Rationale: To belles ation witty Transit Stralenis Plannin that à crue | 
conturtenthe, i 


Rapid Transit Master 
Plan and Pricettzutiort 
Study 


PTF-LI0% Winnipeg, City 


G 


| This project sould widen the existing deck on the Kildonan Settlers Siège [Bridze} 
and relocate existing tralie barter on tfre south site of the Bridge to currant 
accessibility standards that vil acrormmadata pedestrians gad cast. The prorect 
would connect the recenthy comtrveted Chief Peguis Trad Greemaay, which was 
partially funded faeratty, to Che North Winnipeg Parley Mich ares ta tha 
Forks, dosing a gap between these tea prominent Wienipeg active MINGEN 
Haciites. The praject provides crewed fimdblity foc people to awra mere transit 
routes ané reducer people's trip time through rip chaining fe, stops oa tha very boa 


PRIE Winnipeg, City 
TA accessibility standards and providing dedicated bicycte forilttias between Manand [timeframe 

Henderson wi enable people to walk or ride thesr bikes ta either Mats or Henderson 

and access de propused transit bike lockar system or attach their bike to the Gaz 

This ipod walkingseyeing connection wil ais connect to future Park and Ride 

locations at both Main and Henderson intersections 3t Chief Peguis, Tae promoted 

lcotrtdar improvement arca is adjacent to hign densiry residential bed use, sith u 

high percentage of seniors whe rely on transit for thait main source of Wanaporintion, 

Extension Rationale: To better aign with Transit Strategic: Fanning that bs befag 

conducted concurrentty, 


A. Shi 


je Eupenditures tn support the design and planning ler the 
future expansion ane Improvements te publie transit 
systema, including tensportation demand management 
mesures md studies and pitor projects related ro 
innevatve and transfetmative technologies; and 


Pedestrian ace Cyding {destination}. Chief Pegucs Trak courects two mater north-south trmitcneidersen fs. Projects for system expansion, which may include active, 
Bridges: Chief pegu Inal and Henderson Route 77}. Uneracing existing pedqstdan feciities to onrent [transportat on, if they om be completed erithin the program: 


| 
| | 
| 
arcs) 3,000,000! $506,000) aa 1,500,000} Ezy 
| | 
Lt. | 
| 
NT | 
| 
2017-09-01 2048-10-31) é FO = $e} $3,350,003 pE 
| 
| 
i i Ì I j 


Minister of infrastructara and Communities 


MAR ? 6 2010 
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Minister of Infrastructure 


Ministre de |'Infrastructure 
and Communities 


et des Collectivités 


Ottawa, Canada K1P 0B6 


The Honourable Jeff Wharton, M.L.A | 
Minister of Municipal Relations MAR 16 2018 
Government of Manitoba 
Room 317, Legislative Building 
450 Broadway 

` Winnipeg, Manitoba R3C 0V8 


Dear Minister: 


I am pleased to write to you regarding the approval of Project Summary Report #5 under 
the Canada—Manitoba Public Transit Infrastructure Fund Bilateral Agreement. 


Enclosed is a signed copy of Project Summary Report #5, providing federal approval for 
nine new projects, 24 project modifications and four project cancellations, as submitted by 
Manitoba. For the 31 projects with end dates past March 31, 2018, the federal government 
will only reimburse eligible costs incurred up to March 31, 2019, and to a maximum 
of 40 percent ($31,313,211) of the provincial allocation under the Public Transit 
Infrastructure Fund. 


Over the past few months, I have heard the provinces’ and territories’ concerns related to 
the program’s timeline. As you are aware, an extension to the program has been approved 
and projects now have the flexibility for incurring eligible costs up to March 31, 2020. 
Please note that this extension is conditional on Manitoba meeting all current reporting 
requirements by March 31, 2018, as well as providing reports indicating updated project 
completion dates. 


I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the Public Transit Infrastructure Fund in 


Manitoba. I look forward to working with you as we continue to implement this program 
for the benefit of all Canadians. | 


Yours sincerely, 


i Sy 
Amarjeet Sohi, P.C., M.P 


Enclosure 


Canada 
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Infrastructure 
Canada ATIA-69(1)(g)-(c) 


Ottawa, Canada 
K1P 0B6 


MEMORANDUM TO THE DEPUTY MINISTER 


PUBLIC TRANSIT INFRASTUCTURE FUND AGREEMENT WITH THE 
PROVINCE OF MANITOBA 


(FOR DECISION) 


Summary 
This note provides you assurance that the Minister may proceed to approve | 
the projects listed in Summary Report # 5 for the Province of Manitoba 
under the Public Transit Infrastructure Fund without a Treasury Board (TB) 


Submission. The Project Review Panel (PRP) is satisfied that the projects 
listed in Summary Report # 5 for the Province of Manitoba do not require 
TB approval. 


Background 


The PRP reviewed the projects in the Summary Report # 5 for the Province of 
Manitoba as well as the draft briefing note to the Minister and verified that the 
attestation on the incrementality of the project lists has been provided. 


Assessment 


Assessment of TB Approval Requirement 


this review stage of the projects, the PRP has reviewed the materials against the 
exceptions and confirms that TB approval is not required. However, if during the 
implementation of a project it becomes apparent that an exception or an 

exemption has been triggered, then PRP would be advised that a TB submission 


is required. 
Assessment Against Policy Criteria 
The PRP reviewed the projects in Summary Report # 5 and is satisfied that the 


projects meet all applicable genes of government policy on the 
parameters of the program. 


“12 


Canada 


Processed under the provisions of the Access to Information Act/ Page 178 of 277 
Révisé en vertu de la Loi sur l'accés à l'information 


ATIA -19(1) 


Under the Terms and Conditions of the program, the Province of Manitoba is 
expected to be in compliance with semi-annual progress reporting requirements. 
The Province of Manitoba expects to meet this requirement by March 31, 2018. 
Until then, Infrastructure Canada is managing the risk by ensuring that additional 
information on projects is received, when required by Infrastructure Canada. 


Assessment of Chief Financial Officer (CFO) Accountabilities 

Based on the Summary Report, the PRP Secretariat confirms that the projects: 
¥ conform to government policy on the parameters of the program; 

v conform to Treasury Board policy; and, 

y conform with the terms and conditions of the program. 


Recommendation 


The PRP recommends that you support the recommendations in the 
Memorandum to the Minister. 


MAR 0 1 2018 


pg Boileau, Chair — PRP 
stant Deputy Minister 
Corporate Services and CFO 


Date: 


| Angus Hôwieson 
| Assistant Deputy Minister Director General IM/IT and 
| Policy and Results Chief Information Officer 


Prepared by: 


elene Payette 
Secretary to the PRP Secretariat 
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Infrastructure PROTECTED B 
Canada 


BRIEFING NOTE TO THE MINISTER 


CANADA-MANITOBA CLEAN WATER AND WASTEWATER FUND 
PROJECT SUMMARY REPORT #7 


(For Signature) 


ISSUE 


e The purpose of this note is to seek your approval of the Clean Water and Wastewater Fund 
(CWWF) Project Summary Report #7 (Annex A), which includes eight requests for 
extensions into Year 3 of the program. 


BACKGROUND 


e The CWWF will help accelerate short-term investments, while supporting the rehabilitation 
of water, wastewater and storm water infrastructure, and the planning and design of future 
facilities and upgrades to existing systems. Projects approved under the CWWF will 
improve the reliability of drinking water, wastewater and storm water systems and help 
municipalities fund plans and designs aimed at meeting wastewater regulations. 


CONSIDERATIONS 


e The CWWF Bilateral Agreement (the Agreement) between Canada and Manitoba was 
signed on July 25, 2016. 


e As per Section 8 of the Agreement, Manitoba has submitted CWWF Project List #7, which 
includes eight requests for extensions into Year 3 of the program (April 1, 2018 to 
March 31, 2019). Based on the information submitted by Manitoba, Infrastructure Canada 
(INFC) confirms that the projects are eligible under the CWWF terms and conditions. As part 
of the project submission process, Manitoba was required to attest to the accuracy of all 
information and to the incrementality of all projects. 


e The modifications submitted do not affect eligible project costs, federal funding or any 
aspect of the projects aside from forecasted start and end dates. 


e All eight projects contained in Project Summary Report #7 will not be completed in the 
program timeframe (i.e. before March 31, 2018). Manitoba has requested that an exemption 
be made for these projects and has demonstrated the need for costs to be incurred after 
March 31, 2018. Under Section 11 (“Ineligible Costs”) of the program’s terms and conditions, 
you have the flexibility to allow eligible costs to be incurred after March 31, 2018, should 
there be a demonstrated need. . 
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e An extension to the program was approved on December 12, 2017. Projects now have the 
flexibility for incurring eligible costs up to March 31, 2020, provided that Manitoba fulfills all 
current reporting requirements, and provides updated, attested date reports by 
March 31, 2018. Manitoba currently has some outstanding reporting requirements. INFC is 
working in collaboration with Manitoba to ensure that these are met before March 31, 2018. 


e Inline with the terms and conditions of the program, Manitoba has provided INFC with 
progress reports which included updated project start and end dates. The updated dates are 
used in this Project Summary Report as the baseline dates for modified projects. 


e INFC officials confirm that the projects are within your delegated authority and that Treasury 
Board approval is not required. Accordingly, they support the proposed recommendation 
that you sign the CWWF Project Summary Report #7 to extend the forecasted end dates of 
the eight projects. 


e Based on the information supplied by Manitoba, the projects do not appear to have any 
environmental assessment requirements for which there is a federal responsibility. In 
addition, there is no legal obligation to consult with Aboriginal groups under section 35 of the 
Constitution Act, 1982 for any of the projects. 


RECOMMENDATIONS 


e tis recommended that you indicate your approval by signing Manitoba’s CWWF Project 
Summary Report #7 (Annex A), along with the accompanying cover letter to your provincial 
counterpart (Annex B). 


e It is recommended that you provide flexibility to Manitoba to allow for eligible costs to be 
incurred after March 31, 2018 for the eight projects with end dates past March 31, 2018, 
subject to the following conditions: the federal government will only reimburse eligible costs 
incurred up to March 31, 2019, and to a maximum of 40 percent ($38, 100,313) of 
Manitoba’s CWWVF allocation. 


Kelly Gillis 
Deputy Minister 
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i sa | approve. ____ | do not approve. ____ For discussion. 
IA MAR 2 7 2018 
Amarjeet Sohi, P.C., M.P. Date 


Minister of Infrastructure and Communities 


Attachments: 


Annex A — Manitoba’s CWWF Project Summary Report #7 
Annex B — Cover Letter 
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Manitoba CWWP 
Summary Report #7 
Time extension requests to Year 3 Tor previously approved 


The project Involves the design of a regional wastewater 
treatment system, 


Rationale: 

Manitoba Eny rowal och recently notifi 
the RM of Stanley that the sewer component of the regional, 
design protect renbires a Heritage Resource Impact 
nextenslon te August 10, 2018 is required jn order € 
complete the assessment under appropriate grourid 


étions, 


0014 = Winkler, city of 


Wastewater 


The Elie sewage lagoon is in need of repairs to the secondary 
cell due ta erosion. A recent study had identified that this 
issue needs to be addressed to prevent further erosion and to 
extend the life of the cell. 


ftatlonsle for Extension: 

1 h loved substantis ante and th 
fageon is operational: however, the contractor was unable to 
complete the remaining seasonal remediation work around 
the lassen and deficiency wark under freezing ground. 
conditions, An atencion to March 31, 2019 Is required in 


arder to complete the remaining works underaporopriate 
around conditions, 


Cartier, Rural Elfe Lagoon RipRap 


009 
a Municipality of Upgrade 
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Wastewater 


April 1, 2017 


Septamber 18, 2017 March 31, 2018 
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September 18, 2017 


$1,500,000,00 


$750,600,00 


$375,000,00 


$900,000.00 


$0.00 


$0.00 


LUD of Rapid City 
Wastewater 
Treatment Lagoon 


Ozkview, Rural 


193 Municipality of 


6th Ave Wastewater 
Fump Station 
Upgrade 


Water Treatment 
Brandon, City af [Plant Upgrade; 
Planning and Design 


1045 


The project involves undertaking a study and licencing process 


required far the Local Urban Development area of Rapid City 
Wastewater Treatment Lagoon, 
Ra tonsie: 
th ment study la exnlorins options fi LUD of 
“water Treats: which will 
ress © Lt ‘capa ire j 
address elated envi fal requ Lagoon 
sxpansion Is one option heing explored; however, Jand, 
adja à the ex | nis not owned by tho RM and -` 
Hations with thy | vi t URSUL ji 
which Is caysin; delays, nto Morch 34 
ulred in onder alt awajiahi emeni 


options a5 an alternative to expansion, and move forward 


h onmental act proposal 


Wastewater 


The upgrade to the 6th Ave Pumping Station will ensure 
reliable wastewater service for residents and will include full 
replacement of mechanical and electrical components; new 
exterior structural components as weil as upgrades tn 
monltoring and communication systems. 


Rationale for Extension: 


The Town of Swan River has experienced a delay dug to a 
required hyg fon, Mani Hydra Is the 


service provider in Manito! i ral be inspection, 
And the inspection was delayed by three woeks, which in 

ra delayed the General Co -trade from 
gompleting the work when originally scheduled. An 
extension to May 32, 2018 Is required in order for the sub- 


atractor to compote the remaining e (work, 


Wastewater 


This application is far the detailed design of an overall upgrade 
to the Clty of Brandon's Water Treatment Plant to address 
drinking water quality, 


Rationble for Extenglon: Water 


Dus to compisnitios in the planning and deelgn forthe Water 
Trestmont Plant Usords [Phase 1), the City of Brandon 


anveipatys gn extension to March 34, 2020 will be required to 
complote geotechnical wo: Has pilot tasting that mi 


puid, 
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dune 21, 2016 March 30, 2018 


July 26, 2027 March 30, 2018 


January 9, 2017 January 34, 2018 
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dune 21, 2017 


duly 26.2017 


November 30, 2017 


“Construction (new forecant’mctunt 


March 31, 2019 


May 33, 2038 


‘March 31, 2020 


$85,000.00 


51,050,000.00 


$3.238,260.00 


$42,500.00 


$500,000.00: $250,000.00 $250,000.00 


$1,619,130.00 $809,585,00 $809,565.00 


Phase Il of the Town of Snow Lake's Water and Sewer main 
renewal project. This project is addressing system reliability, 
possible cross-contamination from deteriorated sewer lines 
and water line breakage by installing approximately 1 km of 
water & sewerlines. 


Rationale for Extension; 
‘The Town of Snow Lake requires and extension to March 33, 


; nand to allow sufficient 


Water and Sewer 020 d ed wi 


Line Renewal: Phase 
(L 


pin th 2 fore paving will 


be datayed unii June or July of 2019 and, consententiv. 
completion of the project will be delayed. 


time for the ground to settle. Excavation and béckff would 


Construction (previous forecast) -< 


Water 


Construction of a new Chemical Building at the Clty of Brandon 
Water Treatment Plant will modernized the production, 
storage, Unfoading and contalnment of chemicals required in 
the treatment processes. The intent is to replace the current 
disinfection system, centralize ancillary chemical systems, and 
add orthophosphate dosing to bring the finished drinking water 
into compliance with the Canadian guidelines and Provincial 
regulations, The new building and process systems would aiso 
provide a safer environment with the facility and within the 
community by moving away from the current chlorine gas 
based disinfection system. 


Brandan, City of {Chemical Building [Rationale for Extension: 
The a wed Phase 1 Wi treatment Pian 


online and Design pro) WAV AOA 
Chemica! Bulldog component, This component mist be 
completed before Phase 2 (Chemical Bullding) construction 


n begin. An nsion to Mai requ 
order to finalize desiga-and complete construction of the 


chemical building, 
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October 1, 2015 October 29, 2017 


August 1, 2017 March 31, 201¢ 


1, 2018 


May 33, 2018 
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March 31, 2020 


$2,750,000,00) 


$4,461,740.00 


The project includes the complete planning, design, preparaty 
capital work and construction of new water supoly wells, raw 

water storage, traatment, Iron removal, treated water storage, 
pumping and ntonitorihg system inf\astructureé, 


Ratlonale for Extension: 


The Clty of Steinbach wer nor able to move ahead with the 


nil sous À ve telved on August 2, 2017 
to cancel CWWE:068 [design] end combine this project with 
CAE 1081 ital const is scheduled ta 
: [supplemental Water [bear design in February 2018, and due to the recent Council 
1081 Steinbach, City of Supply System saproval te move forward with hoth the design component Water 


ang capital construction component, an extension to March 
32,2020 le required in order to finalite project cashflow 


Lay: ructio 


Minister of infrastructure and Communilies 


MAR 2 7 2018 


Date 
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$£5,375,000.90 


Ministre de I’Infrastructure 
et des Collectivités 


Minister of Infrastructure | 
and Communities 


Ottawa, Canada K1P 0B6 


The Honourable Jeff Wharton, M.L.A. 
Minister of Municipal Relations 
Government of Manitoba 

Room 317, Legislative Building 
Winnipeg, Manitoba R3C 0V8 


MAR 2 7 2018 


Dear Minister: 


I am pleased to write to you regarding the approval of Project Summary Report #7 under 
the Canada—Manitoba Clean Water and Wastewater Fund. 


Enclosed is a signed copy of Project Sammary Report #7, providing federal approval for 
eight project extensions into Year 3 as submitted by Manitoba. For the eight projects with 
end dates past March 31, 2018, the federal government will only reimburse eligible costs 
incurred up to March 31, 2019 and to a maximum of 40 percent ($38,100,313) of the 
provincial allocation under the Clean Water and Wastewater Fund. 


During the last months, I have heard the provinces’ and territories’ concerns related to the 
program’s timeline. As you are aware, an extension to the program has been approved and 
projects now have the flexibility for incurring eligible costs up to March 31, 2020. Please 
note that this extension is conditional on Manitoba meeting all current reporting 
requirements by March 31, 2018, as weil as providing reports indicating updated project 
completion dates. | 


I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the Clean Water and Wastewater Fund in 
Manitoba. I look forward to working with you as we continue to implement this program 
for the benefit of all Canadians. 


Yours sincerely, 
Amarjeet Sohi, P.C., M.P. 
Enclosure 


Canada 
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ATIA-14(a) 


ATIA - 21(1)(a) 
Canada PROTECTED B 


infrastructure 


BRIEFING NOTE TO THE MINISTER 


MODIFICATION TO MANITOBA’S PUBLIC TRANSIT ALLOCATION 


UNDER THE INTEGRATED BILATERAL AGREEMENT 
EL BILATERAL AGREEMENT 


(For Signature) 
ISSUE 


e To seek your approval to pool the public transit allocation of Manitoba’s 65 rural public 
transit systems under the Integrated Bilateral Agreement (IBA). 


HIGHLIGHTS/KEY CONSIDERATIONS 


1. Under the current breakdown of Manitoba's public transit stream allocation, Manitoba has 
65 Rural Municipalities (RM) that have been identified as having a not-for-profit public transit 
system. The allocation for each of the 65 communities is minuscule due to the small 
population, and, based on the ridership, 24 would receive less than $5,000 in federal 
funding. Manitoba has indicated that these amounts are not enough for these communities 
to undertake projects that would meet the outcomes of the Investing in Canada 
Infrastructure Program (ICIP). 


2. Manitoba is proposing instead that the $1,533,309 allocated to these 65 RMs be pooled to 
create a merit- and application-based intake process. Through this process established by 
Manitoba, communities could apply for funding that would support the outcomes of the ICIP. 


KEY BACKGROUND 


e The ICIP terms and conditions outline the method to determine base transit allocations, 

placing emphasis on ridership numbers from 2015. This method differs significantly from 
Phase 1 transit funding, which provided a base amount of fundin j i 
remaining funds based on 2014 rid 


e The ICIP terms and conditions allow for this pooling of funds, under section 7, Method to 
Determine Amount of Contribution, which states: “provinces may pool federal funding 
allocations to strike a balance between the needs of regional and municipal transit systems, 
Subject to the approval of the Minister of Infrastructure and Communities.” Manitoba’s 
position is that without this pool of funds, they will be unable to meet the needs of their 
municipal transit systems. 


ns oY sie 
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RECOMMENDATION/NEXT STEPS 
SE PA HUNINEAT STEPS 


e Itis recommended that you approve Manitoba’s request to pool $1.5 million for the 65 RMs. 


e = This will provide flexibility to the province to choose w 


here the $1.5 million for the 65 RMs 


would be best spent, based Upon municipal applications, and gives Manitoba the ability to 


meet the outcomes of the Programs. 


e it also aligns with the key messages for ICIP, including supporting the growth of public 
transit, and supporting the unique needs of rural and northern communities. 


Kelly Gillis 
Deputy Minister 
Infrastructure and Communities 


SOR Tae 


Date 


er | 


____l'approve. ____ l do not approve. ____ For discussion. 
\ . | MAY 0 1 2018 
l i | 
| Amarjeet Sohi, P.C. MP. Date 
Minister of Infrastructure and Communities | 
2 
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il ute | infrastructure PROTECTED B 
Canada 


BRIEFING NOTE TO THE MINISTER 


CANADA-MANITOBA 
INVESTING IN CANADA INFRASTRUCTURE PROGRAM 
INTEGRATED BILATERAL AGREEMENT 


(For Signature) 


ISSUE 


e The purpose of this note is to seek your approval of the Canada — Manitoba Integrated 
Bilateral Agreement for the Investing in Canada Infrastructure Program (ICIP) (Annex A). 


BACKGROUND 


e The ICIP will help to invest in public transit infrastructure, community, culture, and 
recreation infrastructure, green infrastructure, and infrastructure in rural and northern 
communities. | 


CONSIDERATIONS 


+ The Canada — Manitoba Investing in Canada Infrastructure Program Integrated Bilateral 
Agreement (“the Agreement”) for the implementation of the program has been concluded 
and is ready for your signature. The Agreement will be signed in counterpart and will 
come into effect as of the date of the last signature. 


e This Agreement reflects the ICIP terms and conditions and the Treasury Board Policy on 
Transfer Payments. 


e The Agreement provides Manitoba the flexibility to apply the 33 percent provincial cost 
share requirement across approved projects in all four streams over the life of the 
Agreement, as opposed to a project-by-project basis. 


+ The Agreement provides Manitoba the flexibility to transfer funding from the Public 
Transit stream to the Green Infrastructure — Climate Change Mitigation sub-stream, after 
a period of three years. 


Processed under the provisions of the Access to Information Act/ Page 190 of 277 
Révisé en vertu de la Loi sur l'accés à l'information 


ATIA - 23 


PROTECTED B 


e The Agreement includes Brevis one in regards to the obligations of the parties and the 
governance and procedures proposed for the delivery of the ICIP through the 
Agreement. 


de 


e Once the Agreement is signed and dated by the Government of Canada and the 
Government of the Manitoba, you will have the authority to approve projects within your 
delegation and make announcements under this Agreement. 


RECOMMENDATION 


e tis recommended that you indicate your approval by signing and dating the briefing 
note, two copies of the Integrated Bilateral Agreement (Annex A) and the accompanying 
cover letter to your provincial counterpart (Annex C). 


e INFC officials will coordinate with Manitoba officials to secure the necessary approval 
from the Manitoba Minister of Infrastructure and to organize a communications event. 


Kelly Gillis 
| Députy Minister 


| Infrastructure and Communities 


SSSI GLA RIESANA RS a a a SI RST CSS aa 
il 


VA | approve. ___|1 do not approve. __ For discussion. 


A. k JUN 0 4 2018 


Amarjeet Sohi, P.C., M.P. | Date 
_Minister of Infrastructure and Communities 


Attachments: 


Annex A — Canada — Manitoba Investing in Canada Infrastructure Program Integrated Bilateral 
Agreement 

Annex B - Deviation Table 

Annex C — Cover Letter 
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CANADA — MANITOBA 


INTEGRATED BILATERAL AGREEMENT FOR THE 
INVESTING IN CANADA INFRASTRUCTURE PROGRAM 


This Agreement is made as of the date of last signature 


- BETWEEN: HER MAJESTY THE QUEEN IN RIGHT OF CANADA, as represented by 
the Minister of Infrastructure, Communities and intergovernmental Affairs 
(“Canada”) 
AND: HER MAJESTY THE QUEEN IN RIGHT OF MANITOBA, as represented 


by the Minister of Municipal Relations. (“Manitoba”) 


individually referred to as a “Party” and collectively referred to as the “Parties”. 


WHEREAS the Government of Canada announced in Budget 2016 and Budget 2017 
over $180 billion for the Investing in Canada Plan to support sustainable and inclusive 
communities, while driving economic growth; 


WHEREAS the Minister of Infrastructure, Communities and Intergovernmental Affairs is 
responsible for the Investing in Canada Infrastructure Program and wishes to provide 
financial support to Manitoba for Projects under this Agreement: 


WHEREAS the Government of Canada proposes to deliver up to a maximum of 

$1,472,076, 154 to Manitoba in four key areas: public transit; green infrastructure; 

community, culture and recreation infrastructure; and rural and northern communities 
ae infrastructure: 


WHEREAS Manitoba will establish a local consultative committee, referred to as the 
Manitoba Local Consultative Committee (MBLCC). The MBLCC will consist of 
representatives from the Association of Manitoba Municipalities, Northern Association of 
Community Councils and Manitoba Indigenous Relations. When requested by 
Manitoba, the MBLCC will review project applications and provide advice to the 
Oversight Committee Manitoba Co-Chair; 


AND WHEREAS the Government of Canada has made a commitment to renewing the 
relationship between Canada and Indigenous peoples based on recognition of rights, 
respect, co-operation and partnership, where ali mandate letters from the Prime Minister 
highlight the Government of Canada’s commitment to a renewed, nation-to-nation 
relationship with Indigenous peoples. 

Ÿ 


w 


NOW THEREFORE, the Parties agree as follows: 


1. INTERPRETATION 


1.1 DEFINITIONS 


in addition to the terms and conditions defined in the recitals and elsewhere in this 
Agreement, a capitalized term has the meaning given to it in this section. 


“Administrative Expenses” means costs Incurred by Manitoba related to implementing 
this Agreement, including costs for incremental staff needed to deliver the Program, 
conduct Program intakes, review project applications, announce Projects, install 
signage, develop the Manitoba infrastructure plan, develop information technology 
systems and undertake reporting. 


“Agreement” means this integrated bilateral agreement and all its schedules, as may 
be amended from time to time. | 


“Agreement End Date” means March 315, 2028, 
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“Asset” means any real or personal property, or immovable or movable asset, acquired, 
purchased, constructed, rehabilitated or improved, in whole or in part, with contribution 
funding provided by Canada under the terms and conditions of this Agreement. 


“Asset Disposal Period” means the perioc ending five (5) years after a Project is 
Substantially Completed. 


“Communications Activity” or “Communications Activities” means, but is not 
limited to, public or media events or ceremonies including key milestone events, news 
releases, reports, web and social media products or postings, blogs, news conferences, 
public notices, physical and digital signs, publications, success stories and vignettes, 
photos, videos, multi-media content, advertising campaigns, awareness campaigns, 
editorials, multi-media products and all related communication materials under this 
Agreement. 


“Contract” means an agreement between an Ultimate Recipient and a Third Party 
whereby the latter agrees to supply a product or service to a Project in return for 
financial consideration. 


“Eligible Expenditures” mean those costs Incurred and eligible for payment by Canada 
as set out in section A.1 c) (Eligible Expenditures) of Schedule A. 


“Fiscal Year” means the period beginning on April 1% of a calendar year and ending on 
March 31* of the following calendar year. 


“Incurred” means an event or transaction Fas zaken place for which an obligation to pay 
exists, even if an invoice has not been received, such that the underlying evidence 
indicates there is little or no discretion to avcid the obligation. The value of the obligation 
is to be calculated in accordance with recognized Canadian accounting standards. 


“infrastructure Recipient Information System” (“IRIS”) means an online portal and 
case management tool developed by Canada te support section 17 (Information 
Management). 


“Joint Communications” means events, news releases, and signage that relate to this 
Agreement and are collaboratively developed and approved by Canada, Manitoba and, 
where applicable, the Ultimate Recipient, and are not operational in nature. 


“Oversight Committee” means the committeeis) established in accordance with 
section 7 (Oversight Committee). 


“Person” means, without limitation, a person, Manitoba, an Ultimate Recipient, a Third 
Party, a corporation, or any other legal entity, and their officers, servants, employees or 
agents. 


“Program” means the Investing in Canada Infrastructure Program as set out in this 
Agreement. 


“Project(s)” means one or more projects submitted by Manitoba and approved by 
Canada pursuant to section 9 (Project Submiss on, Approval and Changes) and 
governed by this Agreement. 


“Rural Households” means individual dweilings located in communities with a 
population of under 30,000 people as defined by the 2016 Census. 


“Substantial Completion” or “Substantially Completed” means, when referring to a 
Project, that the Project can be used for the purpose for which it was intended. 


“Third Party” means any person or legal entity. other than a Party or Ultimate 
Recipient, who participates in the implementation of a Project by means of a Contract. 


“Total Financial Assistance” means total Project funding from all sources including, 
but not limited to, funding from federal, provincial, territorial, municipal, regional, band 
council, and Indigenous government sources; private sources; and in-kind contributions. 
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“Ultimate Recipient” means an entity identified under section A.1 a) (Ultimate 
Recipients) of Schedule A that is eligible to receive contribution funding for a Project 
under this Agreement. 


“Ultimate Recipient Agreement” means an agreement between Manitoba and an 
Ultimate Recipient for a Project under this Agreement. 


1.2 ENTIRE AGREEMENT 


This Agreement comprises the entire agreement between the Parties in relation to the 
subject of the Agreement. No prior documert, negotiation, provision, undertaking or 
agreement has legal effect, unless incorporated by reference into this Agreement. No 
representation or warranty express, implied or ctherwise, is made by Canada to 
Manitoba except as expressly set out in this Agreement. 


1,3 DURATION OF AGREEMENT 


This Agreement will be effective as of the date cf last signature of this Agreement and 
will terminate on the Agreement End Date, subject to early termination in accordance 
with this Agreement. 


1.4 SCHEDULES 
The following schedules are attached to and form part of this Agreement: 
Schedule A — Program Details 
Schedule B - Communications Protoco! 
Schedule C — Targets 


2. PURPOSE OF THE AGREEMENT 


The purpose of this Agreement is to establish the terms and conditions whereby Canada 
will provide contribution funding to Manitoba for Projects and Administrative Expenses. 


3. COMMITMENTS BY CANADA 


a) Canada agrees to provide contribution funding to Manitoba under the public transit 
stream of the Program in a total amount not to exceed five hundred forty-six million 
one hundred thirty-nine thousand eight hundred forty dollars ($546, 139,840) to be 
paid in accordance with Schedules A.1 (General Program Requirements) and A.2 
(Public Transit). 


b) Canada agrees to provide contribution funding to Manitoba under the green 
infrastructure stream of the Program in a total amount not to exceed four hundred 
fifty-one million seven hundred ninety thousand, five hundred sixty-eight dollars 
($451 ,790,568) to be paid in accordance with Schedules A.1 (General Program 
Requirements) and A.3 (Green Infrastructure). 


c) Canada agrees to provide contribution funding to Manitoba under the community, 
culture and recreation infrastructure stream of the Program in a total amount not to 
exceed sixty-one million three hundred twenty-six thousand, seven hundred thirty- 
two dollars ($61,326,732) to be paid in accordance with Schedules A.1 (General 
Program Requirements) and A.4 (Community, Culture and Recreation infrastructure). 


d) Canada agrees to provide contribution funding to Manitoba under the rural and 
northern communities infrastructure stream of the Program in a total amount not to 
exceed one hundred twelve million eight hundred nineteen thousand fourteen dollars 
($112,819,014) to be paid in accordance witn Schedules A.1 (General Program 
Requirements) and A.5 (Rural and Northern Communities Infrastructure). 


e) Canada agrees to provide a portion of Canada’s total contribution funding identified 
in paragraphs a) through d) of this section to Manitoba for Administrative Expenses 
to be paid in accordance with section 16 (Administrative Expenses). 


f) Canada agrees to consider requests from Manitoba to transfer contribution funding 
under the public transit stream to the green nfrastructure stream, specifically the 


Processed under the provisions of the Access to Information Act/ Page 194 of 277 
Révisé en vertu de la Loi sur l'accés a l'information 


climate change mitigation sub-stream as described in section A.3 a) (Green 
Infrastructure) after March 31st, 2021. 


g) The Parties acknowledge that Canada’s rote in a Project is limited to making a 
financial contribution to Manitoba for that Project and that Canada will have no 
involvement in the implementation of that Project or its operation. Canada is neither 
a decision-maker nor an administrator of a Project. 


4. COMMITMENTS BY MANITOBA 


a) Manitoba will be responsible for the complete, diligent, and timely implementation of 
this Agreement, within the funding limits anc deadlines specified in this Agreement 
and in accordance with the terms and canditions of this Agreement. 


b) Unless Manitoba is the Ultimate Recipient, Manitoba will enter into an Ultimate 
Recipient Agreement with each Ultimate Recipient and ensure that Ultimate 
Recipient Agreements are consistent with, but are no less favourable to Canada than 

‘the relevant provisions of this Agreement. Where Manitoba is an Ultimate Recipient, 
Manitoba will be subject to all terms and conditions set out in this Agreement. 


c) Manitoba will ensure that when Manitoba is the Ultimate Recipient, Projects are 
Substantially Completed by October 31% 2027. When Manitoba is not the Ultimate 
Recipient, Manitoba will include provisions in the Ultimate Recipient Agreement to 
ensure that all Projects are Substantially Completed by October 315%! 2027. 


d) Manitoba acknowledges that Canada will not be financially responsible for any 
ineligible expenditures or cost overruns for a Project. 


e) Manitoba will be responsible for any costs associated with a withdrawn or cancelled 
Project, and subject to subsection (ii) below, will repay to Canada any and all 
disallowed costs, surpluses, unexpended contributions, and overpayments made 
under and according to the terms and conditions of this Agreement. 


i. Should a Project be withdrawn or cancelled, Manitoba will require 
reimbursement of any federal funding paid to the Ultimate Recipient for that 
Project ("Paid Amount”). 


ii. Upon Canada’s written approval, any approved federal funding allocated for 
Eligible Expenditures for that Project, in addition to any amount of the Paid 
Amount that is recovered, will continue to be available to Manitoba to use 
towards another Project or a project to be approved under the terms and 
conditions of this Agreement. 


f) Manitoba will submit to Canada, no later than April 20th each Fiscal Year, the total 
amount of Eligible Expenditures Incurred by Ultimate Recipients on Projects in the 
previous Fiscal Year. 


g) Manitoba will include provisions in the Ultimate Recipient Agreement requiring the 
Ultimate Recipient to inform Manitoba immediately of any fact or event, of which the 
Ultimate Recipient is aware, that will compromise wholly, or in part, a Project. 
Manitoba will inform Canada immediately of any fact or event, of which Manitoba is 
aware, that will compromise wholly, or in part, a Project. 


h) Manitoba will include provisions in the Ultimate Recipient Agreement to ensure that 
the following climate lens assessments are completed to both Parties’ satisfaction 
and submitted to Canada prior to Canada’s approva! of a Project, unless otherwise 
required by Canada: 


i. A greenhouse gas emissions assessment that includes a cost-per-tonne 
calculation as required by Canada: 


a) for all projects that seek funding under the climate change mitigation 
sub-stream in Schedule A.3 (Green Infrastructure); and 

b) for all other projects with total estimated Eligible Expenditures of ten 
million dollars ($10,000,000) or more. 


ii. À climate change resilience assessment: 


a) for all projects that seek furding under the adaptation, resilience, and 
disaster mitigation sub-stream in Schedule A.3 (Green Infrastructure); 
and 
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b) for all other projects with to:al estimated Eligible Expenditures of ten 
million dollars ($10,000,000) or more. 


i) When Manitoba is the Ultimate Recipient, Manitoba will ensure that all Projects with 
total estimated Eligible Expenditures of ten million dollars ($10,000,000) or more, will 
report on community employment benefis provided to at least three (3) of the federal 
target groups (apprentices, Indigenous peoples, women, persons with disabilities, 
veterans, youth, new Canadians, or small- medium-sized enterprises and social 
enterprises). Canada will waive the community employment benefits reporting 
requirement at the request of Manitoba. Manitoba will provide Canada a rationale for 
not reporting on community employment benefits as described in this section, which 
will be made public by Canada. When Manitoba is not the Ultimate Recipient, 
Manitoba will include provisions in the Ultimate Recipient Agreement to require the 
Ultimate Recipient carry out the requiremen:s of com is empioyment benefits 
reporting, as outlined in this clause. 


j) Manitoba agrees to provide a total contribution for all Projects in each of the four 
streams (public transit, green infrastructure, community, culture and recreation 
infrastructure and rural and northern communities infrastructure) where the Ultimate 
Recipient is a municipal or regional government as described in section A.1 a) 
(Ultimate Recipients) of Schedule A that will be not less than 33.33% of the collective 
total Eligible Expenditures for all such Projects in each stream. 


k) Manitoba will allocate a minimum of nineteen million three hundred forty-two 
thousand seven hundred nineteen doilars ($19,342,719) from the community, culture 
and recreation infrastructure contributior funding allocation under paragraph c) of 
section 3 (Commitments by Canada) to Projects for the benefit of Indigenous 
peoples not living on reserve. 


I) Over the term of this Agreement, Manitoba will ensure that contribution funding 
received under this Agreement does not displace Manitoba infrastructure spending 
on each of the asset classes funded thrcugh the Program. 


m) Manitoba will require that contribution funding received under this Agreement does 
nat displace municipal spending on public transit. 


n) Manitoba will ensure that projects submitted for Canada’s approval represent to both 
Parties’ satisfaction a fair balance of municipal and provincial projects. 


o) Manitoba will ensure projects benefitting Indigenous peoples are considered for 
contribution funding under this Agreement. 


p) Manitoba will submit for Canada’s review and approval all projects to be considered 
for contribution funding under this Agreement by March 31%, 2025, 


q) Manitoba will comply with Schedule B and Manitoba will include provisions in the 
Ultimate Recipient Agreement that require the Ultimate Recipient to comply with 
Schedule B. 


5. APPROPRIATIONS 


a) Notwithstanding Canada’s obligation to make any payment under this Agreement, 
this obligation does not arise if, at the time when a payment under this Agreement 
becomes due, the Parliament of Canada has not passed an appropriation that is 
sufficient and constitutes lawful authority for making the payment. Canada may 
reduce or terminate any payment under this Agreement in response to the reduction 

-of appropriations or departmental funding levels in respect of transfer payments, the 
Program under which this Agreement was made or otherwise, as evidenced by any 
appropriation act or the federal Crown's nain or supplementary estimates 
expenditures. Canada will not be liable for any direct, indirect, consequential, 
exemplary or punitive damages, regardless of the form of action, whether in contract, 
tort or otherwise, arising from any such reduction or termination of funding. 


b) Canada acknowledges that any contribution to a Project by Manitoba is subject to an 
appropriation by the Manitoba Legislature. 


6. FISCAL YEAR BUDGETING 


a) The amount of contribution funding payable by Canada each Fiscal Year is set out in 
sections A.2 b) i, A.3 b) i, A.4 b) i and A.5 b) i of Schedule A (Program Details). 
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b} If the actual amount payable by Canada in respect of any Fiscal Year is less than the 
estimated maximum amounts in sections A.2 b) i, A.3 b) i, A.4 b} i and A.5 b) i of 
Schedule A (Program Details), Manitoba may request that Canada re-ailocate the 
difference between the two amounts to a suosequent Fiscal Year. Subject to 
section 5 (Appropriations), Canada agrees to make reasonable efforts to 
accommodate Manitoba's request. Manitoba acknowledges that requests for re- 
allocation of Canada's contribution funding to a Project will require appropriation 
adjustments or federal Crown approvals. 


c) In the event that any requested re-alloca:ion of Canada’s contribution funding to a 
Project is not approved, the amount of Canada’s contribution payable in accordance 
with section 3 (Commitments by Canada) may be reduced by the amount of the 
requested re-allocation. If the contribution payable by Canada in accordance with 
section 3 (Commitments by Canada) is so reduced, the Parties agree to review the 
effects of such reduction on the overall implementation of the Project and to adjust 
the terms and conditions of this Agreement as appropriate. 


7. OVERSIGHT COMMITTEE 


a) Within sixty (60) business days of the date of last signature of this Agreement, the 
Parties will establish an Oversight Committee co-chaired by representatives of 
Canada and Manitoba. The Oversight Committee which will meet semi-annually at a 
minimum, will: 


i. monitor compliance of the implementation of this Agreement with the terms 
and conditions of this Agreement 


ti. act as a forum to resolve potential issues and address concerns; 


iii. review and, as necessary, recommend to the Parties amendments to the 
Agreement; 


iv. monitor the implementation of Schedule B (Communications Protocol); 


v. approve and ensure audit plans are carried out as per this Agreement, 
including but not limited to section 18 (Audit); 


Vi monitor the implementation of the Manitoba infrastructure plan described in 
section 8 (Manitoba Infrastructure Plan) and progress towards achieving the 
targets outlined in Schedule C (Targets); 


vii. monitor Project risk and mitigation measures: and 


vill, | attend to any other function required by this Agreement or as mutually 
directed by the Parties. 


b) Manitoba will communicate to Ultimate Recipients any deficiencies and/or corrective 
actions identified by Canada or by the Oversight Committee. 


8. MANITOBA INFRASTRUCTURE PLAN 


a) Manitoba will submit to Canada by September 30", 2018 and will update and re- 
submit to Canada annually by May 31% an infrastructure plan, to both Parties’ 
satisfaction that includes: 


i. A section that describes Manitoba’s approach and priorities for the Program, 
including, but not limited to Manitoba’s plans for achieving the targets outlined 
in Schedule C (Targets), Manitoba's approach for meeting the commitments 
in section 4 (Commitments by Manitoba) to ensure that a fair balance of 
municipal and provincial projects are submitted for Canada’s approval and 
that projects supporting Indigenous peoples are considered for contribution 
funding under this Agreement and Manitoba’s aspirational targets for 
community employment benefits provided to federal target groups 
(apprentices, Indigenous peoples, women, persons with disabilities, veterans, 
youth, new Canadians, or small-mecium-sized enterprises and social 
enterprises); ` 


ü. A section identifying projects that Manitoba intends to submit for approval by 
Canada for contribution funding under this Agreement, including projects that 
are ready. to be submitted to Canada or that Manitoba may submit to Canada 
in the future; and 
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ii, For all updated infrastructure plans, information on ARTE! in the 
previous Fiscal Year. 


b) Manitoba may update the information required under paragraph a) ii) in this section 
at any time. 


c) All infrastructure plans submitted to Canada will cover a minimum period of the 
current Fiscal Year and the next two (2) “iscal Years, up to the Agreement End Date. 


d) All infrastructure plans will include an attestation in a format acceptable to Canada 
from a delegated official from Manitoba that: 


i, Contribution funding received from Canada under this Agreement will not 
displace Manitoba infrastructure spending on each of the asset classes 
funded through the Program in accordance with paragraph |) in section 4 
{Commitments by Manitoba): 


i. Based on information provided by municipalities, contribution funding. 
received under this agreement will not displace municipal spending on public 
transit in accordance with paragraph m) in section 4 (Commitments by 
Manitoba). 


e) Manitoba will provide, at Canada’s request and to both Parties’ satisfaction, 
additional information related to any Manitoba infrastructure plan. 


f} The submission of any Manitoba infrastructure plan to both Parties’ satisfaction does 
not constitute approval of projects by Canada under this Agreement and does not 
prohibit Manitoba from submitting projects far approval by Canada in accordance 
with section 9.1 (Project Submission and Approval) that are not included on a 
submitted infrastructure plan. 


PROJECT SUBMISSION, APPROVAL AND CHANGES 
9.1 PROJECT SUBMISSION AND APPROVAL 


a) Manitoba wiil identify and prioritize eligible projects through engagement with 
municipal and regional governments, and Indigenous peoples as described in 
section A.1 a) (Ultimate Recipients) of Schedule A. 


b} Manitoba will be responsible for identifying, prioritizing and submitting all eligible 
projects under this Agreement to Canada for approval. 


c) Manitoba will prioritize to both Parties’ satisfaction the submission of eligible projects 
for Canada’s approval that support the key actions that are identified as part of 
Manitoba’s commitments under the Pan-Canadian Framework on Clean Growth and 
Climate Change. 


d) Manitoba wiil provide all information required by Canada, to both Parties’ satisfaction 
for each project submitted by Manitoba for contribution funding under this 
Agreement, including but not limited to: 


i. when applicable, as determined by Canada, the target to which the project is 
aligned as outlined in Schedule C (Targets): 


il. expected results for community empioyment benefits for all projects to which 
the community employment benefit reporting requirement outlined in 
paragraph i) of section 4 (Commitments by Manitoba) applies; and 


il. when applicable, as determined by Canada, climate lens assessments. 


e) Manitoba will provide, at Canada’s request and to both Parties’ satisfaction, 
additional information related to projects submitted for approval. 


f} Manitoba’s submission of a project to Canada for approval is Manitoba’s agreement 
that, once the Project is approved by Canada for contribution funding, the Project is 
governed by this Agreement. 


g) Canada’s approval of a Project for contribution funding under this Agreement is 
Canada’s agreement that the Project is governed by this Agreement. 


h) Canada will inform Manitoba in writing once Projects have been approved or 
rejected. 


i) For every Project, Canada will set a maximum on Canada’s contribution funding in 
dollars and as a percentage of total Eligible Expenditures as set out in Schedule A. 


) Manitoba will promptly inform Canada of any cancelied or withdrawn Projects. 
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9.2 CHANGES TO A PROJECT 


a) Manitoba agrees that changes to a Project will require Canada's approval, which 
may be subject to the terms and conditions of this Agreement. When seeking to 
make a change to a Project, Manitoba wili promptly submit updated Project 
information to both Parties’ satisfaction. 


b) Manitoba will provide, at Canada’s request and to both Parties’ satisfaction, 
additional information related to changes to a Project. 


10. FEDERAL REQUIREMENTS FOR PROJECTS 


In addition to the requirements for eligible Projects as set out in Schedule A (Program 
Details), eligible Projects must also meet the following requirements: 


a) A Project must meet or exceed any applicable energy efficiency standards for 
buildings outlined in the Pan-Canadian Framework on Clean Growth and Climate 
Change as at the date the Project was approved by Canada. 


b) A Project must meet or exceed the requirement of the highest published 
accessibility standard in a jurisdiction in addition to applicable provincial building 
codes and relevant municipal by-laws. 


11. ENVIRONMENTAL ASSESSMENT 


No site preparation, vegetation removal or construction will occur for a Project and 
Canada has no obligation to pay any Eligible Expenditures that are capital costs, as 
determined by Canada, until Canada is satisfied that the federal requirements under the 
Canadian Environmental Assessment Act, 2912 (CEAA, 2012), other applicable federal 
environmental assessment legislation that is or may came into force during the term of 
this Agreement, and other applicable agreements between Canada and Aboriginal 
groups are met and continue to be met. 


12. ABORIGINAL CONSULTATION 


No site preparation, vegetation removal or construction will occur for a Project and 
Canada has no obligation to pay any Eligible Expenditures that are capital costs, as 
determined by Canada, until Canada is satisfied that any legal duty to consult, and 
where appropriate, to accommodate Aboriginal groups or other federal consultation 
requirements, have been met and continues to be met. If required, Canada must be 
satisfied that for each Project: 


a) Aboriginal groups have been notified and, if applicable, consulted; 


b) If applicable, a summary of consultation or engagement activities has been provided, 
including a list of Aboriginal groups consulted, concerns raised, and how each of the 
concerns have been addressed, or if not addressed, an explanation as te why not; 


c) Accommodation measures, where appropriate, are being carried out by Manitoba or 
Ultimate Recipient and these costs may oe considered Eligible Expenditures; and 


d) Any other information has been provided that Canada may deem appropriate. 


13. AWARDING OF CONTRACTS 


a) When Manitoba is the Ultimate Recipiert, Manitoba will ensure that Contracts will be 
awarded in a way that is fair, transparent, competitive and consistent with value-for- 
money principles, or in a manner otherwise acceptable to Canada, and if applicabie, 
in accordance with the Canadian Free Trade Agreement and international trade 
agreements. When Manitoba is not the Ultimate Recipient Manitoba will include 
provisions in the Ultimate Recipient Agreement to ensure that Contracts will be 
awarded in a way that is fair, transparent, competitive and consistent with value-for- 
money principles, or in a manner otherwise acceptable to Canada, and if applicable, 
in accordance with the Canadian Free Trade Agreement and international trade 
agreements. 


b) If Canada determines that a Contract is awarded in a manner that is not in 
compliance with the foregoing, upon notification to Manitoba, Canada may consider 
the expenditures associated with the Contract to be ineligible. 
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14. REPORTING 


a) Manitoba will submit to Canada, no later than May 315 and November 30° each 
Fiscal Year, a Project progress report ta bo:h Parties’ satisfaction that includes all 
Projects except: 


i. Projects where an Ultimate Recipient is a community with a population of 
less than five thousand (5,000) people, which will be included in the Project 
progress report submitted to Canada, no later than November 30° each 
Fiscal Year. 


b) Each Project progress report will include an attestation in a format acceptable to 
Canada, from a delegated official that tre information in the report is accurate based 
on information provided by Ultimate Recipients. The Project progress report will 
include the following updated informatian for each Project: 


i. Canada's contribution funding to the Project by Fiscal Year; 
il. Construction start and end dates (forecasted/actual): 
iii, Progress tracker (e.g. percent completed); 
iv. Risks and mitigation strategies, as required; 


V. Confirmation that the Project is on track to achieve expected results, 
including results related to targets as per Schedule C (Targets), or if 
completed, confirmation of actua! results; and 


vi. Confirmation of installed Project signage, if applicable. 


c) Manitoba will report annually, no later than November 30*, through the Project 
progress report, or through existing provincial reporting frameworks, on expected 
and actual results related to community empioyment benefits for applicable Projects. 


d} Manitoba will complete all reporting requirements as defined under paragraphs a), 
b) and ¢) in this section for all Projects to both Parties’ satisfaction no later than 
December 315 2027. 


€) Manitoba agrees and will include provisions in the Ultimate Recipient Agreement to 
ensure that Canada may use the informaticn submitted by Manitoba under this 
section to publicly report on Program results. 


15. CLAIMS AND PAYMENTS 


15.1 CLAIMS AND PAYMENTS 


a) Manitoba will submit a claim to Canada covering Eligible Expenditures on a semi- 
annual basis at a minimum, to both Parties’ satisfaction. Each claim will include an 
attestation based on information provided by Ultimate Recipients in a format 
acceptable to Canada, from a delegated financial official, that Eligible Expenditures 
have been incurred in accordance with this Agreement and Manitoba is in 
compliance with progress reporting requirements as described in section 14 
(Reporting), 

b) Manitoba will submit a final claim to Canada covering Eligible Expenditures no later 
than December 31%, 2027 to both Parties’ satisfaction. 


c) Canada will make a payment to Manitoba pramptly upon review and acceptance of a 
claim, subject to the terms and conditions of this Agreement. 


15.2 PAYMENT CONDITIONS 
Canada will not: 
a) pay interest for failing to make a paymert under this Agreement; 


b) pay any capital costs for a Project until the requirements under section 11 
(Environmental Assessment) and section 12 (Aboriginal Consultation), if applicable, 
are, in Canada's opinion, satisfied to the extent possible at the date the claim is 
submitted to Canada; and 


¢) pay any claims until requirements to the data of the claim under section 8 (Manitoba 
Infrastructure Plan), section 14 (Reporting) are received and accepted by Canada, 
and any audit requirements in section 18 (Audit) and any requirements outlined in 
Schedule B (Communications Protocol) io the date of the claim are met. 
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15.3 PAYMENT DEADLINE 


a) Canada will make payments no later than March 31* of the year following the Fiscal 
Year in which the Eligible Expenditures were Incurred: 


b) Canada will make the final payment no later than March 315, 2028. 


15.4 RETENTION OF CONTRIBUTION | 


Canada will retain a maximum of five percent (5%) of its contribution funding under this 
Agreement. The amount retained by Canada will be released by Canada when: 


a) Manitoba fulfils all of its obligations under this Agreement; 


b) Manitoba submits an attestation based on information provided by Ultimate 
Recipients, from a delegated official and in a format acceptable to Canada, that ail 
Projects have been Substantially Completed and contribution funding under this 
Agreement has been spent on Eligible Expenditures; and 


c) the Parties jointly carry out a final reconciliation of all claims and payments in respect 
of this Agreement and make any required adjustments. 


16. ADMINISTRATIVE EXPENSES 


a) Manitoba may apply part of its allocation under this Agreement to Administrative 
Expenses as outlined in section A.1 c) (Eligible Expenditures) of Schedule A. 


b) Approved Administrative Expenses will ke determined by Canada based on the 
review and approval by Canada of a detailed business case, which must be 
submitted by Manitoba by September 30, 2018, or a revised business case, where 
required, which must be submitted by May 21 every third Fiscal Year thereafter. 


c) Manitoba will apply an equal percentage of contribution funding, as approved by 
Canada, from each stream as identified in paragraphs a) through d) of section 3 
(Commitments by Canada) to total Administ-ative Expenses. 


17. INFORMATION MANAGEMENT 


a) Manitoba will use IRIS, or another process designated by Canada, to fulfill the 
obligations of Manitoba under this Agreenent, including, but not limited to, the 
following: : 


i. section 8 (Manitoba Infrastructure Plan); 

ii. section 9 (Project Submission, Approval and Changes); 
ii. section 14 (Reporting); and 
iv. section 15 (Claims and Payments). 


18. AUDIT 


a) Manitoba agrees to inform Canada of any audit that has been conducted on the use 
of contribution funding under this Agreemen: at the Project or Program level, provide 
Canada with all relevant audit reports, and ensure that prompt and timely corrective 
action is taken in response to any audit findings and recommendations in 
accordance with Ultimate Recipient Agreements, as applicable. Manitoba wiil submit 
to Canada in writing as soon as possible, but no later than sixty (60) days following 
receiving it, a report on follow-up actions taken to address recommendations and 

. results of the audit. 


b) Canada wili develop an audit plan, as approved by the Oversight Committee that will 
include, at minimum, two (2) audits conducted by Canada over the term of this 
Agreement. Canada may undertake, at any <ime, any other audit in relation to this 
Agreement. All audits conducted by Canada will be at Canada’s expense. 


c) Manitoba will include provisions in the Ultimate Recipient Agreement to ensure that 
the Ultimate Recipient keeps proper and accurate financial accounts and records, 
including but not limited to its Contracts, invoices, statements, receipts, and vouchers 
in respect of the Project for at least six (6) years after Project completion. Manitoba 
will keep proper and accurate financial accounts and records, including, but not 
limited to, Ultimate Recipient Agreements, c aims and reports submitted by Ultimate 
Recipients for at least six (6) years after the Agreement End Date. 


10 


Processed under the provisions of the Access to Information Act/ Page 201 of 277 
Révisé en vertu de la Loi sur l'accés a l'information 


19. EVALUATION 


a) Manitoba agrees to participate in a review of the Program, to be completed by March 
31%, 2023, to assess Project achievements in comparison with the targets identified 
in Schedule C (Targets). 


b) In addition, Manitoba agrees to provide Projact-related information to Canada over 
the term of this Agreement and up to six (6) years after the Agreement End Date in 
order for Canada to conduct an evaluation of the performance of the Program. All 
evaluation results will be made available to the public, subject to all applicable laws 
and policy requirements. 


20. ACCESS 


When Manitoba is the Ultimate Recipient, Manitoba will ensure Canada and its 
designated representatives are provided with reasonable and timely access to Project 
sites, facilities, and any records, documentazion or information for the purposes of audit, 
inspection, monitoring, evaluation, and ensuring compliance with this Agreement. When 
Manitoba is not the Ultimate Recipient, Manitoba wiil include provisions in the Ultimate 
Recipient Agreement to ensure Canada and its designated representatives are provided 
with reasonable and timely access to Project sites, facilities, and any records, 
documentation or information for the purposes cf audit, inspection, monitoring, 
evaluation, and ensuring compliance with this Agreement. 


21. DISPUTE RESOLUTION 


a) The Parties will keep each other informed of any issue that could be contentious. 


b) If a contentious issue arises, the Oversight Committee will examine it and will, in 
good faith, attempt to resolve the contentious issue as soon as possible, and, in any 
event, within thirty (30) business days from the receipt of notice of such contentious 
issue. Where the Oversight Committee cannot agree on a resolution, the matter will 
be referred to the Parties for resolution. The Parties will provide a decision within 
ninety (90) business days from the date of referral to the Parties. 


c) Where the Parties cannot agree on a resolution, the Parties may explore any 
alternative dispute resolution mechanisms available to them to resolve the 
contentious issue. 


d) Any payments related to any contentious issue raised by either Party may be 
suspended by Canada together with the obligations related to such issue, pending 
resolution. 


e) The Parties agree that nothing in this section will affect, alter or modify the rights of 
Canada to terminate this Agreement. 


22. DEFAULT 
22.1 EVENTS OF DEFAULT 
The following event constitutes the “Event o? Default” under this Agreement: 
a) Manitoba has not complied with one or more of the terms and conditions of this 
Agreement. 
22.2 DECLARATION OF DEFAULT 
Canada may declare default if: 
a) The Event of Default occurs; 


b) Canada gives notice to Manitoba of the event, which in Canada’s opinion constitutes 
an Event of Default; and 


c) Manitoba has failed, within thirty (30) business days of receipt of the notice, either to 
remedy the Event of Default or to notify and demonstrate to the satisfaction of 
Canada that it has taken such steps as are necessary to remedy the Event of 
Default. 


22.3 REMEDIES ON DEFAULT 


In the event that Canada declares default under section 22.2 (Declaration of Defauit), 
Canada may exercise one or more of the followng remedies, without limiting any 
remedy available to it by law: 
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a) Suspend or terminate any obligation by Canada to contribute or continue to 
contribute funding to one or more Projec:s ar Administrative Expenses, including any 
obligation to pay an amount owing prior io the date of such suspension or 
termination; 


b) Suspend or terminate the approval of Projects; 


c) Require Manitoba to reimburse Canada all cr part of the contribution paid by Canada 
to Manitoba; or 


d) Terminate this Agreement. 


23. LIMITATION OF LIABILITY AND INDEMNIFICATION 


23.1 LIMITATION OF LIABILITY 


In no event will Canada, its officers, servants, employees or agents be held liable for any 
damages in contract, tort (including negligence) or otherwise, for: 


a) any injury to any Person, including, but not limited to, death, economic loss or 
infringement of rights; 


b) any damage to or loss or destruction of property of any Person; or 


c) any obligation of any Person, including, but not limited to, any obligation arising from 
a loan, capital lease or other long term obligation; 


in relation to this Agreement or each of the Projects. 
23.2 INDEMNIFICATION 


Manitoba will at all times indemnify and save harmless Canada, its officers, servants, 
employees or agents, from and against all actions, claims, demands, losses, costs, 
damages, suits or other proceedings, whether in contract, tort (including. negligence) or 
otherwise, by whomsoever brought or prosecuted in any manner based upon or 
occasioned by: 


a) any injury to any Person, including, but not limited to, death, economic loss or any 
infringement of rights; 


b) any damage to or loss or destruction of prorerty of any Person; or 


c) any obligation of any Person, including, but not limited to, any obligation arising from 
a loan, capital tease or other long term obligation 


in relation to this Agreement or any Project, except to the extent to which such actions, 
claims, demands, losses, costs, damages, Suits or other proceedings are caused by the 
negligence or breach of the Agreement by an officer, servant, employee or agent of 
Canada in the performance of his or her duties. 


24. ASSETS 


24.1 DISPOSAL OF ASSETS 


a) Unless otherwise agreed to by the Parties, when Manitoba is the Ultimate Recipient, 
Manitoba will ensure that Manitoba will maintain ongoing operations and will retain 
title to and ownership of an Asset for the Asset Disposal Period. When Manitoba is 
not the Ultimate Recipient, unless otherwise agreed to by the Parties, Manitoba will . 
include provisions in the Ultimate Recipient Agreement to ensure that the Ultimate 
Recipient will maintain ongoing operations and will retain title to and ownership of an 
Asset for the Asset Disposal Period. 


b} Manitoba will include provisions in the U:timate Recipient Agreement to ensure that if 
at any time within the Asset Disposal Period, an Ultimate Recipient sells, leases, or 
otherwise disposes of, directly or indirec:ly, any Asset purchased, acquired, 
constructed, rehabilitated or renovated, in whole or in part, under this Agreement, 
other than to Canada, Manitoba, a municipal or regional government as outlined in 
paragraph ii. a) of section A.1 a) (Ultimate Recipients) of Schedule A, or with 
Canada’s consent, Manitoba may be required to reimburse Canada, any federal 
funding received for the Project. If reimbursement is required, Manitoba will seek 
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reimbursement of any such amount from the Ultimate Recipient and Manitoba shall | 
pay this amount to Canada if requested. 


24.2 REVENUE FROM ASSETS 


The Parties acknowledge that Canada’s contribution to a Project is meant to accrue to 
the public benefit. Manitoba will include provisians in the Ultimate Recipient Agreement 
to require for-profit Ultimate Recipients as defined in paragraph ii. d) section A.1 a) 
(Ultimate Recipients) of Schedule A to notify Manitoba promptly if any Asset is used in 
such a way that in the Fiscal Year revenues are generated from it that exceed its 
Operating expenses. Manitoba wil! notify Canada in writing within ninety (90) business 
days of the end of a Fiscal Year, if it has received such a notification from a for-profit 
Ultimate Recipient as defined in paragraph ii. d) of section A.1 a) (Ultimate Recipients) 
of Schedule A. Canada may require Manitoba to immediately pay to Canada a portion of 
Canada's contribution to the Project calculated as the proportion of the excess revenue 
to the totai cost of the Asset. If reimbursement is required, Manitoba will seek 
reimbursement of any such amount from the Ultimate Recipient and Manitoba shall pay 
this amount to Canada if requested. This obligation will only apply during the Asset 
Disposal! Period. 


24.3 REPAYABLE CONTRIBUTIONS 


Where an Ultimate Recipient is a for-profit private sector body and that Ultimate 
Recipient receives contribution funding for the purpose of generating profits or increasing 
the vaiue of its business, Manitoba will include provisions in the Ultimate Recipient 
Agreement that: 


a) require that Ultimate Recipient to repay any contribution funding provided by Canada 
at Canada’s request; and 


b) set out the terms and conditions of repayment as determined by Canada at the time 
Canada approves a Project, including the time period during which repayment may 
be required. 


Manitoba shall pay any such contribution fundirg received from an Ultimate Recipient to 
Canada. Any amount owed to Canada under tris Agreement by Manitoba will constitute 
a debt due to the federal Crown, which Manitoba will reimburse Canada forthwith on 
demand. 


25. GENERAL 
25.1 ACCOUNTING PRINCIPLES 


All accounting terms will have the meanings assigned to them, all calculations will be 
made and all financial data to be submitted will be prepared, in accordance with the 
public sector accounting standards in effect in Canada. 


25.2 SURVIVAL 


The Parties’ rights and obligations, which by their nature, extend beyond the termination 
of this Agreement, will survive any termination cf this Agreement. 


25.3 CONFLICT OF INTEREST 


No current or former public servant or public office holder to whom any post- 
employment, ethics and conflict of interest legislation, guidelines, codes or policies of 
Canada applies will derive direct benefit from this Agreement unless the provision or 
receipt of such benefits is in compliance with such legislation, guidelines, policies or 
codes. Manitoba will promptly inform Canada should it become aware of the existence of 
any such situation. 


25.4 NO AGENCY, PARTNERSHIP, JOINT VENTURE, ETC. 


a) No provision of this Agreement and no action by the Parties will establish or be 
deemed to establish a partnership, joint venture, principal-agent relationship or 
employer-employee relationship in any way or for any purpose whatsoever between 
Canada and Manitoba, between Canada and an Ultimate Recipient or between 
Canada and a Third Party. 


b) Manitoba will not represent itself, including in any agreement with an Ultimate 
Recipient or Third Party, as a partner, employee or agent of Canada. 
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25.5 


25.6 


25.7 


25.8 


25.9 


25.10 


25.11 


25.12 


NO AUTHORITY TO REPRESENT 


Nothing in this Agreement is to be construed as authorizing any Person, including a 
Third Party, to contract for or to incur any obligation on behalf of Canada or to act as an 
agent for Canada. Manitoba will ensure that any Contract between Manitoba and any 
Third Party contains a provision to that effec:. Manitoba will include provisions in the 
Ultimate Recipient Agreement to ensure that any Contract between an Ultimate 
Recipient and a Third Party contains a provision to that effect. 


LOBBYIST 


Manitoba has not made and will not make a payment or other compensation to any 
individual required to be registered under the federal Lobbying Act that is, in whole or in 
part, contingent on the outcome of arranging a meeting between a public office holder 
and any other person, or communicating wita a public office holder in the awarding of 
any contribution funding or other financial benefit under this Agreement or negotiating, in 
whole or in part, any of the terms and conditions of this Agreement by or on behalf of 
Her Majesty in Right of Canada. 


COUNTERPART SIGNATURE 


This Agreement may be signed in counterpart, and the signed copies will, when 
attached, constitute an original agreement. 


SEVERABILITY 


lf for any reason a provision of this Agreement that is not a fundamental term of this 
Agreement between the Parties is found to be or becomes invalid or unenforceable, in 
whole or in part, and if both Parties agree, it will be deemed to be severable and will be 
deleted from this Agreement, but ali the other terms and conditions of this Agreement will 
continue to be valid and enforceable. 


ASSIGNMENT 


Manitoba will not transfer or assign its rights or obligations under this Agreement without 
the prior written consent of Canada. Any attempt by Manitoba to assign any of the rights, 
duties or obligations of this Agreement without Canada’s express written consent is void. 
Canada acknowledges that Manitoba entering into agreements with Ultimate Recipient 
shall not be considered a transfer or assignment of Manitoba’s rights or obligations for 
the purpose of this section. 


AMENDMENTS 
This Agreement may be amended from time to time on written agreement of the Parties. 
WAIVER 


A Party may waive any of its rights under this Agreement only in writing. Any tolerance or 
indulgence demonstrated by the Party will not constitute a waiver. 


NOTICE 


Any notice provided for under this Agreement may be delivered in person, sent by email, 
facsimile or mail, addressed to: 


for Canada: 


Assistant Deputy Minister 
Program Operations Branch 
Infrastructure Canada 

1100 - 180 Kent Street 
Ottawa, Ontario 

K1P 0B6 


or to such other address, email or facsimile number, or addressed to such other person 
as Canada may, from time to time, designate in writing to Manitoba; and 


for Manitoba: 


Assistant Deputy Minister 

Manitoba Strategic Infrastructure Secretariat 
1140 - 363 Broadway | 
Winnipeg, MB R3C 3N9 


or such other address, email or facsimile number, or addressed to such other person as 
Manitoba may, from time to time, designate in writing to Canada. 
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Such notice will be deemed to have been received, if sent by mail or email, when receipt 
is acknowledged by the other Party; by facsimile, when-transmitted and receipt is 
confirmed; and in person, when delivered. 


25.13 COMPLIANCE WITH LAWS. 


Manitoba will comply with and include provisions in the Ultimate Recipient Agreement to 
ensure that each Project complies with all statutes, regulations, and other applicable 
laws governing Manitoba, the Ultimate Recipient and all Projects under this Agreement, 
including all requirements of, and conditions imposed by, regulatory bodies having 
jurisdiction over the subject matter. 


25.14 GOVERNING LAW 
This Agreement is governed by the laws applicable in the Province of Manitoba. 
25.15 SUCCESSORS AND ASSIGNS 


This Agreement ts binding upon the Parties and their respective successors and 
assigns. 


SIGNATURES 


This Agreement has been executed on behalf of Canada by the Minister of 
Infrastructure, Communities and Intergovernmental Affairs and on behalf of Her Majesty 
the Queen in right of the Province of Manitoba by the Minister of Municipal Relations. 


HER MAJESTY THE QUEEN IN HER MAJESTY THE QUEEN IN 


RIGHT OF CANADA RIGHT OF THE PROVINCE OF 
MANITOBA 


ml Fed 
wn 


we at 7 ten, 
a 7 ha, 
i Poe Pal > a 
sf r w 
i k 4 
` Í 2 R Pai pl 


The Honourable Amarjeet Sohi “heonaurable Jeff Wharton Minister of 
Minister of Infrastructure, Municipal Relations 

Communities and 

Intergovernmental Affairs 


JUN O4 2018 JUN 1 1 2518 


Date Cate 
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SCHEDULE A - PROGRAM DETAILS 


A.1 General Program Requirements 
a) Ultimate Recipients 


i. Manitoba may be an Ultimate Recipient and may distribute Canada’s contribution 
funding to its own Projects, subject to the terms and conditions of this Agreement. 


ii, Manitoba may further distribute Canada’s ccntribution funding to the following Ultimate 
Recipients for Projects subject to the terms and conditions of this Agreement: 


a} A municipal or regional government established by or under provincial statute; 


b) A public sector body that is established by or under provincial statute or by 
regulation or is wholly-owned by Manitoba, or a municipal or regional 
government; 


c) When working in collaboration with a municipality, a public or not-for-profit 
institution that is directly or indirectly authorized, under the terms of provincial or 
federal statute, or royal charter, to deliver post-secondary courses or programs 
that lead to recognized and transferable post-secondary credentials; 


d) A private sector body, including for-profit organizations and not-for-profit 
organizations. In the case of for-proff organizations, they will need to work in 
collaboration with one or more of the entities referred to above or an Indigenous 
government listed below; and 


e) The following Indigenous Ultimate Recipients: 
i. A band council within the meaning of section 2 of the Indian Act, 


ii. A First Nation, Inuit or Métis government or authority established pursuant 
to a self-government agreement or a comprehensive land claim 
agreement between Her Majesty the Queen in Right of Canada and an 
Indigenous people of Canada, that has been approved, given effect and 
declared valid by federal legislation; 


it. A First Nation, inuit or Métis government that is established by or under 
legislation whether federal or provincial that incorporates a governance 
structure; and 


iv. A not-for-profit organization whose centrat mandate is to improve 
Indigenous outcomes, working in collaboration with one or more of the 
Indigenous entities referred to above, a municipality, or Manitoba. 
b) Eligible Projects 


Eligible Projects will support public infrastructure, defined as tangible capital assets primarily 
for public use and/or benefit. 
c} Eligible Expenditures 
- Eligible Expenditures will include the following: 


i. All costs considered by Canada to be direct and necessary for the successful 
implementation of an eligible Project, excluding those explicitly identified in section A.1 
e) (Ineligible Expenditures), and which may include capital costs, design and planning, 
and costs related to meeting specific Program requirements, including completing 
climate lens assessments as outlined in paragraph h) of section 4 (Commitments by 
Manitoba) and creating community employrrent benefit plans; 


iii Manitoba's Administrative Expenses as approved by Canada under section 16 
(Administrative Expenses); 


iti. The incremental costs of employees of an Ultimate Recipient may be included as 
Eligible Expenditures for a Project under the following conditions: 


a) The Ultimate Recipient is able to demonstrate that it is not economically feasible 
to tender a Contract; and 


b} The arrangement is approved in advance and in writing by Canada. 
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iv. Costs will only be eligible as of Project approval, except for costs associated with 
completing climate lens assessments as outlined in paragraph h) of section 4 
(Commitments by Manitoba), which are eligible before Project approval, but can only be 
paid if and when a Project is approved by Canada for contribution funding under this 
Agreement. 


d) Ineligible Projects 


Investments in health and education facilities are not eligible for contribution funding under 
this Agreement, except as otherwise specified section d) (Ineligible Projects) of Schedule 
A.4 (Community, Culture and Recreation Infrastructure) and sections c) (Eligible Project 
Outcomes) and d) (Ineligible Projects} of Schedule A.5 (Rural and Northern Communities 
Infrastructure). 


e) Ineligible Expenditures 
Ineligible expenditures for Projects will include the following: 


i, Costs Incurred before Project approval and any and all expenditures related to contracts 
signed prior to Project approval, except for expenditures associated with completing 
climate iens assessments as required under section 4 (Commitments by Manitoba); 


ii, All capital costs, including site preparation and construction costs, until Canada has 
confirmed that environmental assessment and Aboriginal consultation obligations as 
required under sections 11 (Environmental Assessment) and 12 (Aboriginal 
Consultation) have been met and continue to be met: 


iii. Costs Incurred for cancelled Projects; 
iv. Costs of relocating entire communities; 
v. Land acquisition; 


vi. Leasing land, buildings and other facilities; leasing equipment other than equipment 
directly related to the construction of the Prcject real estate fees and related costs; 


vii. Any overhead costs, including salaries and other employment benefits of any employees 
of the Ultimate Recipient, any direct or indirect operating or administrative costs of 
Ultimate Recipients, and more specifically any costs related to planning, engineering, 
architecture, supervision, management and other activities normally carried out by the 
Ultimate Recipient’s staff, except in accordance with paragraph iii. of section A.1 c} 
(Eligible Expenditures); 


vii. Financing charges, legal fees, and loan interest payments, including those related to 
easements (e.g. surveys); 


ix. Any goods and services costs which are received through donations or in kind; 


x. Provincial sales tax, goods and services tax, or harmonized sales tax for which the 
Ultimate Recipient is eligible for a rebate, and any other costs eligible for rebates; 


xi. Costs associated with operating expenses and regularly scheduled maintenance work; 
and 


xti. Cost related to furnishing and non-fixed assets which are not essential for the operation 
of the Asset/Project. 
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A.2 Public Transit 
a) Objective: 


The public transit stream will primarily build new urban transit networks and service 
extensions that will transform the way that Canadians live, move and work. 


b) Canada’s Contribution 
i, Fiscal Year Breakdown 
Canada’s total contribution funding for all Projects under the public transit stream will be 


allocated in accordance with the estimated maximum amounts in the Public Transit 
Fiscal Year Breakdown Table, as amended through administrative processes: 


Public Transit Fiscal Year Breakdown Table 


| Canada 
2018-2019 
2019-2020 
2020-2021 
| 2021-2022 
| 2022-2023 
2023-2024 
2024-2025 
| 2025-2026 
2026-2027 
2027-2028 
TOTAL 


$759,000 
$9,000,000 
$10,250,000 
$26,000,000 
$100,000,000 
$100,000,000 
$100,000,000 
$100,000,000 
$100,139,840 
$546, 139,840 


ii, Allocation to Ultimate Recipient 


a) Manitoba agrees to allocate Canada’s public transit stream contribution funding 
to each Ultimate Recipient based solely on ridership as set out in the Public 
Transit Sub-Allocation Table: 


Public Transit Sub-Allocation Table 


Uitimate Recipient Ridership 
Brandon [1,164,585 | 
Selkirk 
Thompson 
Flin Flon 28,403 

| 65 RMs from MDTP 2015 List | 142,248 


b) Subject to approval by Canada, and Manitoba confirming to Canada the 
agreement of the affected Ultimate Recipients, the Parties may amend the Public 
Transit Sub-Allocation Table in paragrach a) in this section, following the review 
described in paragraph a) of section 19 (Evaluation). Manitoba will re-allocate 
contribution funding to each Ultimate Recipient, as determined by Canada, in 
accordance with the amended Public Transit Sub-Allocation Table. Manitoba will 
ensure that any applicable Ultimate Recipient Agreements are amended to reflect 
these funding allocation changes. 


c) Manitoba agrees that a maximum of 15% of Canada’s public transit allocation 
amount under paragraph a) of section 3 (Commitments by Canada) may be paid 
to public transit rehabilitation Projects, unless otherwise approved by Canada. 


d) Subject to approval by Canada and Manitoba confirming to Canada the 
agreement of the affected Ultimate Recipients, Manitoba may combine the 
allocations of Ultimate Recipients based on the Public Transit Sub-Allocation 
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Table, as amended, to facilitate the irtegration of these Ultimate Recipients’ 
public transit systems. 


c) Eligible Project Outcomes 


Projects eligible for public transit stream contribution funding. under this Agreement must 
meet at least one of the outcomes in the Public Transit Outcomes Table. 


Public Transit Outcomes Table 


| Improved capacity of public transit infrastructure 


Improved quality and/or safety of existing or future transit systems 


Improved access to a public transit system 


-d} Ineligible Projects 


When a project meets an outcome in the Public Transit Outcomes Table, it is not eligible for 
contribution funding under this Agreement if it involves inter-city bus, rail, port or ferry 
infrastructure that is not part of a public transit system. Public transit is considered to be a 
distinct mode of transportation conveyance that generally refers to the movement of 
passengers only within an urban or municipal setting. 


e) Stacking and Cost-Sharing 


i. The maximum funding from all federal sources to a Project that is approved for public 
transit stream contribution funding under this Agreement wili not exceed: 


a) Forty percent (40%) of Eligible Experditures in Manitoba for new construction 
and expansion of public transit and active transportation that connects citizens to 
their public transit systems; 


b) Fifty percent (50%) of Eligible Expenditures in Manitoba for public transit 
rehabilitation Projects; or 


c) Twenty-five percent (25%) of Eligible Expenditures for any for-profit private 
sector Ultimate Recipients notwithstanding a) or b) in this section. 


ii. If the federal Crown's total funding towards a Project under the public transit stream 
exceeds the federal funding limits set out in oaragraph i) of this section or if the Total 
Financial Assistance received or due in respect of the total Project costs exceeds one 
hundred percent (100%) thereof, Canada may recover the excess from Manitoba or 
reduce its contribution by an amount equal to the excess. 


iii. Canada’s contribution to all Projects under the public transit stream will not exceed the 
amount as set out in paragraph a) of section 3 (Commitments by Canada). 


f} Federal Requirements 


All Projects that meet an outcome in the Public Transit Outcomes Table must meet the 
following stream-specific requirement: 


i. Manitoba will include provisions in the Ultimate Recipient Agreement to ensure that 
public transit Projects and active transportat on Projects that connect citizens to a public 
transit system are consistent with a land-use or transportation plan or strategy, and 
where applicable, that Projects are consistent with the approved plans of regional 
transportation bodies. 
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A.3 Green Infrastructure 

a) Objective: 
The green infrastructure stream will support greenhouse gas emission (GHG) reductions, 
enable greater adaptation and resilience to the impacts of climate change and climate- 


related disaster mitigation, and ensure that more communities can provide clean air and 
safe drinking water for their citizens. This stream includes the following three sub-streams: 


i. climate change mitigation; 
ii. adaptation, resilience, disaster mitigation; and 
iii, environmental quality. 

b} Canada’s Contribution 


i. Fiscal Year Breakdown : 
Canada's total contribution funding for all Projects under the green infrastructure stream 
will be allocated in accordance with the estimated maximum amounts in the Green 
Infrastructure Fiscal Year Breakdown Table, as amended through administrative 
processes: 


Green Infrastructure Fiscal Year Breakdown Table 


. Canada 
2018-2019 S0 
| 2019-2020 
2020-2021 | $92,000,000 
2021-2022 | $73,000,000 
[2022-2023 | $72,000,000 


2023-2024 | $76,450,000 
2024-2025 | $17,550,000 
| 2025-2026 | $20,000,000 
| 2026-2027 | $20,000,000 


2027-2028 .| $11,790,568 
TOTAL $451,790,568 


ii. Allocation to Sub-Streams 
a) Manitoba agrees to allocate a minimum of two hundred and three million, three 
hundred and five thousand, seven hundred fifty-five dollars and sixty cents 
($203,305,755.60) of Canada’s allocation amount under paragraph 6) of section 3 
(Commitments by Canada) to Projects under the climate change mitigation sub- 
stream, subject to the provisions in section ‘6 (Administrative Expenses). 


c) Eligible Project Outcomes 


Projects eligible for green infrastructure stream contribution funding under this Agreement 
must meet at least one of the outcomes in the Green Infrastructure Outcomes Table. 


Green Infrastructure Outcomes Table 

| Climate Change Mitigation Outcomes: 

| Increased capacity to manage more renewable energy 
Increased access to clean energy transportation 


Increased energy efficiency of buildings 


| Increased generation of clean energy 


Adaptation, Resilience and Disaster Mitigation Outcomes: 
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Increased structural capacity and/or increased natural capacity to adapt to climate 
change impacts, natural disasters and/or extreme weather events 


Environmental Quality Outcomes: 


Increased capacity to treat and/or manage wastewater and stormwater 


Increased access to potable water 


Increased capacity to reduce and/or remediate scil and/or air pollutants 


d) Ineligible Projects 


i. When a project meets a climate change mitigation outcome in the Green Infrastructure 
Outcomes Table, it is not eligible for contribution funding under this Agreement if it: 

a) involves inter-city bus, rail, port and ferry infrastructure that are not part of a 
public transit system. Public transit is cansidered to be a distinct mode of 
transportation conveyance that generally refers to the movement of passengers 
only within an urban (metropolitan) or municipal setting; 

b) is eligible under the Low Carbon Economy Leadership Fund’s three priority 
areas, unless and until the relevant provincial allocation under the Low Carbon 
Economy Leadership Fund envelope has been fully committed; 


c) is an energy retrofit project, unless the energy retrofit project is on an asset that 
would be considered eligible for funding under this Agreement or under the 
National Housing Strategy; or 


d) involves emergency services infrastructure. 


i. When a project meets an adaptation, resilience and climate change outcome in the 
Green Infrastructure Outcomes Table, it is not eligible for contribution funding under this 
Agreement if it: 

a) relocates whole communities; 


b) involves emergency services infrastructure: or 
c) addresses seismic risks. 
e) Stacking and Cost-Sharing 


i. The maximum funding from all federal sources to a Project that is approved for green 
infrastructure stream contribution funding urder this Agreement will not exceed: 


a) Fifty percent (50%) of Eligible Experditures for Manitoba; 


b) Forty percent (40%) of Eligible Expenditures for municipalities, regional 
governments and not-for-profit orgar izations; 


c) Seventy-five percent (75%) of Eligible Expenditures for Indigenous Ultimate 
Recipients; or 


d) Twenty-five percent (25%) of Eligible Expenditures for any for-profit, private 
sector Ultimate Recipients, notwithstanding paragraphs a), b} or c) in this section. 


ti. The maximum funding to a Project under the green infrastructure stream from ail federal 
sources will not exceed the limits set out in paragraph i) of this section, except for 
indigenous Ultimate Recipients, which may access additional funding for a Project up to 
a maximum of one hundred percent (100%) of Eligible Expenditures from all federal 
sources Subject to approval by Canada. 


iji. if the federal Crown's total funding towards a Project under the green infrastructure 
stream exceeds the federal funding limits set out in paragraphs i) and ii) of this section, 
or if the Total Financial Assistance received or due in respect of the total Project costs 
exceeds one hundred percent (100%) thereof, Canada may recover the excess from 
Manitoba or reduce its contribution by an amount equal to the excess. 


iv. Canada's contribution to all Projects under tne green infrastructure stream will not 
exceed the amount as set out in paragraph b} cf section 3 (Commitments by Canada). 


f) Federal Requirements 


i. All Projects that meet a climate change mitigation outcome in the Green Infrastructure 
Outcomes Table must meet the following requirements: 


a) For Projects involving higher order rapid transit, the adoption of vehicles that use 
a renewable fuel source in a public transit fleet, or active transportation Projects, 
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Manitoba will confirm based on information provided by Ultimate Recipients that 
such Projects are consistent with land-use or transportation plan or strategy, and 
where applicable, that Projects are consistent with the approved plans of regional 
transportation bodies. 


ii. All Projects that meet an environmental quality outcome in the Green Infrastructure 
Outcomes Tabie must meet the following requirements: 


a) Wastewater Projects must result in wastewater effluent that meets the Wastewater 
systems Effluent Regulations, or provincial regulations where there is a federal 
equivalency agreement in place, where appicable. 


b} Drinking water quality following completion of a drinking water Project must meet 
or exceed provincial standards. 


c) Solid waste diversion Projects must result in a measurable increase in the 
quantity of material diverted from disposai as measured against a baseline using 
the Generally Accepted Principles for Calculating Municipal Solid Waste System 
Flow. 


d) Projects that reduce or remediate soil pollutants must be undertaken on 
properties that are contaminated, as confirmed by a Phase Il Environmental Site 
Assessment. 
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A.4 Community, Culture and Recreation Infrastructure 
a) Objective: 


The community, culture and recreation infrastructure stream will build stronger communities 
and improve social inclusion. 


b) Canada’s Contribution 
i. Fiscal Year Breakdown 


Canada’s total contribution funding for all Projects under the community, culture and 
recreation infrastructure stream will be allocated in accordance with the estimated 
maximum amounts in the Community, Culture and Recreation Infrastructure Fiscal Year 
Breakdown Table, as amended through administrative processes: 


Community, Culture and Recreation Infrastructure Fiscal Year Breakdown Table 


p canada à 


2018-2019 

2019-2020 | $5,000,000 
2020-2021 | $6,000,000 
2021-2022 | $8,000,000 
| 2022-2023 | $8,000,000 


2023-2024 $8,000,000 


| 2024-2025 $7,000,000 
| 2025-2026 $8,000,000 


2026-2027 $8,000,000 
2027-2028 $3,326,732 
TOTAL $61,326,732 


c) Eligible Project Outcomes 


Projects eligible for community, culture and recreation infrastructure stream contribution 
funding under this Agreement must meet the outcome in the Community, Culture and 
Recreation Infrastructure Outcomes Table. 


Community, Culture and Recreation Infrastructure Outcomes Table 


Improved access to and/or increased quality of cultural, recreational and/or community 


infrastructure for Canadians, including Indigenous peoples and vulnerable populations 


d) Ineligible Projects 


i. When a project meets an outcome in the Community, Culture and Recreation 
infrastructure Outcome Table, it is not eligible for contribution funding under this 
Agreement if it: 


a) has a private sector, for-profit Ultimate Recipient; 


b) is a stand-alone daycare facility, for-profit daycare facility, daycare facility 
associated with a school board, or a daycare facility funded under Canada’s 
Early Learning and Child Care initiative; 


c) is a religious site that serves as a place of assembly for religious purposes, which 
© includes among others, a site, church, mosque, synagogue, temple, chapel (e.g., 
within a convent or seminary), shrine or meeting house; or 


d) is a professional or semi-professional sport facility that is primarily a commercial _ 
operation, such as those that serve majer junior hockey leagues. 


i. Within Community Infrastructure (as defined below) Projects that meet an outcome in 
the Community, Culture and Recreation Infrastructure Outcomes Table, elements of the 
Project that include dedicated spaces for healthcare, education or tourism purposes; 
provincial or municipal services; or for-profit uses are ineligible for contribution funding 
under this Agreement, except for dedicated realthcare or education spaces that benefit 
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Indigenous people by advancing the Truth and Reconciliation Commission's Cas to 
Action as approved by Canada. 


e) Stacking and Cost-Sharing 


i. The maximum funding from all federal sources to a Project approved for community, 
culture and recreation infrastructure stream contribution funding under this Agreement 
will not exceed: 


a) Fifty percent (50%) of Eligible Expenditures for Manitoba, 


b) Forty percent (40%) of Eligible Experditures for municipalities, regional 
governments and not-for-profit organizations, or 


c) Seventy-five percent (75%) of Eligible Expenditures for Indigenous Ultimate 
Recipients notwithstanding a) and b) in this section. 


ii, The maximum funding to a Project under the community, culture and recreation 
infrastructure stream from all federal sources will not exceed the limits set out in 
paragraph i) of this section, except for Indigenous Ultimate Recipients, which may 
access additional funding for a Project up to a maximum of one hundred percent (100%) 
of Eligible Expenditures from all federal sources subject to approval by Canada. 


iii. If the federal Crown's total funding towards a Project under the community, culture and 
recreation infrastructure stream exceeds the feceral funding limits set out in paragraphs 
i} and ii) of this section, or if the Total Financial Assistance received or due in respect of 
the total Project costs exceeds one hundred percent (100%) thereof, Canada may 
recover the excess from Manitoba or reduce its contribution by an amount equal to the 
excess. 


iv. Canada’s contribution to all Projects under the community, culture and recreation 
infrastructure stream will not exceed the amount as set out in paragraph c) of section 3 
(Commitments by Canada). 


f} Federal Requirements 


All Projects that meet an outcome in the Community, Culture and Recreation Infrastructure 
Outcomes Table must meet the following requirements: 


i. Community, culture and recreation Projects must be community-oriented, non- 
commercial in nature and open for use to the public and not limited to a private 
membership. 


ii. Manitoba will prioritize assets that serve vulrerable populations. 


iii. “Community Infrastructure” is defined as community hubs and community centres. 
- These are publicly accessible, multi-purpose spaces that bring together a variety of 
different services, programs and/or social and cultural activities to reflect local 
community needs. 


iv. Manitoba must confirm that the primary rationale for undertaking a sport infrastructure 
Project is not to serve as a home facility for professional or semi-professional sports 
teams. 


v. Health and education facilities must benefit indigenous people by advancing the Truth 
and Reconciliation Commission’s Calis to Action as approved by Canada. 
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A.5 Rural and Northern Communities Infrastructure 
a) Objective: 


The rural and northern communities infrastructure stream will support Projects that improve 
the quality of life in rural and northern communities by responding to rural- and northern- 
specific needs, 


b) Canada’s Contribution: 
i. Fiscal Year Breakdown 


a) Canada's total contribution funding for all Projects under the rural and northern 
communities infrastructure stream will be allocated in accordance with the 
estimated maximum amounts in the Rural and Northern Communities 
Infrastructure Fiscal Year Breakdown Table, as amended through administrative 
processes: 


Rural and Northern Communities Infrastructure Fiscal Year Breakdown 
Table 


[2018-2019 
| 2019-2020 
| 2020-2021 


$10,000,000 
$22,000,000 


| 2021-2022 | $23,000,000 


| 2022-2023 


| 2023-2024 
| 2024-2025 

2025-2026 
| 2026-2027 


$23,000,000 
$15,000,000 
$5,000,000 
$5,000,000 
$5,000,000 


2027-2028 
TOTAL 


$4,819,014 | 
$112,819,014 


c) Eligible Project Outcomes 


i. Projects eligible for rural and northern communities infrastructure stream contribution 
funding under this Agreement: 


a) must meet at least one of the outcomes in the Rural and Northern Communities 
Infrastructure Outcomes Table; or 


Rural and Northern Communities Infrastructure Outcomes Table 


| 
Improved food security | 


Improved and/or more reliable road, air and/or marine infrastructure 


Improved broadband connectivity 
More efficient and/or reliable energy. 


Improved education and/or health facilities (specific to Truth and Reconciliation 
Commission's Calls to Action } 


b) may, subject to approval by Canada, meet at least one of the project outcomes in 
the Public Transit Outcomes Table, the Green Infrastructure Outcomes Table or 
the Community, Culture and Recreat'on Infrastructure Outcomes Table. 

d) Ineligible Projects 


When a project meets an-outcome in the Rural and Northern Communities Infrastructure 
Outcomes Table, it is not eligible for contribution funding under this Agreement if it: 


i. is housing; 


li. is an early learning and childcare facility; 
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ii. is a health facility, or an education facility, except to benefit Indigenous peoples by 
advancing the Truth and Reconciliation Comnission’s Calls to Action as approved by 
Canada. ; 


iv. is a highway or trade corridor infrastructure, except for portions that connect 
communities that do not already have year round road access; or 


v. is resource development infrastructure, notably industrial resource development access 
roads. 


- e) Stacking and Cost-Sharing 


i. The maximum funding from all federal sources to a Project that is approved for rural and 
northern communities infrastructure stream contribution funding under this Agreement 
will not exceed: 


a) Fifty percent (50%) of Eligible Expenditures for Manitoba, municipalities and 
regional governments with a population of five thousand (5,000) or more and not- 
for-profit Ultimate Recipients; 


b) Sixty percent (60%) of Eligible Expenditures for municipalities and regional 
governments with a population of less than five thousand (5,000); 


c) Seventy-five percent (75%) of Eligible Expenditures for Indigenous Ultimate 
Recipients; or 


d) Twenty-five percent (25%) of Eligible Expenditures for for-profit, private sector 
Ultimate Recipients, notwithstanding a) cr b) in this section. 


ii. The maximum funding to a Project under the rural and northern communities 
infrastructure stream from all federal sources will not exceed the limits set out tn 
paragraph i) of this section, except for Indigenous Ultimate Recipients, which may 
access additional funding for a Project up to a maximum of one hundred percent (100%) 
of Eligible Expenditures from all federal sources subject to approval of Canada. 


iii. If the federal Crown's total funding towards a Project under the rural and northern 
communities infrastructure stream exceeds the federal funding limits set out in 
paragraphs i) and ii) of this section, or if the Total Financial Assistance received or due 
in respect of the total Project costs exceeds one hundred percent (100%) thereof, 
Canada may recover the excess from Manitoba or reduce its contribution by an amount 
equal to the excess. 


iv. Canada’s contribution to all Projects under the rural and northern communities 
infrastructure stream will not exceed the amoun: as set out in paragraph d) of section 3 
(Commitments by Canada). 


f) Federal Requirements 


i. All Projects that meet an outcome in the Rural and Northern Communities Infrastructure 
Outcomes Table must meet the following requirements: 


a) Projects will be restricted to those situated within, and that are for the direct benefit 
of, rural and northern communities with a population of one hundred thousand 
(100,000) or less based on 2016 Statistics Canada Census data. 


b) Manitoba will respect the unique and wice-ranging infrastructure needs of rural and 
northern communities, including by considering projects that would advance 
reconciliation with Indigenous Peoples as per the Truth and Reconciliation 
Commission’s Calis to Action and the Unitec Nations’ Declaration on the Rights of 
Indigenous Peoples, as well as capacity building needs of rurai and northern 
communities. 
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SCHEDULE B - COMMUNICATIONS PROTOCOL 
B.1 Purpose 


a) This Communications Protocol outlines the roles and responsibilities of each of the 
Parties to this Agreement, as well as those of the Ultimate Recipient, with respect to 
Communications Activities related to this Agreement and the Projects funded through 
it. 

b) This Communications Protocol will guide the planning, development and 
implementation of all Communications Activities to ensure clear, consistent and 
coordinated communications to the Canadian public. 

c) The provisions of this Communications Protocol apply to all Communications 
Activities related to this Agreement and any Projects funded under this Agreement. 


B.2 Guiding Principles 


a) Communications Activities undertaken in accordance with this Communications 
Protocol should ensure that Canadians are informed of infrastructure investments 
made to help improve their quality of life and that they receive consistent information 
about funded Projects and their benefits. 

b) Manitoba is responsible for communicating the requirements and responsibilities 
outlined in this Communications Protocol to Ultimate Recipients. 


B.3 Governance 


a) The Parties will designate communications contacts that will be responsible for 
overseeing this Protocol’s implementation and reporting on its results to the 
Oversight Committee. 


B.4 Joint Communications 


a) Canada, Manitoba and the Ultimate Recipient will have Joint Communications about 
the funding of the Project(s). 

b) Joint Communications funded under this Agreement should not occur without the 
prior knowledge and agreement of alt Parties as weil as the Ultimate Recipient, 
where applicable. 

c) All Joint Communications material will be approved by Canada and Manitoba prior to 
release and will recognize the funding of all parties. 

d) Each of the Parties or the Ultimate Recipient may request Joint Communications to 
communicate to Canadians about the progress or completion of the Project(s). The 
requestor will provide at least 15 business days’ notice to the other Parties or the 
Uitimate Recipient. If the Communications Activity is an event, it will take place at a 
mutually agreed date and jocation. 

e) The requestor of the Joint Communicaticns will provide an equal opportunity for the 
other Parties or the Uitimate Recipient to participate and choose their own 
designated representative (in the case of an event). 

f) Manitoba or the Ultimate Recipient will be responsible for providing onsite 
communications and logistics support. Any related costs are Eligible Expenditures. 

g) Canada has an obligation to communicate ir Enalish and French. Joint 
Communications products must be bilingual and include the Canada wordmark and 
other Parties’ logos. Canada will provide the translation and final approval on 
products. 

h) The conduct of all Joint Communications will follow the Table of Precedence for 
Canada. 


B.5 Individual Communications 


a) Notwithstanding section B.4 of this Communications Protocol (Joint 
Communications), Canada and Manitoba retain the right to meet their obligations to 
communicate information to Canadians about the Agreement and the use of funds 
through their own Communications Activities. 

b) Canada will post a copy of this Agreement on its website, in addition to information 
on any of the Projects funded through it. 

c) Canada, Manitoba and the Ultimate Recipient may each include general Program 
messaging and examples of Projects funded though the Agreement in their own 
Communications Activities. The authoring Party will not unreasonably restrict the use 
of such products or messaging by the other Parties; and if web or social-media 
based, from linking to it. 

d} Canada, Manitoba or the Ultimate Recipient may issue digital communications to 
communicate progress of the Project(s). 
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e) Where a web site or web page is created to promote or communicate progress on a 
funded Project or Projects, it must recognize federal funding through the use of a 
digital sign or through the use of the Canada wordmark and the following wording, 
“This project is funded in part by the Government of Canada.” The Canada wordmark 
or digital sign must link to Infrastructure Canada’s website, at 
www. infrastructure.gc.ca. Canada will provide and publish guidelines for how this 
recognition is to appear. 

f) The Ultimate Recipient will be required tc send a minimum of one photograph to 
each of the Parties of the construction in progress, or of the completed project, for 
use in sociai media and other digital individual communications activities. Sending 
the photos will constitute permission to use and transfer of copyright. Photographs 
are to be sent to INFC photos@canada.ca along with project name and location. 


B.6 Operational Communications 


a) The Ultimate Recipient is solely responsible for operational communications with 
respect to Projects, including but not limited to: calls for tender, or construction and 
public safety notices. Operational communications as described above are not 
subject to the federal official language palicy. 

b) Canada does not need to be informed on operational communications. However, 
such products should include, where appropriate, the following statement, “This 
project is funded in part by the Government of Canada.” As appropriate, operational 
communications will also recognize the funding of Manitoba in a similar manner. 


B.7 Media Relations 


a) Canada and Manitoba will share information promptly with the other Party should 
significant media inquiries be received or emerging media or stakeholder issues arise 
to a Project or the overail fund. 


B.8 Signage 


a) Canada, Manitoba or the Ultimate Recipient may request a sign recognizing their 
funding contribution to a Project. 

b) Where a physical sign is to be installed, unless otherwise agreed upon by Canada, it 
will be the Ultimate Recipient who will produse and install, a joint physical sign that 
recognizes funding of each Party at each Project site, in accordance with current 
federal signage guidelines. 

c} The joint sign design, content, and instalation guidelines will be provided by Canada. 

d) The recognition of funding contributions of each Party and the Ultimate Recipient will 
be of equal prominence and visibility. 

e) Digital signage may also be used in addition or in place of a physical sign in cases 
where a physical would not be appropriate due to project type, scope, location or 
duration. 

f) Where the Ultimate Recipient decides to install a permanent plaque or other suitable 
marker with respect to a Project, it must “ecognize the federal contribution and be 
approved by Canada. 

g) Manitoba agrees to inform Canada of sion installations through the Project progress 
reports referenced in section 14 (Reporting) of this Agreement. 

h) Where a physical sign is being installed, signage should be installed at each Project 
site one (1) month prior to the start of construction, be visible for the duration of that 
Project, and remain in place until one (1) month after construction is completed and 
the infrastructure is fully operational or opened for public use. 

i) Signage should be installed in a prominent and visible location that takes into 
consideration pedestrian and traffic safety and visibility. 


B.S Communicating With Ultimate Recipients 


a) Manitoba agrees to facilitate, as required, cammunications between Canada and the 
Ultimate Recipient for Communications Activities. 


B.10 Advertising Campaigns 


a) Recognizing that advertising can be an effective means of communicating with the 
public, Canada and/or Manitoba may, at their own cost, organize an advertising or 
public information campaign related to this Agreement or eligible Projects. However, 
such a campaign will respect the provisions of this Agreement. In the event of such a 
campaign, the sponsoring Party or Ultimate Recipient will inform the other Parties or 
Ultimate Recipient of its intention no less than twenty-one (21) working days prior to 
the campaign launch. 
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SCHEDULE C - TARGETS 


a) Manitoba will report to Canada as outlined in this Agreement on the aspirational targets ‘set 
out below, as applicable. Canada will not suspend cr terminate any of its obligations to 
contribute to one or more Projects or Administrative Expenses in the event these targets are 
not achieved: 


vi. 


vii. 


Increase by 25% the modal share for public transit and active transportation. 


Ensure 98% of people in a municipality with a public transit system live within the 
service area of their transit system. 


Contribute to a national ten mega-tonne (10 mT) reduction of greenhouse gas 
emissions. . 


Reduce by fifty percent (50%) the number of long-term drinking water advisories in 
non-reserve communities. 


increase the number of wastewater systems achieving compliance with federal 
effiuent regulations: from eighty-five percent (85%) to ninety percent (90%) for 
medium-risk wastewater systems. 


Ensure one hundred percent (100%) of federally-funded public-facing infrastructure 
meets the highest published applicable accessibility standard in a respective 
jurisdiction. 

Increase by at least 5% the number of Rural Households that have access to the 
highest broadband speed range available in Manitoba based on 2015 Canadian 
Radio-Television and Telecommunications Commission data. 


b) The Parties agree, following the review described in paragraph a) of section 19 (Evaluation), 
to assess project achievements in comparison to the established targets listed in paragraph 
a) of Schedule C (Targets). Consequently, the Parties agree that existing targets may be 
adjusted or new targets established, in accordance with section 25. 10 (Amendments). 
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MB AGREEMENT _ 


Agreement 


WHEREAS Manitoba will establish a local consultative 
committee, referred to as the Manitoba Local Consultative 
Committee (MBLCC). The MBLCC will consist of 
representatives from the Association of Manitoba 

Preamble Municipalities, Northern Association of Community Councils 
and Manitoba Indigenous Relations. When requested by 
Manitoba, the MBLCC will review project applications and 
provide advice to the Oversight Committee Manitoba Co- 
Chair; 


Canada agrees to consider requests from Manitoba to transfer 
contribution funding under the public transit stream to the 
green infrastructure stream, specifically the climate change 
mitigation sub-stream as described in section A.3 a) (Green 
infrastructure) after March 31st, 2021. 


3. f) 
Commitments by 
Canada 


Manitoba will ensure that all Projects are Substantially 
completed by October 31st, 2027. Manitaba will ensure that when Manitoba is the Ultimate 
4, ¢) Recipient, Projects are Substantially Completed by Octoher 
Commitments by 31st, 2027. When Manitoba is not the Ultimate Recipient, 
[Province/Territory] Manitoba will include provisions in the Ultimate Recipient 
Agreement to ensure that all Projects are Substantially 
Completed by October 31st, 2027. 
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| ATIA-14(a) 


Manitoba will be responsible for any costs associated witha Manitoba will be responsible for any costs associated with a 
withdrawn or cancelled Project, and will repay to Canada withdrawn or cancelled Project, and subject to subsection (ii) 
any and ail disallowed costs, surpluses, unexpended below, will repay to Canada any and all disallowed casts, 
contributions, and overpayments made under and according surpluses, unexpended contributions, and overpayments 
to the terms and conditions of this Agreement, made under and according to the terms and conditions of this 
Agreement. 
i Should a Project be withdrawn or cancelled, Manitoba will 


require reimbursement of any federal funding paid to the 
Ultimate Recipient far that Project (“Paid Amount’). 


4, e) 
Commitments by. 


ii, Upon Canada’s written approval, any approved federal 
[Pravince/Territory] F pp y app 


funding allocated for Eligible Expenditures for that Project, in 
addition to any amount of the Paid Amount that is recovered, 
will continue to be available to Manitoba to use towards 
another Praject or a praject to be approved under the terms 
and canditians of this Agreement 


[Province/Territory] will inform Canada immediately of any 

fact or event, of which [Province/Territory] is aware, that Manitoba will include provisions in the Ultimate Recipient 

will compromise wholly, or in part, a Project. Agreement requiring the Ultimate Recipient to inform 

4. 8) Manitoba immediately of any fact or event, of which the 

Commitments by | AU : ; : 
Ultimate Recipient is aware, that will compromise wholly, or in 

ipeovinge/Tersitorys part, a Project. Manitoba will inform Canada immediately of 

any fact or event, of which Manitoba is aware, that will 

compromise wholly, or in part, a Project. 
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{Province/Territory] will ensure that the following climate 
lens assessments are completed to Canada’s satisfaction and 
submitted to Canada prior to Canada’s approval of a Project, 
unless otherwise required by Canada: 


4.h) 
Commitments by 
[Province/Territory] 


… Canada will waive the community employment benefits 
reporting requirement at the discretion of Manitoba ... 


4. i) 

Commitments by 
{Province/Territory] 
4,m) 

Commitments by 
[Province/Territory] 


Manitoba will ensure that that contribution funding received 
under this Agreement does not displace municipal spending 
on public transit. 

p) (Targets) has been moved to a separate Schedule C. 

4. p} 

Commitments by 

{Province/Territory] 


Ea N/A 


Commitments by 


[Province/Territory] 


Within sixty (60) business days of the date of last signature 
of this Agreement, the Parties will establish one or more 
Oversight Committee(s) co-chaired by representatives of 
Canada and (Province/Territory]. 


7. a) 
Oversight Committee 
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completed to the satisfaction of both Parties and submitted to 


When Manitoba is the Ultimate Recipient, Manitoba will 
ensure that the following climate lens assessments are 


Canada Prior to Canada’s approval of a Project, unless 
otherwise required by Canada. When Manitoba is not the 
Ultimate Recipient, Manitoba will include provisions in the 
Ultimate Recipient Agreement to ensure that the following 
climate lens assessments are completed to both Parties’ 
satisfaction and submitted to Canada prior to Canada’s 
approval of a Project, unless otherwise required by Canada: 


. Canada will waive the community employment benefits 
reporting requirement at the request of Manitoba ... 


Manitoba will require that that contribution funding received 
under this Agreement does not displace municipal spending o 
public transit, 

p) (Targets) has been moved to a separate Schedule C. 


Manitoba will comply with Schedule B and Manitoba will | 
include provisions in the Ultimate Recipient Agreement that 

require the Ultimate Recipient to comply with schedule B. 

Within sixty (60) business days of the date of last signature of ee 

this Agreement, the Parties will establish an Oversight 

Committee co-chaired by representatives of Canada and 

Manitoba. 
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8. d) 
Infrastructure Plan 


All infrastructure plans will include an attestation in a format 
acceptable to Canada from a delegated official from 
[Province/Territory] that contribution funding received from 
Canada under this Agreement will not displace infrastructure 
spending in accordance with paragraphs |) and m) in section 
4 (Commitments by [Province/Territory]). 


Manitoba will be responsible for identifying and prioritizing 
eligible projects through engagement with municipal and 
regional governments, and Indigenous peoples as described 
in section A.1 a) (Ultimate Recipients} of Schedule A, and 
submitting eligible projects to Canada for approval. 
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All infrastructure plans will include an attestation in a format 
acceptable to Canada from a delegated official from Manitoba 
that: 

i. Contribution funding received from Canada under this 
Agreement will not displace Manitoba infrastructure spending 
on each of the asset classes funded through the Program in 
accordance with paragraph |) in section 4 (Commitments by 
Manitoba); 

ii. Based on information provided by municipalities, 
cantribution funding received under this agreement will nat 
displace municipal spending on public transit in accordance 
with paragraph m} in section 4 (Commitments by Manitoba}. 


a) Manitoba will identify and prioritize eligible projects 
through engagement with municipal and regional 
governments, and indigenous peoples as described in section 
A.1 a) (Ultimate Recipients) of Schedule A. 


b} Manitoba will be responsible for identifying, prioritizing and 


submitting all eligible prajects under this Agreement to 
Canada for approval 
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Manitoba will ensure that Contracts will be awarded in a 
way that is fair, transparent, competitive and consistent with 
value-for-money principles, or in a manner otherwise 
acceptable to Canada, and if applicable, in accordance with 
the Canadian Free Trade Agreement and international trade 
agreernents. 


13. a} 
Awarding of Contracts 


Each Project progress report will include an attestation ina 
format acceptable to Canada from a delegated official, that 
the information in the report is accurate. The Project 
progress report will include the following updated 
information for each Project: 


Manitoba agrees to ensure that Canada may use the 
information submitted by Manitoba under this section to 


ublicly report on Program results, 
Reporting P WEP 8 
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When Manitoba is the Ultimate Recipient, Manitoba will 
ensure that Contracts will be awarded in a way that is fair, 
transparent, competitive and consistent with value-for-money 
principles, or in a manner atherwise acceptable to Canada, 
and if applicable, in accordance with the Canadian Free Trade 
Agreement and international trade agreements, When 
Manitoba is not the Ultimate Recipient, Manitoba will inciude 
provisions in the Ultimate Recipient Agreement to ensure that 
Contracts will be awarded in a way that is fair; transparent, 
competitive and consistent with value-for-money principles, or 
in a manner otherwise acceptable to Canada, and if applicable, 
in accordance with the Canadian Free Trade Agreement and 
international trade agreements. 


Each Project progress report will include an attestation in a 
format acceptable to Canada, from a delegated official that 
the information in the report is accurate based on information 
provided by Ultimate Recipients. The Project progress repart 
will include the following updated information for each 
Project: | 

Manitoba agrees and will include provisions in the Ultimate 
Recipient Agreement to ensure that Canada may use the 
information submitted by Manitoba under this section to 
publicly report on Program results. = 
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Manitoba will submit a claim to Canada covering Eligible 
Expenditures on a semi-annual basis at a minimum, to 
Canada’s satisfaction. Each claim will include an attestation 
in a format acceptable to Canada, from a delegated financial 
official, that Eligible Expenditures have been Incurred in 
accordance with this Agreement and Manitoba is in 
compliance with progress reporting requirements as 
described in section 14 (Reporting). 


15. 1a) 
Claims and Payments 


4 


pay any claims until requirements under section 8 (Manitoba 
infrastructure Plan), section 14 (Reporting) are received and 
accepted by Canada, and any audit requirements in section 
18 (Audit) and any requirements outlined in Schedule B 
(Communications Protocol) are met. 


15. 2c) 
Payment Conditions 


Manitoba submits an attestation, from a delegated official 
and in a format acceptable to Canada, that all Projects have 
been Substantially Completed and contribution funding 
under this Agreement has been spent on Eligible 
Expenditures; and 


‘115.4 b) 
Retention of 
Contribution 


Manitoba will ensure proper and accurate financial accounts 
and records are kept, including but not limited to its 
Contracts, invoices, statements, receipts, and vouchers in 
respect of ail Projects for at least six (6) years after the 
Agreement End Date. 
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ATIA-14(a) 


Manitoba will submit a claim to Canada covering Eligible 
Expenditures on a semi-annual basis at a minimum, to both 
Parties’ satisfaction. Each claim will include an attestation 
based on information pravided by Ultimate Recipients in a 
format acceptable to Canada, from a delegated financial 
official, that Eligible Expenditures have been Incurred in 
accordance with this Agreement and Manitoba is in 
compliance with progress reporting requirements as described 
in section 14 (Reporting). 


pay any claims until requirements to the date of the claim a 


under section 8 (Manitoba Infrastructure Plan), section 14 
(Reporting) are received and accepted by Canada, and any 
audit requirements in section 18 (Audit) and any requirements 
outlined in Schedule B (Communications Protocal) to the date 


of the claim are met. 
Manitoba submits an attestation based on information l 


provided by Ultimate Recipients, from a delegated official and 
in a format acceptable to Canada, that all Projects have been 
Substantially Completed and contribution funding under this 
Agreement has been spent on Eligible Expenditures; and 


Manitoba will include provisions in the Ultimate Recipient 
Agreement to ensure that the Ultimate Recipient keeps proper 
and accurate financial accounts and records, including but not 
limited to its Contracts, invoices, statements, receipts, and 
vouchers in respect of the Project for at least six (6) years after 
the Agreement end Date. Manitoba will keep proper and 
accurate financial accounts and records, including, but nat 
limited to, Ultimate Recipient Agreements, claims and reports 
submitted by Ultimate Recipients for at least six (6) years after 
the Agreement End Date. 
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Manitoba will ensure Canada and its designated 
representatives are provided with reasonable and timely 
access to Project sites, facilities, and any records, 
documentation or information for the purposes of audit, 
inspection, monitoring, evaluation, and ensuring compliance 
with this Agreement. 


Unless otherwise agreed to by the Parties, Manitoba will 
ensure that the Ultimate Recipient will maintain ongoing 
operations and will retain title to and ownership of an Asset 
for the Asset Disposal Period. 


24. 1a) 
Disposal of Assets 
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When Manitoba is the Ultimate Recipient, Manitoba will 
ensure Canada and its designated representatives are 
provided with reasonable and timely access to Project sites, 
facilities, and any recards, documentation or information for 
the purposes of audit, inspection, monitoring, evaluation, and 
ensuring compliance with this Agreement. When Manitoba is 
not the Ultimate Recipient, Manitoba will include provisions in 
the Ultimate Recipient Agreement ta ensure Canada and its 
designated representatives are provided with reasonable and 
timely access to Project sites, facilities, and any records, 
documentation or information for the purposes of audit, 
inspection, monitoring, evaluation, and ensuring compliance 
with this Agreement. 


Unless otherwise agreed to by the Parties, when Manitoba is 
the Ultimate Recipient, Manitoba will ensure that Manitoba 
will maintain ongoing operations and will retain title to and 
ownership of an Asset for the Asset Dispasal Period. When 
Manitoba is not the Ultimate Recipient, unless atherwise 
agreed to by the Parties, Manitoba will include provisions in 
the Ultimate Recipient Agreement to ensure that the Ultimate 
Recipient will maintain ongoing operations and will retain title 
to and ownership of an Asset for the Asset Disposal Periad. 
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ATIA-14(a) 


if at any time within the Asset Disposal Period, an Ultimate 
Recipient sells, leases, or otherwise disposes of, directly or 
indirectly, any Asset purchased, acquired, constructed, 
rehabilitated or renovated, in whole or in part, under this 
Agreement, other than to Canada, [Province/Territory|, a 
municipal or regional government as outlined in section A.1 
a) (Ultimate Recipients), or with Canada’s consent, 
[Province/Territory] may be required to reimburse Canada, 
any federal funding received for the Project. 


24, 1b) 


Disposal of Assets 
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Manitoba will include provisians inthe Ultimate Recipient 
Agreement to ensure that if at any time within the Asset 
Disposal Period., an Ultimate Recipient sells, leases, or 
otherwise disposes of, directly or indirectly, any Asset 
purchased, acquired, constructed, rehabilitated or renovated, 
in whole or in part, under this Agreement, other than to 
Canada, Manitoba, a municipal or regional government as 
outlined in section A.1 a) (Ultimate Recipients), or with 
Canada's consent, Manitoba may be required to reimburse 
Canada, any federal funding received for the Project. If 
reimbursement is required, Manitoba will seek reimbursement 
ofany such amount from the Ultimate Recipient and Manitoba 
shall pay this amount to Canada if requested, 
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The Parties acknowledge that Canada’s contribution to a 
Project is meant to accrue to the public benefit. 
{Province/Territory] will notify Canada in writing within 
ninety (90) business days of the end of a Fiscal Year if any 
Asset owned by a for-profit Ultimate Recipient as defined in 


from it that exceed its operating expenses. Canada may 
require [Province/Territory] to immediately pay to Canada a 
portion of the excess in the same proportion as the total 
24.2 cost of the Asset, This obligation will only apply during the 
Revenue from Assets |Asset Disposal Period. 
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The Parties acknowledge that Canada’s contribution to a 
Project is meant to accrue to the public benefit. Manitoba will 
include provisions in the Ultimate Recipient Agreement to 
require the Ultimate Recipient to notify Manitoba if any Asset 
as defined in section A.1 a) {Ultimate Recipients} of Schedule A 


paragraph il. d} of section 4.1 a) (Ultimate Recipients) is used is used in such a way, that in the Fiscal Year revenues are 
in such a way that, in the Fiscal Year, revenues are generated generated fram it that exceed its operating expenses. 


Manitoba will notify Canada in writing within ninety (90) 
business days of the end of a Fiscal Year, if any Asset owned by 
a for-profit Ultimate Recipient as defined in paragraph ii. d) of 
section A.1 a) (Ultimate Recipients) of Schedule A is used in 
such a way, that in the Fiscal Year revenues are generated 
from it that exceed its operating expenses. Canada may 
require Manitoba to immediately pay to Canada a portion of 
the excess in the same proportion as the total cost of the 
Asset. if reimbursement is required, Manitoba will seek 
reimbursement of any such amount from the Ultimate 
Recipient and Manitoba shall pay this amount to Canada if 
requested. This obligation will only apply during the Asset 
Disposal Period. 
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At Canada’s request, Manitoba shall repay any contribution 
funding provided by Canada under this Agreement that is 
intended for an Ultimate Recipient that is a for-profit private 
sector body where such funding is for the purpose of that 
Ultimate Recipient generating profits or Increasing the value 
of its business. Any repayment by Manitoba will be made in 
accordance with terms and conditions of repayment as 
determined by Canada at the time Canada approves a 
Project. Any amount owed to Canada under this Agreement 
by Manitoba will constitute a debt due to the federal Crown, 
which Manitoba will reimburse Canada forthwith on 


Contributions 
A Ce demand. 


Nothing in this Agreement is to be construed as authorizing 
any Person, including a Third Party, to contract for or to 
incur any obligation on behalf of Canada or to act as an 
agent for Canada. Manitoba will take the necessary action to 
25.5 ensure that any Contract between Manitoba or an Ultimate 
No Authority to Recipient and any Third Party cantains a provision to that 
Represent effect. | 


Processed under the provisions of the Access to Information Act / 
Révisé en vertu de la Loi sur l'accés à l'information 


Where an Ultimate Recipient is a for-profit private sector body 
and that Ultimate Recipient receives contribution funding for 
the purpose of generating profits or increasing the value of its 
business, Manitaba will include provisions in the Ultimate 
Recipient Agreement that: 

a) require that Ultimate Recipient to repay any contribution 
funding provided by Canada at Canada’s request; and 

b) set out the terms and conditions of repayment as 
determined by Canada at the time Canada approves a Project, 
including the time period during which repayment may be 
required. 

Manitoba shall pay any such contribution funding received 
from an Ultimate Recipient ta Canada. Any amount owed to 
Canada under this Agreement by Manitoba will constitute a 
debt due to the federal Crown, which Manitoba will reimburse 
Canada forthwith on demand. 


Nothing in this Agreement is to be construed as authorizing 
any Person, including a Third Party, to contract for or to incur 
any obligation on behalf of Canada or to act as an agent for 
Canada. Manitoba will take the necessary acton-te-ensure 
that any Contract between Manitoba-eran-itimate- Recipient 
and any Third Party contains a provision to that effect. 
Manitoba will include provisions in the Ultimate Recipient 
Agreement ta ensure that any Contract between an Ultimate 
Recipient and a Third Party contains a provision to that effect, 
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The [Pravince/Territary} will not transfer or assign its rights 
or obligations under this Agreement without the prior 
written consent of Canada. Any attempt by the 
[Pravince/Territory| to assign any of the rights, duties or 
obligations of this Agreement without Canada’s express 
written consent is void. 


Manitoba will comply with and ensure that each Project 
complies with all statutes, regulations, and other applicable 
laws governing Manitoba, the Ultimate Recipient and all 
25.13 Projects under this Agreement, including all requirements of, 
Compliance with Laws [and conditions imposed by, regulatory bodies having 
jurisdiction over the subject matter. 


Manitoba will ensure that public transit Projects and active 
transportation Projects that connect citizens to a public 
transit system are consistent with a land-use or 

A.2 f} i. transportation plan or strategy, and where applicable, that 
Public Transit Projects are consistent with the approved plans of regional 
transportation bodies. 


For Projects involving higher order rapid transit, the 
adoption of vehicles that use a renewable fuel source ina 
public transit fleet, or active transportation Projects, 
Manitoba will confirm that such Projects are consistent with 
a land-use or transportation plan or strategy, and where 
applicable, that Projects are consistent with the approved 
plans of regional transportation bodies. 


A.3 f} i. a) 
Green Infrastructure 
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Manitoba will not transfer or assign its rights or obligations 
under this Agreement without the prior written consent of 
Canada. Any attempt by Manitoba to assign any of the rights, 
duties or obligations of this Agreement without Canada’s 
express written consent is void. Canada acknowledges that 
Manitoba entering into agreements with Ultimate Recipient 
shall not be considered a transfer or assignment of Manitaba’s 
rights or obligations for the purpose af this Section. 


Manitoba will comply with and include provisions in the 
Uhimate Recipient Agreement to ensure that each Project 
complies with all statutes, regulations, and other applicable 
laws governing Manitoba, the Ultimate Recipient and all 
Projects under this Agreement, including all requirements of, 
and conditions imposed by, regulatory bodies having 
jurisdiction over the subject matter. 


Manitoba will include provisions in the Ultimate Recipient 
Agreement to ensure that public transit Projects and active 
transportation Projects that connect citizens to a public transit 
system are consistent with a land-use or transportation plan 
or strategy, and where applicable, that Projects are consistent 
with the approved plans of regional transportation bodies. 


For Projects involving higher order rapid transit, the adoption 
of vehicles that use a renewable fuel source in a public transit 
fleet, or active transportation Projects, Manitoba will confirm 
based on information provided by Ultimate Recipients that 
such Projects are consistent with a land-use or transportation 
plan or strategy, and where applicable, that Projects are 
cansistent with the approved plans of regional transportation 
bodies. 
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Within Community Infrastructure Projects that meet an 
outcome in the Community, Culture and Recreation 
infrastructure Outcomes Table, elements of the Project that 
include dedicated spaces for healthcare, education or 
tourism purposes; provincial or municipal services; or for- 
profit uses are ineligible for contribution funding under this 
Agreement, except for dedicated healthcare or education 
spaces that benefit indigenous people by advancing the 
Truth and Reconciliation Commission's Calls to Action as 
approved by Canada. 


A.4d) ii. 
Community, Culture, 
and Recreation 


Manitoba or the Ultimate Recipient will be responsible for 
providing onsite communications and logistics support. Any 
related costs are eligible for cost-sharing in accordance with 
the formula outlined in the funding agreement. 


8.4 e) 
Communications 
Protocol 


N/A 


Schedule C b) 


To Canada's satisfaction 
Throughout 
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Within Community Infrastructure (as defined below) Projects 
that meet an outcome in the Community, Culture and 
Recreation Infrastructure Outcomes Table, elements of the 
Project that include dedicated spaces for healthcare, 
education or tourism purposes; provincial or municipal 
services; or for-profit uses are ineligible for contribution 
funding under this Agreement, except for dedicated 
healthcare or education spaces that benefit Indigenous people 


by advancing the Truth and Reconciliation Commission's Calls 


to Action as approved by Canada. 


Manitoba or the Ultimate Recipient will be responsible for 
providing onsite communications and logistics support. Any 
related casts are Eligible Expenditures. 


The Parties agree, following the review described in paragraph 
a} of section 19 (Evaluation), to assess project achievements in 
comparison to the established targets listed in paragraph a} of 
Schedule C (Targets). Consequently, the Parties agree that 

existing targets may be adjusted or new targets established, in 


accordance with section 25. 10 {Amendments}. 


To the satisfaction of both Parties 
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Ministre de l'infrastructure 


Minister of Infrastructure 
et des Collectivités 


and Communities 


Ottawa, Canada K1P 086 


The Honourable Jeff Wharton, M.L.A. JUN Q 4 2018 
Minister of Municipal Relations 

Government of Manitoba 

Room 317, Legislative Building 

450 Broadway 

Winnipeg, Manitoba R3C 0V8 


Dear Minister: 


I am pleased to write to you regarding the signing of the Canada—Manitoba Integrated 
Bilateral Agreement for the Investing in Canada Infrastructure Program. 


The Government of Canada is investing more than $180 billion under the long-term 
Investing in Canada plan. Our priority is to make long-term infrastructure investments to 
create economic growth, build inclusive communities and support a low carbon, green 
economy, leading to a higher quality of life for all Canadians. Key areas for investment - 
include public transit, green and social infrastructure, transportation infrastructure that 
supports trade, and infrastructure in rural and northern communities. 


The Government of Canada wants to maximize results. Therefore, the investments realized 
through the integrated bilateral agreements will be guided by the principles of: transparency 
and accountability; fairness; a collaborative approach with partners; and effective, 
streamlined delivery. 


This Integrated Bilateral Agreement will allow the Government of Canada and the 
Government of Manitoba to work together on shared outcomes, targets, and a framework 
for reporting on results on a regular basis. This Agreement will be the foundation of our 
ongoing collaborative relationship to deliver the Investing in Canada Infrastructure 
Program. 


The signing of this Agreement would see up to $1,172,076,154 invested in infrastructure 
in Manitoba over the life of the Agreement. 


ell 


Canada 
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Lo 


Enclosed is your copy of the Agreement, which I have signed on behalf of the Government 
of Canada. Please ensure that a copy of the Integrated Bilateral Agreement with your 
signature and date is forwarded to the attention of: 


Mr. Marc Fortin 

Assistant Deputy Minister 
Program Operations Branch 
Infrastructure Canada 

180 Kent Street, Suite 1100 
Ottawa, Ontario K1P 0B6 


I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the Investing in Canada Infrastructure Program 
in Manitoba. I look forward to working with you as we continue to implement this program 


for the benefit of all Canadians. 


Yours sincerely, 


A. Shi 


Amarjeet Sohi, P.C., M.P. 


Enclosure 
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ATIA - 21(1)(a) 


ATIA - 21(1)(b) 
He infrastructure PROTECTED B 
- Canada 
BRIEFING NOTE TO THE MINISTER 
CANADA-MANITOBA 
PUBLIC TRANSIT INFRASTRUCTURE FUND SUMMARY REPORT #6 
AND CLEAN WATER AND WASTEWATER FUND SUMMARY REPORT #8 
(For Signature) 


ISSUE 


e The purpose of this note is to seek your approval of the Public Transit Infrastructure Fund 
(PTIF) Summary Report #6, which includes one modification, and Clean Water and 
Wastewater Fund (CWWF) Summary Report #8 (Annex A), which includes one 
cancellation. 


HIGHLIGHTS/KEY CONSIDERATIONS 


+ Manitoba has been informed via a ministerial letter dated March 29, 2018, that it is eligible 
for the extension to the PTIF and CWWF, subject to the amendment of the PTIF-CWWF 
Bilateral Agreement (the Agreement) between Canada and Manitoba. Since Manitoba 
fulfilled all reporting requirements and provided updated, attested date reports by 
March 31, 2018, its projects have the flexibility of incurring eligible costs up to 
March 31, 2020. The Agreement was originally signed on July 25, 2016. 


+ As per Section 8 of the Agreement, Manitoba has submitted PTIF Summary Report #6, 
which includes one modification to a previously approved PTIF project by increasing the 
number of buses from 60 to 70 with no change in expenditure, and CWWF Summary 
Report #8, which includes one cancellation to a CWWF project. Based on the information 
submitted by the Province, Infrastructure Canada (INFC) confirms that the project 
modification is eligible under the PTIF terms and conditions. As part of the project 
submission process, Manitoba was required to attest to the accuracy of all information and 
to the incrementality of the project. 


e The cancelled CWWF project represents a decrease of $500,000 in net federal funding. The 
net decrease of the allocation represents 0.5 percent of the CWWF envelope in Manitoba. 


+ Based on the information supplied by Manitoba, the project does not appear to have any 
environmental assessment requirements for which there is a federal responsibility. In 
addition, there is no legal obligation to consult with Aboriginal groups under section 35 of the 
Constitution Act, 1982 for the project. 


\Mbues 4755 | 
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ATIA -69(1)(g) - (a) 


ATIA - 19(1) ATIA-69(1)(g)-(c) 
PROTECTED B 


e INFC officials and the Project Review Panel confirm that the Project is within your delegated 
authority and that Treasury Board approval is not required (Annex B). Accordingly, they 
support the proposed recommendation that you sign the attached PTIF Summary Report #6 
and CWWF Summary Report #8 (Annex A) to approve the PTIF project modification and 
the CWWF project cancellation in Manitoba. 


KEY BACKGROUND 


e The PTIF helps accelerate short-term municipal investments while supporting the 
rehabilitation of transit systems and funding studies to support longer-term transit 
expansion plans. Projects approved under the PTIF help improve reliability, efficiency, 
safety and accessibility of public transit systems and help large municipalities plan for future 
system improvements and expansion. 


e The CWWF helps accelerate short-term investments, while supporting the rehabilitation of 
water, wastewater and storm water infrastructure, and the planning and design of future 
facilities and upgrades to existing systems. Projects approved under the CWWF improve 
the reliability of drinking water, wastewater and storm water systems and help municipalities 
fund plans and designs aimed at meeting wastewater regulations 


RECOMMENDATION/NEXT STEP 


e It is recommended that you indicate your approval by signing the Manitoba PTIF Summary 
Report #6 and CWWF Summary Report #8 (Annex A), along with the accompanying cover 
letter to your provincial counterpart (Annex C). 


f 
| 
| Kelly Gillis 


| Deputy Minister 


i de | approve. ___| donot approve. ____ For discussion. 


N or JUN 0 6 208 


Amarjeet Sohi, P.C., M.P. Date 
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Attachments: 


Annex A — Manitoba’s PTIF Summary Report #6 and CWWF Summary Report #8 
Annex B — Project Review Panel Assessment Note 
Annex C — Cover Letter 
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Manitoba PTIF Summary Report #6 and CWWF Summary Report #8 


PTIF Modified Project (Amendment) 


Original approval Ultimate Total Eligible Other Forečasted Forecasted 
E PP Project ID as Project Name Project Description Project Category 8 Federal Share | Provincial Share | Municipal Share anes construction start e = 
Summary Report (#4) Recipient | Costs contribution daté construction end date 


1. Capital projects for the 


i bilitati à 
1 PTIF-0003 cer Transit Buses _| Purchase of 60~ 40 ft. Excelsior transit buses renabititatiai; F6 47,000,000.00 |$ 23,500,000,00 | $ 11,750,000.00|$ 11,750,000.00 | $ - [September 1,2016 {March 31, 2019 
Winnipeg optimization and 
modernization, etc. 
PTiF-0003 City of The project entails the purchase of seventy Xcelsior So ui 
= Y Transit Buses transit buses that are 40 feet in length. These new se $ 47,000,000.00 |$ 23,500,000.00 : $ 11,750,000.00 |$  11,750,000.00 | $ - July 17, 2017 March 8, 2019 


optimization and 
modernization, etc. 


(modified) Winnipeg buses will be used'to replace existing buses. 


Subtotal original $__47,000,000.00 | $ 23,500,000.00 | $ 11,750,000.00 | $ 11,750,000.00 | $ - 


Subtotal modified te ; : j $ 47,000,000.00 | $ 23,500,000.00 | $ 11,750,000.00 |$ 11,750,000.00 |.$ ` 
Net Change for Modified Projects l a ee RE eee . ts - l$ NE IT 


CWWF Cancelled Project 


Original approval Ultimate | Total Eligible Other Forecasted F ted 
RE Project ID ? Project Name Project Description Project Category F Federal Share | Provincial Share | Municipal Share R construction start baie 
Summary Report (#) Recipient . contribution date construction end date 


À Sd, 


Minister of Infrastructure and Communities 


JUN D 6 2018 


Date 
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Canada 
Ottawa, Canada ATIA-69(1)(g)-(c) 
K1P OB6 : 


MEMORANDUM TO THE DEPUTY MINISTER 


PUBLIC TRANSIT INFRASTUCTURE FUND / CLEAN WATER AND 
WASTEWATER FUND AGREEMENT WITH THE PROVINCE OF MANITOBA 


(FOR DECISION) 


Summary 
This note provides you assurance that the Minister may proceed to approve 


the projects listed in the PTIF Summary Report #6 and CWWF Summary 
Report #8 for the Province of Manitoba under the Public Transit 
Infrastructure Fund and Clean Water and Wastewater Fund without a 


Treasury Board (TB) submission. The Project Review Panel (PRP) is 
satisfied that the projects listed in the PTIF Summary Report #6 and CWWF 
Summary Report #8 for the Province of Manitoba do not require TB 
approval. 


Background 


The PRP reviewed the projects in the PTIF Summary Report #6 and CWWF 
Summary Report #8 for the Province of Manitoba as well as the draft briefing 
note to the Minister and verified that the attestation on the incrementality of the 
project lists has been provided. 


Assessment 


Assessment of TB Approval Requirement 


IS review Stage of the projects, the PRP has reviewed the materials against the 
exceptions and confirms that TB approval is not required. However, if during the 
implementation of a project it becomes apparent that an exception or an 
exemption has been triggered, then PRP would be advised that a TB submission 
is required. 


… 12 
Canada 
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Assessment Against Policy Criteria 


The PRP reviewed the projects in the PTIF Summary Report #6 and CWWEF 
Summary Report #8 and is satisfied that the projects meet all applicable 
requirements of government policy on the parameters of the program. 


Assessment of Chief Financial Officer (CFO) Accountabilities 


Based on the Summary Report, the PRP Secretariat confirms that the projects: 
v conform to government policy on the parameters of the program; 

¥ conform to Treasury Board policy; and, 

v conform with the terms and conditions of the program. 


Recommendation 


The PRP recommends that you support the recommendations in the 
Memorandum to the Minister. 


MAY 1 7 2018 


| Darlene Boileau, Chair — PRP Date: 
| Assistant Deputy Minister 
| Corporate Services and CFO 


| David Murchison Angus Howieson 
| Assistant Deputy Minister Director General IM/IT and 
Policy a9d Results 7 Chief Information Officer 


! 
i 
| 


Prepared by: 


Hélène Payette 
Secretary to the PRP Secretariat 
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Minister of Infrastructure 
and Communities 


Ministre de l’Infrastructure 
et des Collectivités 


Ottawa, Canada K1P OB6 


The Honourable Jeff Wharton, M.L.A. JUN 0 6 2018 
Minister of Municipal Relations 

Government of Manitoba 

317 Legislative Building 

450 Broadway 

Winnipeg, Manitoba R3C 0V8 


Dear Minister: 

I am pleased to write to you regarding the approval of Public Transit Infrastructure Fund 
(PTIF) Summary Report #6 and Clean Water and Wastewater Fund (CWWF) Summary 
Report #8 under the Canada—Manitoba PTIF and CWWF Bilateral Agreement. 


Enclosed is a signed copy of PTIF Summary Report #6 and CWWEF 
Summary Report #8, providing federal approval for one project modification under PTIF 
and one project cancellation under CWWF, as submitted by Manitoba. 


As you know, an extension to the PTIF and CWWF programs was approved on 
December 14, 2017, and I informed you via a letter dated March 29, 2018, that Manitoba 
was eligible for the extension, subject to the amendment of the Canada—Manitoba PTIF 
and CWWF Bilateral Agreement. As a result, eligible project costs can now be incurred up 
to March 31, 2020. 


I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the PTIF and CWWF in Manitoba. I look forward 
to our continued collaboration as we implement these programs for the benefit of all 


Cunadians. 
Yours sincerely, 
i 
Amarjeet Sohi, P.C., M.P. 
Enclosures 


eg 


Canada 
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pep Infrastructure | 
Mi Canada PROTECTED B 


BRIEFING NOTE TO THE MINISTER 

CANADA-MANITOBA CLEAN WATER AND WASTEWATER FUND SUMMARY REPORT #9 
(For Signature) 

ISSUE 


ə The purpose of this note is to seek your approval of the Clean Water and Wastewater Fund 
(CWWF) Summary Report #9 (Annex A), which includes one project modification. 


| HIGHLIGHTS/KEY CONSIDERATIONS 


e Manitoba has been informed via a ministerial letter dated March 29, 2018, that it is eligible 
for the extension to the Public Transit Infrastructure Fund (PTIF) and the CWWEF, subject to 
the amendment of the PTIF-CWWE Bilateral Agreement (the Agreement) between Canada 
and Manitoba. Since Manitoba fulfilled all reporting requirements, and provided updated, 
attested date reports by March 31, 2018, its projects have the flexibility of incurring eligible 
costs up to March 31, 2020, once the amended Bilateral Agreement is signed by Canada 
and Manitoba. 


e As per Section 8 of the Agreement, Manitoba has submitted CWWF Project List #9, which 
includes one modification to a previously approved CWWF project. Based on the information 
submitted by Manitoba, Infrastructure Canada (INFC) confirms that the project modification 
is eligible under the CWWF terms and conditions. As part of the project submission process, 
Manitoba was required to attest to the accuracy of all information and to the incrementality 
of the project. 


e There is no change to the current funding envelope based on the information provided. 


e Based on the information supplied by Manitoba, the project modification does not appear to 
have any environmental assessment requirements for which there is a federal responsibility. 
In addition, there is no legal obligation to consult with Aboriginal groups under section 35 of 
the Constitution Act, 1982 for the project modification. 


e INFC officials and the Project Review Panel confirm that the project is within your delegated 
authority and that Treasury Board approval is not required (Annex B). Accordingly, they 
support the proposed recommendation that you sign the attached CWWF Summary 
Report #9 (Annex A) to approve the CWWF project modification in Manitoba. 
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KEY BACKGROUND 


« The CWWF helps accelerate short-term investments, while supporting the rehabilitation of 
water, wastewater and storm water infrastructure, and the planning and design of future 
facilities and upgrades to existing systems. Projects approved under the CWWF improve 
the reliability of drinking water, wastewater and storm water systems and help municipalities 
fund plans and designs aimed at meeting wastewater regulations. 


RECOMMENDATION/NEXT STEP 


e itis recommended that you indicate your approval by signing the Manitoba CWWF 
Summary Report #9 (Annex A), along with the accompanying cover letter to your provincial 
counterpart (Annex C). 


SY approve. ___ | do not approve. ___ For discussion. 


À. hi | JUN 29 2018 


Amarjeet Sohi, P.C., M.P. Date 


Attachments: 


Annex A — Manitoba’s CWWF Summary Report #9 
Annex B — Project Review Panel Assessment Note 
Annex C — Cover Letter 
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Manitoba CWWF Summary Report #9 


CWWE Modified Project (Amendment} 


a se Forecasted 
abo ab Project ID ee Project Name Project Description Project Category nes as Federal Share | Provincial Share | Municipal Share do a start are date 

Construction of the second phase of the Yellowhead 5. New construction 
Water System, which would previde approximately projacts, including the 
thirty new rural municipal service connections construction of 
throughout the Municipality of Westlake-Giadstone. — [naturalized systems for 
The new connections will be equipped with radio read {management and 
meters to provide accurate consumption and billing treatment of wastewater 

RM of Yellowhead Rural |information ta customers. and storm water, if the 

4 CWWF 1034 SE de projects will be completed $ 2,500,000.00 15 1,250,000.00 |$ - |$ 1,250,000.00 | $ - {August 1, 2017 March 31, 2019 
Gladstone ase 


within the program 
timeframe, 


The Province of Manitoba acknowledges that the 
heokup/continuation of wastewater lines located on 
private property is not a eligible project expense. 


5, New construction 
projects, including the 
construction of 
naturalized systems for 
management and 
treatment of wastewater 
and storm water, if the 
projects will be completed 
within the program 
timeframe. 


Construction of the second phase of the Yellawhead 
Water System, which would provide approximately 
fifty five (55) new rural municipal service connections 
throughout the Municipality of Westlake-Gladstone. 
The new connections will be equipped with radio read 
meters to provide accurate consumption and billing 
information to customers, 


Scope Increase Rationale: 

RM of Yellowhead Rural |The tender price came in almost half the estimated 
Westlake- Water Expansion: [total project cost to complete the 30 connections, 
Gladstone Phase Il which provides an opportunity for the Municipality to 
increase the total number of service connections from |- 
approximately 30 service connections to 
approximately 55 service connections. The Total, 
Eligible Costs remain the same at $2.5M and can be 
completed within the approved project completion 


timeline of March 31, 2019. 


CWWF 1034 


2,500,009.00 1,250,000.00 
(modified) $ $ 


$ 1,250,000.00 


Subtotal original 2,500,000.00 |$  1,250,000.00 
Subtotal modified ss 2,500,000.00 [$.. .1,250,000.00 | $ 


Net Change for Modified Projects - J$ - $ = 


1,250,000.00 
1,256,000. ee a 


{H 13, 2018 March 34, 2019 


ay CA ; JUN 29 2618 


Amarjeet Sohi, P.C., MP, Date 
Minister of Infrastructure and Communities 
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MEMORANDUM TO THE DEPUTY MINISTER 


CLEAN WATER AND WASTEWATER FUND AGREEMENT WITH 
THE PROVINCE OF MANITOBA 


(FOR DECISION) 


Summary 
This note provides you assurance that the Minister may proceed to approve 
the project listed in Summary Report #9 for the Province of Manitoba under 
the Clean Water and Wastewater Fund without a Treasury Board (TB) 


submission. The Project Review Panel (PRP) is satisfied that the project 
listed in the Summary Report #9 for the Province of Manitoba do not require 
TB approval. à 


Background 


The PRP reviewed the project in the Summary Report #9 for the Province of 
Manitoba as well as the draft briefing note to the Minister and verified that the 
attestation on the incrementality of the project lists has been provided. 


Assessment 


Assessment of TB Approval Requirement 


At 
this review stage of the projects, the PRP has reviewed the materials against the 
exceptions and confirms that TB approval is not required. However, if during the 
implementation of a project it becomes apparent that an exception or an 
exemption has been triggered, then PRP would be advised that a TB submission 
is required. 


Assessment Against Policy Criteria 


The PRP reviewed the project in Summary Report #9 and is satisfied that the 
project meets all applicable requirements of government policy on the 
parameters of the program. 


hanes AA: ~mn S UIR 7 
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Assessment of Chief Financial Officer (CFO) Accountabilities 


Based on the Summary Report, the PRP Secretariat confirms that the project: 
¥ conforms to government policy on the parameters of the program; 

v conforms to Treasury Board policy; and, 

y conforms with the terms and conditions of the program. 


Recommendation 


The PRP recommends that you support the recommendations in the 
Memorandum to the Minister. 


ERNEST nent RIRE 


JUN 1 4 201 


| Darlene Boileau, Chair — 


RP Date: 

| Assistant Deputy Minister 

| Corporate Services and CFO 

| David Murchison Angus Howieson 

| Assistant Deputy Minister Director General IM/IT and 


Policy ang, Results Chief Information Officer 


Prepared by: 


Hélène Payette ~ 
Secretary to the PRP Secretariat 
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Ministre de l'Infrastructure 
et des Collectivités 


Minister of Infrastructure 
and Communities 


Ottawa, Canada K1P 0B6 


PROTECTED B 
The Honourable Jeff Wharton, M.L.A. 
Minister of Municipal Relations 
Government of Manitoba 
317 Legislative Building JUN 2 9 2018 


450 Broadway 
Winnipeg, Manitoba R3C 0V8 


Dear Minister: 
I am pleased to write to you regarding the approval of Summary Report #9 under the 
Canada-Manitoba Public Transit Infrastructure Fund (PTIF) and Clean Water and 


Wastewater Fund (CWWF) Bilateral Agreement. 


Enclosed is a signed copy of the CWWF Summary Report #9, providing federal approval 
for one project modification under the CWWF as submitted by Manitoba. 


As you know, Manitoba is eligible for an extension to the CWWF, subject to the 
amendment of the Agreement. Once the amended Agreement is signed by Canada and 
Manitoba, ultimate recipients will be able to incur eligible project costs up to 
March 31, 2020. 

I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the CWWE in Manitoba. I look forward to our 
continued collaboration as we implement these programs for the benefit of all Canadians. 


Yours sincerely, 
A. Shi 
Amarjeet Sohi, P.C., M.P. 


Enclosure 


FIC G | Canada 
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BRIEFING NOTE TO THE MINISTER 


CANADA-MANITOBA CLEAN WATER AND WASTEWATER FUND 
SUMMARY REPORT #10 


(For Signature) 


ISSUE 


+ The purpose of this note is to seek your approval of the Clean Water and Wastewater Fund 
(CWWF) Summary Report #10 (Annex A), which inciudes one project modification. 


HIGHLIGHTS/KEY CONSIDERATIONS 


e The Province of Manitoba (Manitoba) has been informed via a Ministerial letter dated 
March 29, 2018, that it is eligible for the extension of the Public Transit Infrastructure Fund 
(PTIF) and CWWF programs, subject to the amendment of the PTIF-CWWF Bilateral 
Agreement (the Agreement) between Canada and Manitoba. Since Manitoba fulfilled all 
reporting requirements, and provided updated, attested date reports by March 31, 2018, its 
projects will have the flexibility of incurring eligible ccsts up to March 31, 2020 once the 
amended Agreement is signed by Canada and Manitoba. 


+ As per Section 8 of the Agreement, Manitoba has submitted CWWF Project List #10, which 
includes one modification to a previously approved project. Based on the information 
submitted by Manitoba, INFC confirms that the project modification is eligible under the 
CWWF terms and conditions. As part of the project submission process, Manitoba was 
required to attest to the accuracy of all information and to the incrementality of all projects. 


e There is no change to the current funding envelope based on the information provided. 


+ Based on the information supplied by Manitoba, the project modification does not appear to 
have any environmental assessment requirements for which there is a federal responsibility. 
In addition, there is no legal obligation to consult with Aboriginal groups under section 35 of 
the Constitution Act, 1982 for the project modification. 


e INFC officials and the Project Review Panel confirm that the project is within your delegated 
authority and that Treasury Board approval is not required (Annex B). Accordingly, they 
support the proposed recommendation that you sign the attached Summary Report #10 
(Annex A) to approve the project modification under the CWWF in Manitoba. 


i Í S la 


a A j | + fry i 
\ f / ASN HUU v/a, 
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KEY BACKGROUND 


e The CWWF heips accelerate short-term investments, while supporting the rehabilitation of 
water, wastewater and storm water infrastructure, and the planning and design of future 
facilities and upgrades to existing systems. Projects approved under the CWWF improve 
the reliability of drinking water, wastewater and storm water systems and help municipalities 
fund plans and designs aimed at meeting wastewater regulations. 


RECOMMENDATION/NEXT STEP 


e {tis recommended that you indicate your approval by signing the CWWF Summary 
Report #10 (Annex A), along with the accompanying cover letter to your Manitoba 
counterpart (Annex ©). 


Deputy Ministet 


L | approve. ___ | do not approve. ____ For discussion. 


SEP 13 2018 | 


| The Honourablé François-Philippe Champagne, P.C., M.P. Date 


Attachments: 


Annex À — Manitoba’s CWWF Summary Report #10 
Annex B - Project Review Panel Assessment Note 
Annex C - Cover Letter 
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Manitoba CWWF 
Summary Report 10 


Griginal approval Summary ; 
= Report (4): 


1082 


Project ID 


WWE 


i- Uitimate : | 
: Reclptent::|.. 


PERM OF |: 
 Gllenellas |: 
+ Cansdowne: |": 


“| onu. 
fe dObe: 


Rel T 
< Glenalla- 


Lansdowne: 


Fapansion 


“= Project Name | 
“Rural Waterting : 
a Expansion EEN 


a F The e projert woul see eth instalation ‘of sporoninatel Sem at wate. ae 


"Rural seine | : 


water.” : 


: i The proto s See thé station of approximately km of water 


-project Description, 


: Extend existing rural watérines from a neighboring municipality to connect rural ratepayers to good quality potable: 7 


oS the Province OF: anitoba ‘ack wedges that the hootup/eonenston of watrlnsicated on 
MEE etal project expense. : oF 


Ederd asie cra water Trom a valor naka to connect rt 


ADDI ONAL scope: 


: an opportunity: for the Municipality. to complete: an additional 6 km at waterline and 5 service rere without any : 


Tn the: ‘overall ‘project buat i 


Subtotal tre 
Subtotal madifled 


Ve 


“| Project Catagory 


projects, including 


aE Seas naturalized © 
private property is hota: sy 


ratepayers tö good ‘quallty potebie 


: the “Bravinea of | Manitoba à aehnowlees thatthe hoskus/conimuation of watelns located a on raté propery is not a. system 
: eligible project expense, : : : we 


The Honourable Frangois-Philippe Champagne, P.C., M.P. 
Minister of Infrastructure and Communities 
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the construction of ae 


Total Eligible 
aa “Costs : 


= Tooo 2300 S $: 
Nat Change for MAINS Projets ee A fee el a  _ 


‘Federel share 


S © 2933200018 


Provincial Share: | 


946,660.00 


146,660, 


SEP 13 2018 


Municipal spare | contribution | construction start date | 


5 146,660.00 |$ 


“146,660.00 15° 


Junë à, 2018 


Forecasted: ` 


Forecasted construction’ 
end daté. : 


December 1; 2018 


Date 


March 31; 2059: 


n +p Infrastructure ATIA -69(1)(g)- (c) 
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MEMORANDUM TO THE DEPUTY MINISTER 


CLEAN WATER AND WASTEWATER FUND AGREEMENT WITH 
THE PROVINCE OF MANITOBA 


(FOR DECISION) 


Summary 
This note provides you assurance that the Minister may proceed to approve 
the project listed in Summary Report #10 for the Province of Manitoba 
under the Clean Water and Wastewater Fund without a Treasury Board 
(TB) submission. The Project Review Panel (PRP) is satisfied that the 
project listed in the Summary Report #10 for the Province of Manitoba do 
not require TB approval. 


Background 


The PRP reviewed the project in the Summary Report #10 for the Province of 
Manitoba as well as the draft briefing note to the Minister and verified that the 
attestation on the incrementality of the project lists has been provided. 
Assessment 


Assessment of TB Approval Requirement 


At 


this review stage of the projects, the PRP has reviewed the materials against the 
exceptions and confirms that TB approval is not required. However, if during the 
implementation of a project it becomes apparent that an exception or an 
exemption has been triggered, then PRP would be advised that a TB submission 
is required. 


Assessment Against Policy Criteria 
The PRP reviewed the project in Summary Report #10 and is satisfied that the 


project meets all applicable requirements of government policy on the 
parameters of the program. 


... 12 
Canada 
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Assessment of Chief Financial Officer (CFO) Accountabilities 


Based on the Summary Report, the PRP Secretariat confirms that the project: 
v conforms to government policy on the parameters of the program; 

¥ conforms to Treasury Board policy; and, 

v conforms with the terms and conditions of the program. 


Recommendation 


The PRP recommends that you support the recommendations in the 
Memorandum to the Minister. 


AINE OS BD - 


Date: 


dileau, Chair — PRP 
| Assistafft Deputy Minister 
| Corporate Services and CFO 


| Gerard Pee oa Angus Howieson 


| Assistant eye Minister reba General IM/IT and 


Prepared by: 


Hélène Payette 
Secretary to the PRP Secretariat 
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Ministre de l'Infrastructure 
et des Collectivités 


Minister of Infrastructure 
and Communities 


Ottawa, Canada K1P OB6 


The Honourable Jeff Wharton, M.L.A SEP 13 2018 
. Minister of Municipal Relations | 

Government of Manitoba 

317 Legislative Building 

450 Broadway 

Winnipeg, Manitoba R3C 0V8 


Dear Minister: 


It is my pleasure to write to you regarding the approval of Summary Report #10 under the 
Canada — Manitoba Clean Water and Wastewater Fund (CWWF). 


Please find enclosed a signed copy of Summary Report #10 providing federal approval 
for one project modification, as submitted by Manitoba. 


As you know, Manitoba is eligible for an extension to the Public Transit Infrastructure 
Fund (PTIF) and CWWF, subject to the amendment of the PTIF-CWWF agreement. Once 
the amended agreement is signed by Canada and Manitoba, ultimate recipients will be able 
to incur eligible project costs up to March 31, 2020. 


I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the PTIF and CWWF in Manitoba. I look 
forward to our continued collaboration as we implement this program for the benefit of 
all Canadians. 


Yours sincerely, 


The Honourable François-Philippe Champagne, P.C., M.P. 
Minister of Infrastructure and Communities 


Enclosure 


Canada 
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BRIEFING NOTE TO THE MINISTER 


CANADA-MANITOBA PUBLIC TRANSIT INFRASTRUCTURE FUND 
SUMMARY REPORT #7 


(For Signature) 
PURPOSE 


e The purpose of this note is to seek your approval of the Public Transit Infrastructure 
Fund (PTIF) Summary Report #7 (Annex A), which includes one project 
modification. 


HIGHLIGHTS/KEY CONSIDERATIONS 


e The Province of Manitoba (Manitoba) has been informed via a ministerial letter 
dated March 29, 2018 that it is eligible for the extension of the PTIF and Clean 
Water and Wastewater Fund (CWWF) programs, subject to the amendment of the 
PTIF-CWWF Bilateral Agreement (the Agreement) between Canada and Manitoba. 
Since Manitoba fulfilled all reporting requirements, and provided updated, attested 
date reports by March 31, 2018, its projects will have the flexibility of incurring 
eligible costs up to March 31, 2020, once the amended Agreement is signed by 
Canada and Manitoba. 


ə As per Section 8 of the Agreement, Manitoba has submitted PTIF Project List #7, 
which includes one modification to a previously approved project. Based on the 
information submitted by Manitoba, INFC confirms that the project modification is 
eligible under the PTIF terms and conditions. As part of the project submission 
process, Manitoba was required to attest to the accuracy of all information and to the 
incrementality of all projects. 


+ There is no change to the current funding envelope based on the information 
provided. 


WebCIMS #: 48004 | 1 
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e Based on the information supplied by Manitoba, the Project does not appear to have 
any environmental assessment requirements for which there is a federal 
responsibility. In addition, there is no legal obligation to consult with Aboriginal 
groups under section 35 of the Constitution Act, 1982 for the Project. 


+ INEFC officials and the Project Review Panel confirm that the Project is within your 
delegated authority and that Treasury Board approval is not required (Annex B). 
Accordingly, they support the proposed recommendation that you sign the attached 
Summary Report #7 (Annex A) to approve the project modification under the PTIF 
in Manitoba. 


KEY BACKGROUND 


e The PTIF helps accelerate short-term municipal investments while supporting the 
rehabilitation of transit systems and funding studies to support longer-term transit 
expansion plans. Projects approved under the PTIF help improve reliability, 
efficiency, safety and accessibility of public transit systems and help large 
municipalities plan for future system improvements and expansion. 


RECOMMENDATION/NEXT STEP 


e lt is recommended that you indicate your approval by signing Manitoba’s PTIF 
Summary Report # 7 (Annex A), along with the Peco mpaoymg cover letter to your 
Manitoba counterpart (Annex C). 


WebCIMS #: 48004 2 
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| keal 5 | 
| Kelly Gillis Date | 
| Deputy Minister 


| do not approve. For discussion. 


cé SEP 2 6 2018 


Date 


| The Honourab6-Fral çois-Philippe Champagne, P.C., M.P. 


Attachments: 
Annex A — Manitoba’s PTIF Summary Report #7 


Annex B — Project Review Panel Assessment Note 
Annex C — Cover Letter 
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MMTMEATy NEPON r 


Origina! approval Sumimery Report 


Project Name 


Ultimate ` 
Pei 


{ 


Project Dastription Project Category 


Brandon, City 
of 


Replacement of 
Information Centre/ 
Transit Station 


PTIF-1026 


PTIF-1026 À Brandan, City 
of 


Renovation and 

ighablitatipn oF 
Information 

santi TESE, 


combine services in one centre. 
Ratlonale for Scope Change: 
FE in. All bi i 


Total Eligible Costs 


Municipal Share Famer tontribution| 


Start date 


Replace, upgrade and arrialgamate two separate bulldings providing si 
inefficient and in need of substantial upgrade and ergonomic improve 
klask will be vacated (not owned by the City) and the transit station [a 
reconstructed to combine the services in one new centre, 


milar functions to support transit system. Both buildings are very oid, 
ment. The transit information (customer information and Support) 
dministrative and driver support) kiosk will be demolished and 


1. Capital projects for 
the rehabilitation, 
dptiairation and 
modernization, ate. $ 


150,000.09 | $ 75,000.00 |$ 75,000.00 | $ = fAugust 31, 204? March 31, 2019 


L Capital projects for 
the rehabilitation, 
optimization and 
modernization, ate. 


Ee: 


150,000,00 | $ 75,000.00 Í $ 75,000.00 | $ + [September 4,2014 March 34, 2670 


atl, 


| Forecasted constructlan | Forecasted construction end] 


200,000.60 


The Hounourable Françuls:Prf 
Minisler of Infrasiructure and 
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Ottawa, Canada 
K1P 0B6 
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A1) A 


MEMORANDUM TO THE DEPUTY MINISTER 


PUBLIC TRANSIT INFRASTUCTURE FUND AGREEMENT WITH THE 
PROVINCE OF MANITOBA 


(FOR DECISION) 


Summary 
This note provides you assurance that the Minister may proceed to approve 


the projects listed in Summary Report # 7 for the Province of Manitoba 
under the Public Transit Infrastructure Fund without a Treasury Board (TB) 
submission. The Project Review Panel (PRP) is satisfied that the projects 
listed in Summary Report # 7 for the Province of Manitoba do not require 
TB approval. 


Background 

The PRP reviewed the projects in the Summary Report # 7 for the Province of 
Manitoba as well as the draft briefing note to the Minister and verified that the 
attestation on the incrementality of the project lists has been provided. 
Assessment 


Assessment of TB Approval Requirement 


At 
this review stage of the projects, the PRP has reviewed the materials against the 
exceptions and confirms that TB approval is not required. However, if during the 
implementation of a project it becomes apparent that an exception or an 
exemption has been triggered, then PRP would be advised that a TB submission 
is required. 


Assessment Against Policy Criteria 


The PRP reviewed the projects in Summary Report # 7 and is satisfied that the 
projects meet all applicable requirements of government policy on the 
parameters of the program. 


“12 
Canada 
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Assessment of Chief Financial Officer (CFO) Accountabilities 


Based on the Summary Report, the PRP Secretariat confirms that the projects: 
y conform to government policy on the parameters of the program; 

¥ conform to Treasury Board policy; and, 

v conform with the terms and conditions of the program. 


Recommendation 


The PRP recommends that you support the recommendations in the 
Memorandum to the Minister. 


Darténe Boileau, Chair — PRP 
| Assistant Deputy Minister 
| Corporate Services and CFO 


Angus Howieson 
Director General IM/IT and 
Chief Information Officer 


Prepared by: 


Helene Payette 
Secretary to the PRP Secretariat 
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Minister of Infrastructure 
and Communities 


Ministre de l'infrastructure 
et des Collectivités 


Ottawa, Canada K1P GB6 


The Honourable Jeff Wharton, M.L.A. 

Minister of Municipal Relations SEP 2 6 2018 
Government of Manitoba | 

317 Legislative Building 

450 Broadway 

Winnipeg, Manitoba R3C 0V8 


, Dear Minister: 


I am pleased to write to you regarding the approval of Summary Report #7 under the 
Canada~Manitoba Public Transit Infrastructure Fund (PTIF). 


Enclosed is a signed copy of Summary Report #7 providing federal approval for one project 
modification, as submitted by Manitoba. 


As you know, Manitoba is eligible for an extension to the PTIF and Clean Water and 
Wastewater Fund (CWWF), subject to the amendment of the PTIF-CWWF agreement. 
Once the amended agreement is signed by Canada and Manitoba, ultimate recipients will 
be able to incur eligible project costs up to March 31, 2020. 


I would like to take this opportunity to thank you for your collaboration and for your 


commitment to the successful delivery of the PTIF and CWWF in Manitoba. I look forward. 
to working with you as we continue to implement these programs for the benefit of all 


Canadians. 


The Honourable François-Philippe Champagne, P.C., MP. 
Minister of Infrastructure and Communities 


Yours sincerely, 


Enclosure 


Canada 
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BRIEFING NOTE TO THE MINISTER 


RECOMMENDATION TO APPROVE THE NIVERVILLE COMMUNITY RESOURCE 
CENTRE FOR FUNDING UNDER THE INVESTING IN CANADA INFRASTRUCTURE 
PROGRAM IN MANITOBA 


(For Signature) 
PURPOSE 


e The purpose of this note is to: 1) seek your approval to provide up to $7,800,000 in 
federal funding to Manitoba for the Niverville Community Resource Centre (the 
Project) under the Investing in Canada Infrastructure Program (ICIP) and 2) request 
your signature on the attached letter (Annex A) informing Manitoba that the Project 
has been approved for federal funding. 


KEY CONSIDERATIONS 


e Infrastructure Canada (INFC) officials have reviewed the Project and confirmed that 
it is within your delegated authority and both the Project and ultimate recipient are 
eligible for funding under the terms and conditions of ICIP. INFC Corporate Services 
have reviewed the cash flow and confirmed that funds are available. 


e Additionally, the Other Government Department Steering Committee and the 
External Review Committee have reviewed the Project and did not raise any 
significant considerations. 


e INFC officials have determined that there are no requirements under the Canadian 
Environmental Assessment Act, 2012 and that there is no legal obligation to consult 
with Aboriginal groups under section 35 of the Constitution Act, 1982 for the Project. 


e Since the Project is above the $10 million threshold, a greenhouse gas emissions 


assessment and a climate change resilience assessment were required under the 
climate lens. | 


WebCIMS #: 49802 1 
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KEY BACKGROUND 


e The Project was submitted by Manitoba on December 21, 2018 and if approved, 
would be governed by the Canada-Manitoba Integrated Bilateral Agreement for the 
Investing in Canada Infrastructure Program, which came into effect on 
June 11, 2018. Total eligible costs for the Project are $19,500,000. It would be 
funded under Community, Culture and Recreation, at a federal cost-share of 40% of 
eligible costs up to $7,800,000. 87% of Manitoba’s Community, Culture and 
Recreation allocation would remain for future projects. 


e The Project consists of the new construction of an approximately 99,000 square feet 
multi-functional recreation and cultural facility. 


e |f approved, the Project will contribute to ICIP’s immediate outcome of “improved 
access to and increased quality of community infrastructure for Canadians, including 
Indigenous Peoples and vulnerable populations by creating a community centre to 
deliver programs and services for the community”. Additional Project details are 
available in Annex B. 


RECOMMENDATIONS 
e itis recommended that you approve the Project for up to $7,800,000 in ICIP funding. 
e |f you approve the Project for ICIP funding, it is also recommended that you to sign 


both copies of the attached letter to notify your Manitoba counterpart (Annex A) that 
the Project has been approved for federal funding. 
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e Once approved, the Project can be announced. Should you wish to proceed with an 
announcement for the Project, departmental officials will work with your office to 
confirm the details. 


| Deputy Minister 


| do not approve. For discussion. 


oa 
FEB 2 0 2019 
Date 


Attachments: 


Annex A — Project Approval Letter to Manitoba (2 copies) 
Annex B — Project Fiche 
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Ministre de |'Infrastructure 
et des Collectivités 


Minister of Infrastructure 
and Communities 


Seely las be 
Ottawa, Canada K1P 086 


The Honourable Jeff Wharton, M.L.A. 

Minister of Municipal Relations FEB 2 0 2019 
Government of Manitoba 

Room 317, Legislative Building 

450 Broadway 

Winnipeg, Manitoba R3C 0V8 


Dear Colleague: 


It is my pleasure to inform you of the approval of the Niverville Community Resource 
Centre (the Project) under the Canada-Manitoba Integrated Bilateral Agreement for the 
Investing in Canada Infrastructure Program (the Agreement) that came into effect on 
June 11, 2018. 


The maximum federal funding for the Project under the Investing in Canada Infrastructure 
Program is 40% of total eligible costs up to $7,800,000. Furthermore, the Project is 
governed by the terms and conditions of the Agreement. 


In order for Canada to pay eligible costs for approved projects, the requirements outlined 
in the Agreement must be met. To be considered eligible: 


e Costs must be incurred on or after the date of this letter and costs associated with 
contracts must be for contracts signed on or after the date of this letter, except for 
costs associated with completing climate lens assessments. 


ə For costs associated with contracts, Manitoba will satisfy Canada that contracts are 
awarded in a way that is fair, transparent, competitive, consistent with value-for- 
money principles, or in a manner otherwise acceptable to Canada, and if applicable, 
in accordance with the Canadian Free Trade Agreement and international trade 
agreements. 


tO 


Canada 
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e For incremental costs of employees of an ultimate recipient, the ultimate recipient 
must demonstrate that it is not economically feasible to tender a contract and the 
arrangement must be approved in advance and in writing by Canada. 


Environmental Assessment 


Canada has determined that there are no requirements under the Canadian Environmental 
Assessment Act, 2012 for this Project. 


Aboriginal Consultation 
Canada has determined that there is no obligation to consult with Aboriginal groups, 


Manitoba is responsible for communicating the requirements and responsibilities outlined 
in the Agreement’s Communications Protocol to ultimate recipients. Manitoba will work 
with Infrastructure Canada to jointly communicate Canada’s funding commitment as soon 
as possible, to plan and participate with Infrastructure Canada in any future media 
announcements or events related to the Project’s progress, and, to produce and erect 
signage at the Project site acknowledging the federal government’s contribution to the 
Project in accordance with the signage guidelines to be provided by the Government of 
Canada. 


I would like to take this opportunity to thank you for your collaboration and commitment 
to the successful delivery of the Investing in Canada Infrastructure Program in Manitoba. 
I iook forward to working with you as we continue to implement this long-term 
infrastructure program for the benefit of all Canadians. 


Yours sincerely, 


The Honourable Francois-Philippe Champagne, P.C., M.P. 
Minister of Infrastructure and Communities 
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Community, Culture and Recreati 


Niverville Community Resource Centre 


Ultimate Recipient: Town of Niverville Location: Town of Niverville, PIMS #: 53621 
Manitoba 


Project Description: 

The Niverville Community Resource Centre (CRC) Project consists of the new construction of an approximately 99,000 
square feet multi-functional recreation and cultural facility that will serve to improve access to and increase the 
quality of community, culture and recreation infrastructure. The Project consists of a performing arts centre, not-for- 
profit community childcare centre, indoor play area, leisure activity spaces, multi-purpose field house, multi-use ice 
arena, meeting rooms and community common areas. The CRC will have a synergistic relationship emphasizing 
resource sharing with other co-located infrastructure developed as part of a community 'campus' model. The Project 
also includes a parking lot that can accommodate 180 vehicles. 


The CRC will be located on municipal land immediately adjacent to Niverville Collegiate, a new high school set to open 
in September 2019. 


The CRC will be able to accommodate 1,500 guests at a time, which is five times the current capacity of other 
community facilities in the Town of Niverville. 


The CRC’s goal is to meet the social, cultural, community and recreational aspirations of the Town. Special emphasis is 
placed in facility design and programming. 


INFC has made the determination that the Project meets program eligibility requirements. 


Project Results: $ 
The Project supports the outcome under the Community, Culture and Recreation Stream: 


e Improved access to and increased quality of community infrastructure for Canadians, including Indigenous 
Peoples and vulnerable populations by creating a community centre to deliver programs and services for the 
community. 


Eligible Recipient: 
e The Ultimate Recipient is the Town of Niverville, and is an eligible recipient under the program. The Ultimate 
Recipient will own, operate, and maintain the infrastructure asset. 


Funding/Stacking: 

e The overall project costs and eligible costs are $19,500,000. The Town of Niverville has requested federal 
funding in the amount of $7,800,000 for this Project. 

e The Town of Niverville has secured $5,000,000 of its funding and plans to fundraise for $3,200,000. Upon 
federal approval of the Project, the Town has committed to amend its borrowing-by-law to cover any shortfall 
in fundraising. 

e As per the stream guidelines, the Project stacking limit is 40% for federal funding. 


Stream Specific Requirements: 
e The Project is community-oriented, non-commercial and will be open for use to the public. 
e The Province has confirmed that the Project will meet or exceed the highest published accessibility standard 
in Manitoba. 
e The Province and the Ultimate Recipient have indicated that the building will follow LEED Silver standards. 


Timelines: 
e The forecasted construction start date is March 1, 2019 and the forecasted construction end date is June 1, 
2020. 


Climate Lens: 
e The Ultimate Recipient has submitted a Greenhouse Gas Mitigation Assessment and a Climate Resilience 
Assessment for this Project as it is above the $10 million threshold. Both assessments were attested and 

signed by qualified parties. 
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Community Employment Benefits (CEB): 
e The Ultimate Recipient has submitted targets for apprentices, women, and youth employment for this Project 
and will report on them after Project approval. 


Environmental Assessment and Duty to Consult: 
e No conditions required. 


Project Risks: 
e 


e No land acquisition is required as part of this Project. 


Are there any special conditions? []Yes No 


| PROJECT IMPLEMENTATION DETAILS 


Nature of the Project: New | Percentage of design completed: 26-50% 


Asset Ownership: The Ultimate Recipient wil own hand del deca thea asset. 


Forecasted Construction Start Date in 


2019/03/01 2020/06/01 


PROJECT FINANCES 


Maximum Federal contribution for this project 


ICIP Contribution — Stream 1 (Community, Culture $7,800,000 e 
and Recreation) 


7 
Other Sources of funding: Y 
$3,500,000 
$5,000,000 
$3,200,000 
_ 
Yes LI No 


Community Fundraising is not yet secured, but the Ultimate 


Province of Manitoba 


Town of Niverville 


Community Fundraising 


Are all other sources of project funding secured? 


Recipient has advised that upon receipt of federal approval, it 
would amend its borrowing-by-laws to cover any shortfall in 
fundraising targets. The Province has confirmed that the Town 
Council has the authority to amend its borrowing-by-laws and 
does not consider funding to be a risk; therefore, overall 
funding is considered secured. 


2018-19 2019-20 2020-21 2021-22 
9 


2022-23 2023-24 2024-25 2025-26 2026-27 
O | $6,200,000 | $1,600,000 re 
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PROJECT RESULTS 


Improved access to and increased quality of community, cultural and recreational infrastructure 
Expected Results 


The overall physical condition of new asset is expected to be ‘Very Goog’. 
The new asset will be fully accessible for persons with disabilities. 


The number of new visits is expected to be approximately 50,000/month or 600,000/year. 
The asset receiving investment will benefit indigenous people. 

The Project has incorporated universal design. 

The Project has taken gender into consideration during the design phases. 


IBA TARGETS 


This project will be one of several contributing to the following target(s), as outlined in the Integrated Bilateral 
Agreement (IBA) between the signatory and Canada for the Investing in Canada Infrastructure Program: 


e Ensure one hundred percent (100%) of federally-funded public-facing infrastructure meets the highest published 
applicable accessibility standard in a respective jurisdiction. 


CLIMATE LENS 
GHG mitigation assessment included? 


XYes LI No 


Climate resilience assessment included? 


XYes El No 


2030 GHG Results Lifetime GHG Results 


Baseline scenario emissions, Baseline scenario emissions, 


cumulative in 2030 lifetime 


Estimated project emissions, Estimated project emissions, 
cumulative in 2030 lifetime 


Net emissions REDUCTION Net emissions REDUCTION 


Climate Resilience Assessment _ 


Hazards, associated with climate change and extreme Six Hazards were identified: 
weather events, that were identified which may impact 
the project’s integrity and its ability to provide sustained 


service through its design life. 


Drought; 
Heat waves and heat island effects; 
Increased overland flooding; 

Increased rainfall; 

Increased winds speeds and tornadoes; and 
Tropical nights and very hot days. 


Key measures or features of the project 
that incorporate climate change 
considerations. 


Overall the higher risk events needing mitigation methods were tropical 
nights and very hot days. The Resilience Assessment suggested a number 
of adaptation measures or risk treatments such as up-sizing HVAC 
equipment, selecting robust HVAC equipment, and building orientation 
and treatments to prevent solar gain that would exacerbate the higher 
risk events. Adaptation measures or risk treatments that could be used in 
the event of flooding include raising entrances (including windows), 
landscaping and utilizing moisture resistant materials. 
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COMMUNITY EMPLOYMENT BENEFIT (CEB) 


Employment benefits for specific groups: 


1-Apprentices target: 5% of hours worked. 
2-Women target: 2% of hours worked. 
3-Youth target: 1% of hours worked. 


OTHER FEDERAL REQUIREMENTS — —  . 
Environmental Review Required? INFC has determined that there are 
no requirements under the 
Canadian Environmental 


Assessment Act, 2012 for this 
Project. 


Aboriginal Consultation Required? Based on the information provided, 
there is no legal obligation to 
consult with Aboriginal groups 
under section 35 of the 
Constitution Act, 1982 for this 
Project. 
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*Note: Any aspects rated Medium or High would have a more detailed explanation of rating along with mitigation 
measures recommended by the analyst. 

STRATEGIC CONSIDERATIONS RAISED BY OTHER GOVERNMENT DEPARTMENT STEERING COMMITTEE - | | 
Summary of considerations raised and INFC’s response to be added by Program Secretariat, as s required 


STRATEGIC CONSIDERATIONS. RAISED BY EXTERNAL REVIEW COMMITTEE 


Summary of considerations raised and INEC’ s response to be added by Program ct as Ed 
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BRIEFING NOTE TO THE MINISTER 


CANCELLATION WITHIN THE CANADA-MANITOBA CLEAN WATER AND 
WASTEWATER FUND SUMMARY REPORT #11 


(For Signature) 
PURPOSE 


e The purpose of this note is to seek your approval for one project cancellation as set 
out in Manitoba’s Clean Water and Wastewater Fund (CWWF) Summary Report 
#11. 


HIGHLIGHTS/KEY CONSIDERATIONS 


e As per Section 8 of the Public Transit Infrastructure Fund and Clean Water and 
Wastewater Fund (PTIF-CWWE) Bilateral Agreement (the Agreement), Manitoba 
has submitted CWWF attested Project List #11 which includes one project 
cancellation. Following a change in administration, the Ultimate Recipient decided to 
not proceed with the project. Based on the information submitted by Manitoba, 
Infrastructure Canada (INFC) confirms that the project cancellation is eligible under 
the CWWF terms and conditions. As part of the project submission process, 
Manitoba was required to attest to the accuracy of all information. 


e The project submitted for cancellation under CWWF Summary Report #11, 
represents a decrease of $1,000,000 in total net eligible project costs. The net 
decrease of the allocation represents approximately 1 percent of the CWWF 


envelope in Manitoba. 


KEY BACKGROUND 


+ Manitoba originally signed the Agreement on July 25, 2016 and it has been 
informed, via a Ministerial letter dated March 29, 2018, this it is eligible for the 
extension of the programs. Since Manitoba met all reporting requirements and 
provided updates as of March 31, 2018, it will have the opportunity to incur eligible 
project costs up to March 31, 2020. The Agreement was amended on 
October 16, 2018 to reflect the program extension. Unspent funds and cost savings 
under the PTIF-CWWF program will be transferred to the public transit stream or 
environmental quality sub-stream of the green infrastructure stream of the 
Integrated Bilateral Agreement for Phase 2 of the Investing in Canada Plan 
($1,000,000 of residual funds would be transferred to Manitoba’s environmental 
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quality sub-stream of its green infrastructure stream if Summary Report #11 is 
approved). 


e The CWWF helps accelerate short-term investments, while supporting the 
rehabilitation of water, wastewater and storm water infrastructure, and the planning 
and design of future facilities and upgrades to existing systems. Projects approved 
under the CWWF improve the reliability of drinking water, wastewater and storm 
water systems and help municipalities fund plans and designs aimed at meeting 
wastewater regulations. 


RECOMMENDATION/NEXT STEP 


e INFC officials confirm that the project is within your delegated authority and that 
Treasury Board approval is not required. Accordingly they recommend that you 
indicate your approval of the project's cancellation by signing Manitoba’s CWWF 
Summary Report #11 (Annex A), along with the accompanying cover letter to your 
provincial counterpart (Annex B). 


REINE ERP TN EE SET > 2e SERRE EIRE RITES = > ER 


| 


: 


Kelly Gillis 
| Deputy Minister 
(Infrastructure and Communities 


aaa SELL TOTTI = TPES AES SERE prenne een RIRE 


i 
| XL: apprpre. ____ | do not approve. __ For discussion. 
oie 


| | | | MAR 29 2019 
The Hono e François-Philippe Champagne, P.C., M.P. Date 
| Minister of Infrastructure and Communities 


VASSE SESS ESSEN — 


Attachments: 


Annex A — Manitoba’s CWWF Summary Report #11 
Annex B — Cover Letter 
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Manitoba CWWF 
Summary Report #11 


Cancelled Projects 


Ultimate =- 
Recipient: 


= Project Name ``; ae Project Description.: woe ee 


a “Federal Share i 


7 2000,000.08 | $- 


1,000,009.00 }§ 2 [5° 100000] 900,000.00 FR 


Wa, 


_ Provindal Share: 


MAR 2 9 2019 


Tra Ho) WA APTE Champagne, P.C., M P. Date 
Minister of Infrastructure and Communities i 
1 
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MAR 2 9 2019 


Ministre de l'infrastructure 
et des Collectivités 


Minister of infrastructure 
and Communities 


Ottawa, Canada K1P 0B6 


The Honourable Jeff Wharton, M.L.A 
Minister of Municipal Relations 
Government of Manitoba 

317 Legislative Building 

450 Broadway 

Winnipeg, Manitoba R3C 0V8 


Dear Minister: 
I am writing to you regarding the approval of the cancellation of the project in Summary 
Report #11 under the Canada — Manitoba Public Transit Infrastructure Fund and Clean 


Water and Wastewater Fund Bilateral Agreement. 


Enclosed is a signed copy of Summary Report #11 providing federal approval for one 
project cancellation under Clean Water and Wastewater Fund as submitted by Manitoba. 


I would like to take this opportunity to thank you for your collaboration and for your 
commitment to the successful delivery of the Clean Water and Wastewater Fund in 
Manitoba. I look forward to our continued collaboration as we implement these programs 
for the benefit of all Canadians. 


Yours sincerely, 


ae 


The Honourable Francois-Philippe Champagne, P.C., M.P 


Canada 
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52151 CWWF MB Neepawa, Town of Wastewater Wastewater Lagoon Upgrades. Amélioration de l'étang d'épuration $4,400,000 $2,200,000 $1,501,832] 
52152 CWWF B Cartier, Rural Municipality of Drinking Water St. Eustache Raw Water Pond Storage Bassin de rétention d’eau brute de St-Eustache $1,100,000 $550,000 $0] 
52153 CWWF MB Lac du Bonnet, Rural Municipality of Drinking Water Rural Water Pipeline Canalisation d'alimentation en eau en secteur $1,300,000 $650,000 so 
52156 CWWEF MB Portage la Prairie, Rural Municipality of Drinking Water Regional Water System Upgrades Modernisation du réseau d’aqueduc régional $600,000 $300,000 $270,000 
52157 CWWE MB West St. Paul, Rural Municipality of Wastewater Wastewater Collection System Système de collecte des eaux usées $4,200,000 $2,076,250 so 
49318 CWWF MB Winnipeg, City of Wastewater Transcona Sewer Relief Système de délestage des égouts de Transcona $3,000,000) $1,500,000) 0) 
49740 CWWF MB Winnipeg, City of Drinking Water North St Boniface Water Main Upgrading Modernisation de la conduite d’eau principale de $4,900,000 $2,450,000 Se) 
51399 CWWF MB La Broquerie, Rural Municipality of Wastewater Tertiary Treatment System Systéme de traitement tertiaire $4,000,000 $2,000,000 $1,348,247! 
51401 CWWF MB Riverdale, Municipality of Wastewater Lagoon Replacement Remplacement d'un bassin $6,000,000 53,000,000 $543,748 
51402 CWWF MB WestLake-Gladstone, Municipality of Drinking Water Yellowhead Rural Water Expansion: Phase II Extension du réseau rural d'alimentation en eau $2,500,000 $1,250,000 $1,010,757; 
51747 CWWE MB Brandon, City of Drinking Water Chemical Building Batiment de traitement chimique $4,461,740) $2,230,870 $392,334 
51750 CWWF MB Lac du Bonnet, Town of Drinking Water Watermain Renewal Remplacement des canalisations principales $1,500,000) $750,000 sol 
51751 CWWE MB Portage la Prairie, City of Wastewater Waste Pollution Control Facility Upgrades - Phase| Améliorations de l'installation de contrôle de la $28,750,000 $5,886,054] $5,301,391 
51754 CWWE MB Steinbach, City of Drinking Water Supplemental Water Supply System Project Projet concernant un systeme $10,000,000 $5,000,000) $4,163,361 
49281 CWWE MB Argyle, Rural Municipality of Wastewater Baldur Lagoon Dumping Station Poste de vidange du bassin de Baldur $25,000 $12,500 $11,250} 
49282 CWWF MB Brandon, City of Drinking Water Water Treatment Plant Upgrade: Planning and [Modernisation d’une station de traitement de $3,238,260 $1,619,130 $283,038 
49288 CWWF MB Cartier, Rural Municipality of Wastewater Elie Lagoon RipRap Upgrade Modernisation du perré du bassin d’Elie $1,500,000) $750,000 $315,665) 
49289 CWWFE MB Dauphin, Rural Municipality of Drinking Water Rural Waterline Expansion: Phase II Expansion de la ligne d’eau rurale : Phase Il $3,572,800 $1,786,400 $1,786,400) 
49290 CWWF MB East St. Paul, Rural Municipality of Wastewater Sewage Treatment Plant Upgrade: Feasibility Modernisation d’une usine de traitement des $75,000 $37,500 $34,990} 
49291 CWWF MB Fisher, Rural Municipality of Wastewater Fisher Branch Lagoon improvement Amélioration du bassin de Fisher Branch $150,000 $75,000 $75,000} 
49292 CWWE MB Gilbert Plains, Municipality of Wastewater Wastewater Treatment Lagoon and Collection Améliorations du bassin de traitement des eaux $500,350 $250,175 $250,175 
49293 CWWE MB Glenella-Lansdowne, Municipality of Drinking Water Rural Waterline Expansion Expansion de la ligne d’eau rurale $586,640 $293,320 sol 
49294 CWWE MB Killarney-Turtle Mountain, Municipality of Drinking Water Broadway and Mountain Backlane Sewer and Projet de remplacement des conduites d’égout $1,100,000 $550,000 $550,000 
49295 CWWF MB Lorne, Municipality of Drinking Water Somerset Water Plant Upgrades Modernisations de lusine de production d’eau $86,000) $43,000} $43,000) 
49296 CWWE MB Montcalm, Rural Municipality of Wastewater St. Jean Baptiste Lagoon Projet du bassin de Saint Jean Baptiste $3,117,000 $1,558,500 $763,896) 
49297 CWWF MB Mossey River, Rural Municipality of Drinking Water Bulk Water Upgrades Modernisations du système d’eau en vrac $15,000; $6,149 $6,149 
49298 CWWF MB Oakview, Rural Municipality of Wastewater Local Urban Development area of Rapid City Zone d'extension locale du bassin de traitement $85,000) $42,500 so 
49299 CWWF MB Pinawa, Local Government District of Drinking Water Pinawa Awanipark Water Project Projet hydraulique d’Awanipark de Pinawa $525,000 $262,500 $1,250) 
49300 CWWE MB Powerview-Pine Falls, Town of Drinking Water Water Plant Upgrades Modernisations de l’usine de production d’eau $382,000) $191,000 50 
49301 CWWF MB Prairie View, Rural Municipality of Drinking Water Municipal Well and Network Puits municipal et réseau $4,000,000 $2,000,000 $1,800,000 
49302 CWWF MB Snow Lake, Town of Drinking Water Water and Sewer Line Renewal: Phase Il Renouvellement de la conduite d’eau et d’égout : $2,750,000 $1,375,000 $1,304,994 
49304 CWWF B Stonewall, Town of Wastewater Lagoon Upgrade Modernisation du bassin $4,600,000 $2,300,000 $2,070,100 
49305 CWWE MB Stuartburn, Rural Municipality of Wastewater Lagoon Upgrade: Planning and Design Modernisation du bassin : Planification et $95,000 $47,500 $47,402. 
49306 CWWF B Swan River, Town of Wastewater 6th Avenue Wastewater Pump Station Upgrade [Modernisation de la station de pompage d'eaux $1,000,000 $500,000 $500,000 
49307 CWWE MB Taché, Rural Municipality of Drinking Water Landmark Water Treatment Distribution System |Modernisation du système de distribution et de $6,724,000 $3,362,000 $996,898 
49308 CWWF B West Interlake, Municipality of Wastewater Ashern Wastewater System Réseau d'assainissement d’Ashern $343,250 $171,625 $171,625 
49309 CWWF MB Woodlands, Rural Municipality of Wastewater Sewage Force Main Upgrade Modernisation de l'égout collecteur sous $389,900 $194,950 $137,290 
47114 CWWF B Gimli, Rural Municipality of Drinking Water New Water Distribution System Gimli Nouveau réseau d’approvisionnement en eau $7,000,000 $3,500,000 $3,500,000) 
47115 CWWEF MB Yellowhead, Rural Municipality of Drinking Water New Water Treatment Plant Yellowhead Nouvelle station de traitement d’eau $4,000,000 $2,000,000) $2,000,000) 
47116 CWWE MB Russell-Binscarth, Municipality of Drinking Water New Water Treatment Plant and Regional Nouvelle station de traitement d’eau et $13,000,000 $6,500,000 $6,246,879) 
47117 CWWF MB Pipestone, Rural Municipality of Wastewater Lagoon Expansion - Pipestone Agrandissement de l'étang d'épuration $5,000,000) $2,500,000) $1,685,725 
47118 CWWF B Altona, Town of Wastewater Lagoon Expansion - Phase 3, Altona Agrandissement de l'étang d'épuration : Phase 3 $4,500,000 $2,250,000 $2,250,000 
47123 CWWE MB Cartier, Rural Municipality of Drinking Water Rural Waterline Expansion Prolongement des canalisations d'eau en milieu $3,000,000 $1,500,000 $883,151 
47124 CWWF MB Melita, Town of Wastewater Lagoon Expansion Agrandissement de l'étang d'épuration $6,000,000) $3,000,000) $609,480 
47125 CWWF MB Emerson-Franklin, Municipality of Drinking Water Arnaud and Area Potable Water Supply Approvisionnement en eau potable dans Arnaud $3,500,000) $1,254,372 $1,254,372 
47126 CWWF MB West St. Paul, Rural Municipality of Drinking Water Water Supply Approvisionnement en eau $6,000,000 $3,000,000 $2,665,635 
47127 CWWF MB St. Andrews, Rural Municipality of Wastewater Wastewater System - Phase 2 Système de traitement des eaux usées : Phase 2 $6,000,000] $3,000,000 $ $o) 
47128 CWWF MB St-Pierre-Jolys, Village of Wastewater Lagoon Expansion and Wetland Agrandissement de l'étang d'épuration et zone $3,000,000 $1,500,000) $635,255 
47129 CWWF MB Morden, Town of; Reinfeld, Rural Community of; | Wastewater Regional Wastewater Treatment System Système régional de traitement des eaux usées $3,600,000] _ $1,800,000 $1,614,190 
47130 CWWF MB Elton, Rural Municipality of Drinking Water Rura! Waterline Expansion: Phase 3 Prolongement des canalisations d'eau en milieu $6,000,000 $3,000,000 $2,833,131) 
47131 CWWF MB Thompson, City of Drinking Water Watermain Program - Phase 2 Programme visant les conduites d'eau principales $3,000,000! $1,500,000 $1,500,000 
47132 CWWF MB Rosedale, Rural Municipality of Drinking Water Rural Waterline Expansion Prolongement des canalisations d'eau en milieu $3,000,000 $1,500,000 $749,399 
47133 CWWE MB North Norfolk, Municipality of Drinking Water Rural Waterline Expansion: Phase 3 Prolongement des canalisations d'eau en milieu $3,000,000) $1,371,633 $1,371,633 
47134 CWWE MB Whitehead, Rural Municipality of Drinking Water Rural Waterline Expansion: Phase 2 Prolongement des canalisations d'eau en milieu $2,000,000) $1,000,000) $860,299 
47135 CWWFE MB Brenda-Waskada, Municipality of; Melita, Town {Drinking Water Rural Waterline Expansion: Phase 2 Prolongement des canalisations d'eau en milieu $5,000,000, $2,500,000 $2,500,000) 
47136 CWWE MB Seymourville, Rurai Community of Wastewater Wastewater Treatment Plant Station de traitement des eaux usées $2,500,000) $1,250,000) $0 
47139 CWWF MB St. Malo, Rural Municipality of Drinking Water Water Treatment Plant Station de traitement d'eau $650,000) $325,000 $325,000 
47140 CWWF MB Winnipeg, City of Drinking Water Water Main Reliability Fiabilité de la conduite d’eau principale $1,300,000 $650,000 so 
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51972 PTIF MB Brandon, City of Public Transit Brandon - Transit Shelters Lighting Project Brandon — Projet d'éclairage des abris de $150,000} $75,000! $49,801 
52159 PTIF MB Brandon, City of Public Transit Brandon - Para Transit Software Enhancement |Brandon — Amélioration logicielle au transport $75,000 537,500! $O 
52160 PTIF MB Brandon, City of Public Transit Brandon - Bus Stop Accessibility Upgrades Brandon — Amélioration de l'accessibilité aux $350,000 $175,000) SOl 
52161 PTIF MB Brandon, City of Public Transit Brandon - Automated Stop Announcement Brandon — Système automatisé d'annonce des $240,000 $120,000) $0 
52162 PTIF MB Brandon, City of Public Transit Brandon - Transit Terminal Safety Fencing Brandon — Cléture de sécurité au terminus de $75,000 $37,500) $0] 
52163 PTIF MB Brandon, City of Public Transit Brandon - Fiber Optic Connectivity for Transit Brandon — Connectivité sur fibre optique pour la $150,000} $75,000) $27,627| 
52164 PTIF MB Selkirk, City of Public Transit Selkirk - New Handi Transit Buses Selkirk — Nouveaux autobus de transport adapté $300,000) $150,000 $0} 
52165 PTIF MB Morden, Town of Public Transit Morden - New Handi Transit Van Morden — Nouvelle camionnette de transport $90,000 $45,000 $44,165] 
52166 PTIF MB Morris, Rural Municipality of Public Transit Morris - New Handi Transit Van Morris ~ Nouvelle camionnette de transport $90,000 $45,000| $45,000] 
51243 PTIF MB Winnipeg, City of Public Transit Transit Shop Equipment Upgrade / Replacement | Modernisation/ remplacement des équipements $1,755,000} $877,500; Sol 
51245 PTIF MB Winnipeg, City of Public Transit Rapid Overhead Doors at Washrack Portes basculantes rapides au poste de lavage $500,000 $250,000 $0] 
51252 PTIF MB Winnipeg, City of Public Transit Hoist Repair / Replacement Réparation/ remplacement des treuils $1,300,000 $650,000 $0} 
52158 PTIF MB Winnipeg, City of Public Transit Garage Improvements - Phase 2 Améliorations au garage — Phase 2 $1,500,000) $750,000} $0| 
51257 PTIF MB Winnipeg, City of Public Transit Rapid Transit Master Plan and Prioritization Plan directeur et étude de pricrisation des $3,000,000) $4,500,000 $0} 
51265 PTIF MB Winnipeg, City of Public Transit Pedestrian and Cycling Bridges: Chief Peguis Passerelles pour piétons et cyclistes : route $6,700,000} $3,350,000 i) 
51267 PTIF MB Winnipeg, City of Public Transit Protected Bike Lanes: McDermot Avenue (phase|Pistes cyclables protégées : avenue McDermot $1,450,000} $725,000 $0} 
51296 PTIF MB Winnipeg, City of Public Transit Protected Bike Lanes: McDermot Pistes cyclables protégées : avenue $3,500,000) $1,750,000) so 
i 51298 PTIF MB Winnipeg, City of Public Transit Protected Bike Lanes: Chevrier Boulevardand  |Pistes cyclables protégées : boulevard Chevrier $7,000,000 $3,500,000 $0} 
49187 PTIF MB Arborg, Town of Public Transit Arborg and District - Handi-Van Purchase Arborg et district — Achat d’un Handi-van $115,000 $57,500} $51,700) 
49227 PTIF MB Argyle, Rural Municipality of Public Transit Handi-Van Purchase Achat d’un Handi-van $100,334 $50,167 $44,933 
49229 PTIF MB Boissevain-Morton, Municipality of Public Transit Town of Boissevain - Handi-Van Purchase Ville de Boissevain — Achat d’un Handi-van $50,000 $25,000} $25,000) 
49232 PTIF MB Brandon, City of Public Transit Transit Bus Replacement Remplacement de l'autobus urbain $1,200,000 $600,000 $600,000} 
49233 PTIF MB Brandon, City of Public Transit Brandon - Diesel Exhaust Fluid - Bulk Tank Filling {Brandon ~ Fluide d'échappement diesel — $100,000 $50,000} $47,422] 
49234 PTIF MB Brandon, City of Public Transit Brandon - Handi Transit Bus Replacement Brandon — Remplacement de l'autobus urbain $500,000 $250,000 $250,000} 
49236 PTIF MB Brandon, City of Public Transit Brandon - Replacement of Information Brandon — Remplacement du centre $300,000} $150,000 $0} 
49237 PTIF MB Brandon, City of Public Transit Brandon - Bus Shelter Replacement Program Brandon — Programme de remplacement des $352,000 $176,000 $169,331 
49238 PTIF MB Brokenhead, Rural Municipality of Public Transit Brokenhead - Handi-Van Purchase Brokenhead — Achat d’un Handi-van $126,208] $63,104 $56,027] 
49239 PTIF MB Clanwilliam-Erickson, Municipality of Public Transit Clanwilliam - Erickson - Handi-Van Purchase Clanwilliam — Erickson — Achat d'un Handi-van $100,000 $50,000} $43,561 
49240 PTIF MB Coldwell, Rural Municipality of Public Transit Coldwell - Handi-Van Purchase Coldwell — Achat d’un Handi-van $60,000] $30,000) $28,122] 
49241 PTIF MB Deloraine-Winchester, Municipality of Public Transit Deloraine-Winchester - Additional Compact Deloraine-Winchester — Fourgonnette compacte $43,900 $21,950} $21,950} 
49242 PTIF MB Emerson-Franklin, Municipality of Public Transit Emerson-Franklin Transit Accessibility Emerson-Franklin — Accessibilité du transport $110,000 $55,000) $49,893) 
49243 PTIF MB Fisher, Rural Municipality of Public Transit Handi-Van Purchase Achat d’un Handi-van $95,000 $47,500} $47,500) 
49244 PTIF MB Flin Flon, City of Public Transit Flin Flon Bus Garage Garage d'autobus de Flin Flon $178,100 $89,050} $65,292} 
49247 PTIF MB Hamiota, Municipality of Public Transit Hamiota - Handi Transit Storage Hamiota ~ Entreposage des véhicules de $150,000 $75,000 $75,000) 
49249 PTIF MB Lac du Bonnet, Town of Public Transit Lac Du Bonnet - Handi-Van Purchase Lac Du Bonnet — Achat d’un Handi-van $45,160] $22,580) $22,580) 
49251 PTIF MB Morris, Town of Public Transit Morris - New Garage Construction for Handi- Morris — Construction d'un garage neuf pour $91,000| $45,500 $27,296! 
49255 PTIF MB Powerview-Pine Falls, Town of Public Transit Powerview - Pine Falls - Handi-Van Purchase Powerview — Pine Falls — Achat d'un Handi-Van $45,160] $22,580} $22,580} 
49256 PTIF MB Prairie View, Rural Municipality of Public Transit Prairie View - Handi-Van Purchase Prairie View — Achat d’un Handi-van $62,000 $31,000) $31,000} 
49257 PTIF MB Roblin, Municipality of Public Transit Roblin - Handi-Van Purchase Roblin ~ Achat d’un Handi-van $83,160] $41,580) $41,496 
49258 PTIF MB Rossburn, Municipality of Public Transit Rossburn Handivan Storage Entreposage des Handi-vans de Rossburn $102,933] $51,467 $42,363 
49259 PTIF MB Russell-Binscarth, Municipality of Public Transit Russell Binscarth - Handi-Van Purchase for Russell Binscarth — Achat d'un Handi-van pour le $110,000 $55,000) $54,263} 
49260 PTIF MB Selkirk, City of Public Transit Selkirk - New Transit Bus Selkirk — Autobus de transport en commun neuf $376,600 $188,300 $188,300) 
49261 PTIF MB Souris-Glenwood, Municipality of Public Transit Souris - Glenwood - Handi-Van Purchase Souris — Glenwood — Achat d’un Handi-van $103,332 $51,666 $51,666) 
49262 PTIF MB Ste. Rose, Municipality of Public Transit Ste. Rose - Handi-Van Purchase Sainte Rose — Achat d’un Handi-van $110,246] $55,123 $55,123} 
49263 PTIF MB Stuartburn, Rural Municipality of Public Transit Stuartburn - increase Handi-Van Fleet and Usage] Stuartburn — Augmenter le parc de Handi-vans $55,000} $27,500 $26,112) 
49264 PTIF MB Swan River, Town of Public Transit Swan River - Handi Van Storage Facility Swan River — Installation d'entreposage des $105,600 $52,800) $52,800] 
49265 PTIF MB Teuton, Town of Public Transit Teuton - Handi-Van Purchase Teulon — Achat d’un Handi-van $91,000 $45,500} $45,255) 
49268 PTIF MB The Pas, Town of Public Transit The Pas - Handi-Van Purchase The Pas — Achat d’un Handi-van $102,886 $51,443 $51,443} 
49270 PTIF MB Thompson, City of Public Transit Thompson - Transit Signage Thompson — Signalisation du transport en $10,000 $5,000 $0} 
49272 PTIF MB Thompson, City of Public Transit Thompson - Two Transit Bus Shelters Thompson — Deux abribus urbains $20,000} $10,000) $10,000} 
49274 PTIF MB Thompson, City of Public Transit Thompson - Transit Bus Purchase Thompson — Achat d’un autobus urbain $400,000 $200,000 so! 
49276 PTIF MB Thompson, City of Public Transit Thompson - Handi-Van Purchase Thompson — Achat d’un Handi-van $125,000 $62,500} $45,593 
49278 PTIF MB West Interlake, Municipality of Public Transit West Interlake - Lakeshore Handivan Parking West Interlake — Installation de stationnement $51,000 $25,500} $25,058} 
49245 PTIF MB Gimli, Rural Municipality of Public Transit Gimli - Handi-Van Purchase Gimli — Achat d’un Handi-van $78,448} $39,224 $39,224) 
49246 PTIF MB Grandview, Municipality of Public Transit Grandview - Handi-Van Purchase Grandview — Achat d’un Handi-van $81,000] $40,500} $40,500! 
49248 PTIF MB Killarney-Turtle Mountain, Municipality of Public Transit Killarney Turtle Mountain - Handi-Van Purchase |Killarney Turtle Mountain — Achat d’un Handi- $78,000] $39,000) $39,000) 
49250 PTIF MB Melita, Town of Public Transit Melita - Handi-Van Purchase Melita — Achat d’un Handi-van $94,000] $47,000) $47,000) 
49252 PTIF MB North Norfolk, Municipality of Public Transit NorMac - Handi-Van Purchase NorMac — Achat d'un Handi-van $125,000 $62,500) $51,756] 
49253 PTIF MB Pipestone, Rural Municipality of Public Transit Pipestone - Handi-Van Purchase Pipestone — Achat d’un Handi-van $100,450] $50,225 $50,225 
F 49254 PTIF MB Portage la Prairie, City of Public Transit Portage La Prairie - Handi-Van Purchase Portage La Prairie — Achat d'un Handi-van $106,220] $53,110} $49,916] 
47119 PTIF MB Winnipeg, City of Public Transit Garage: G Section Expansion Garage : Agrandissement de la section G $49,000,000] $24,500,000) $14,996,682| 
47120 PTIF MB Winnipeg, City of Public Transit Garage: Backup Power Generator Garage : Génératrice de secours $3,000,000 $1,500,000 $0 
47121 PTIF MB. Winnipeg, City of. Public Transit Transit Buses Autobus de transport en commun $47,000,000] $23,500,000) $20,643,448} 
47122 PTIF MB Winnipeg, City of Public Transit Garage Improvements Amélioration du garage $5,400,000 $2,700,000 so 
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Le Centre de ressources communautaires de 


$19,500,000 


$7,800,000) 


$0 


